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CO-0008-PDG FULLY EXECUTED ITF-W A Interim 

Ground Access (IGA) Change Order #08 for 

CPCN No# 1007A, 1004A, 1003A, and 1011A 




2019-06-21 




Cc: Name 

Company 

Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bernardita 

LAMP 

424-646-6732 

BBERNARDO@lawa.org 

1 

Billesbach, Rick 

LAMP 

424-646-6012 

rbillesbach@lawa.org 

1 

Billesback, Richard 

LAMP 


rbillesbach@lawa.org 

1 

Cabanilla, Fernando 

LAMP 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAMP 


GCampbell@lawa.org 

1 

Chang, Christian 

LAMP 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAMP 


jflores2@lawa.org 

1 

Fronda, John 

LAMP 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAMP 


aharris@lawa.org 

1 

Flernandez, Christian 

LAMP 

424-646-7549 

chernandez6@lawa.org 

1 

Jackson, David 

LAMP 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAMP 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 

1 

Molina, Viviana 

LAMP 

424-646-7519 

VMOLINA@lawa.org 

1 

Montoya, Joaquin F. 

LAMP 


jmontoya@lawa.org 

1 

Mudragada, Danny 

LAMP 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAMP 

424-646-6738 

cn e va rez @ 1 a wa. o rg 

1 

Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

1 
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Rios, Antonio 

LAMP 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAMP 


lsoriano@lawa.org 

1 

Soung, Tony 

LAMP 


tsoung@lawa.org 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swinerton.com 

1 

Thiesmeyer, Daniel 

SWIBUI 


Daniel.Thiesmeyer@swinerton.com 

1 

Traina, John 

SWIBUI 


John.Traina@swinerton.com 

1 

Venzor, Robert 

LAMP 

424-646-7583 

rvenzor@lawa.org 

1 

Villarreal, Ronnie 

LAMP 

424-646-6735 

RVILLARREAL@lawa.org 

1 

Walters, Camille 

LAMP 

(424)646-6015 

Desk 

CWALTERS@lawa.org 

1 

Wood, John 

SWIBUI 


jwood@swinerton.com 

1 

Woods, Steve 

LAMP 

213-330-9321 

swoods@lawa.org 

1 


File Code / Remarks: 

5.3 
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Transmitted by Fronda, John 
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2019-06-21 



Cc: Name 

Company 

Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 
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1 
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LAMP 

424-646-6732 
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1 

Billesbach, Rick 
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424-646-6012 

rbillesbach@lawa.org 
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Billesback, Richard 

LAMP 


rbillesbach@lawa.org 
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Cabanilla, Fernando 

LAMP 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAMP 


GCampbell@lawa.org 

1 

Chang, Christian 

LAMP 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton .com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAMP 


jflores2@lawa.org 

1 

Fronda, John 

LAMP 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAMP 


aharris@lawa.org 

1 

Hernandez, Christian 

LAMP 

424-646-7549 

chernandez6@lawa.org 

1 

Jackson, David 

LAMP 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAMP 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 
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Molina, Viviana 

LAMP 

424-646-7519 

VMOLINA@lawa.org 
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Montoya, Joaquin F. 

LAMP 


jmontoya@lawa.org 
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Mudragada, Danny 

LAMP 

424-646-7354 

dmudragada@lawa.org 
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Nevarez, Cariotta 

LAMP 

424-646-6738 

cnevarez@lawa.org 
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Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 
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Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

1 

Rios, Antonio 

LAMP 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAMP 


lsoriano@lawa.org 

1 

Soung, Tony 

LAMP 


tsoung@lawa.org 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swinerton.com 
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Thiesmeyer, Daniel 

SWIBUI 


Daniel.Thiesmeyer@swinerton.com 

1 

Traina, John 

SWIBUI 
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Venzor, Robert 
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LAMP 
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Desk 
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SWIBUI 
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Woods, Steve 

LAMP 

213-330-9321 

swoods@lawa.org 
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File Code / Remarks: 
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red by: (Print name and sign) 


Signed Date 


Transmitted by Fronda, John 


Signed Date 






Los Angeles LOS ANGELES WORLD AIRPORTS 
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CHANGE ORDER NO. 0008 

PROJECT: ITF-W A Interim Ground Access (IGA) ADDRESS: 17731 Mitchell North 

CONTRACT NO.: Irvine. CA 92614 

CONTRACTOR: Swlnerton Builders 

ORIGINAL CONTRACT AMOUNT INCLUDING AMENDMENTS: $ 26.471.300.00 


Original Contract Amount including Amendments plus all previous Change Orders $26.471.300.00 

Provide all material, labor, equipment, supervision, and incidentals necessary to perform the following work: 

1. LGA^CPCN 1007A - RFI0010: Pedestrian WW Replace Damaged Utility 

Boxes 

Provide labor, materials and equipment required to remove and replace Add: $2.562.00 

damaged existing utility boxes at the Pedestrian Walkway Area for the ITF 
West Interim Ground Access Project, per RFI-0010 response. 

Reference Documents: CPCN: 1007A, CCR: 1007A, CD: 0007A, RFI: 

0010, FD: N/A 

2. IGA * CPCN 1QQ4A - RFI 0006: Demo Existing Electrical Conduit at Aux 

Curb 

Provide labor, materials and equipment required to remove the electrical Add: $640.00 

panel conduit and its associated components mounted on the CMU wall 

located at the Airport Police Parking Lot for the ITF West Interim Ground 

Access Project, per RFI-0006 response. Scope of work includes, but is 

not limited to: disconnect conduit from the cabinet/ electrical panel, 

remove/demolish the conduit including wires, connections and outlet 

box, and seal the cabinet opening. 

Reference Documents - CPCN: 1004A, CCR: 1004A, CD: 0003A, RFI: 

0006, FD: N/A 

3. IGA - CPCN 10Q3A - Field Bulletin No. 0003 

Provide labor, materials and equipment required to complete the paving Add: $30.230.00 

and electrical modifications issued in Field Bulletin No. 0003, per 
CD-0004 and FD-0002. 

Reference Documents - CCR: 1003A, CPCN: 1003A, CD: 0004, RFI: N/A, 

FD: 0002 

4. IGA - CPCN 1011A-RFI 0053: Aux Curb Damaged 4" PVC Line Unforesse 

Condition 

Provide labor, materials and equipment required to repair an unforeseen Add: $2.230.00 

damaged four inch (4") PVC storm drain line at the Bus Drop Off location 
of the Auxiliary Curb, per RFI-0053 response. 

Reference Documents-CCR: 1011A, CPCN: 1011A, CD: 0013, RFI: 

0053, FD: N/A 



Net Addition due to the Change Order: $35.662.00 

Original Contract Amount plus all Change Orders to date: $26.506.962.00 


Contract Time: (X) Not Changed, 0 Increased by _0_ Calendar Days, 0 Decreased by _0_ Days 
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w 


Los Angeles 


LOS ANGELES WORLD AIRPORTS 


7301 World Way West, Los Angeles, CA 90045 
CHANGE ORDER NO. QQQS 


jA'ufH.Jw v.*l *WttHtt-u/ u»f\ min;w hh 


PROJECT: ITF-W A Interim Ground Access (IGA) 

CONTRACT NO.: 


ADDRESS: 17731 Mitchell North 
Irvine. CA 92614 


CONTRACTOR: Swinerton Builders 

ORIGINAL CONTRACT AMOUNT INCLUDING AMENDMENTS: 1 26,471,300.00 


Revised Project Completion Date (including this Change Order): 


The undersigned hereby proposes and agrees to furnish any and all labor, material and equipment, including all overhead 
and profit, in strict accordance with the requirements of the original Contract Documents except as specifically above noted 
otherwise for the sum stated above, and that are required in connection with the above proposed change. 

By signing the Change Order, the Contractor acknowledges and agrees, on behalf of himself, all subcontractors, and all 
suppliers, that the stipulated compensation includes payment for all work contained in the Change Order, plus all payment for 
the interruption of schedules, extended overhead costs, delay, all impacts, and ripple effect of cumulative impact on all other 
work under this Contract. The signing of the Change Order indicates that the Change Order constitutes the compensation 
(time and cost) set forth in the Change Order and comprises the totai compensation due the Contractor, aii subcontractors, 
and all suppliers, for the Work or change defined in the Change Order, including impact on unchanged work. The Contractor 
is in full mutual accord and satisfaction with the change, and that the time and /or cost under the Change Order constitutes 
the total equitable adjustment owed the Contractor, all subcontractors, and all suppliers, as a result of the changes. The 
Contractor, on behalf of the Contractor, all subcontractors, and all suppliers, agrees to waive all right, without exception or 
reservation of any kind whatsoever, to file any further Claim related to this Change Order. No further Claim or request for 
equitable adjustment of any type shall arise out of or as a result of this Change Order or the impact of this Change Order on 
the remainder of the Work under the Contract. The Contractor further agrees to indemnify and hold the Agency and its agents 
harmless from any further Claims, requests for equitable adjustment, or damages raised by subcontractors or suppliers at 
any tier, as a result of the Work under this Contract. The Contractor, on behalf of the Contractor, all subcontractors, and all 
suppliers, expressly waives the benefits of the provisions of Section 1542 of the Civil Code, which reads as follows: "A 
GENERAL RELEASE DOES NOT EXTEND TO CLAIMS WHICH THE CREDITOR DOES NOT KNOW OR SUSPECT TO EXIST 
IN HIS FAVOR ATTHE TIME OF EXECUTING THE RELEASE, WHICH IF KNOWN BY HIM MUST HAVE MATERIALLY AFFECTED 
HIS SETTLEMENT WITH THE DEBTOR." The Owner and the Contractor hereby agree that this CGMP/Change Order 
constitutes full mutual accord and satisfaction for all time, all costs, and all impacts related directly to this Change Order. 


*** This Change Order Continues on the Following Page *** 











Los Angeles LO s ANGELES WORLD AIRPORTS 

K-'*' World Airports 7301 World Way West, Los Angeles, CA 90045 
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CHANGE ORDER NO. QQQS 


PROJECT: ITF-W A Interim Ground Access (IGA) ADDRESS: 17731 Mitchell North 

CONTRACT NO.: Irvine. CA 92614 

CONTRACTOR: Swinerton Builders 

ORIGINAL CONTRACT AMOUNT INCLUDING AMENDMENTS: 1 26.471,300.00 


Submitted for Approval: 



Swinerton Builders 


Date: 


(Authorized Representative) 







APPROVED 



Date: 


Deborah Flint 

Chief Executive Office (CEO) 


Signature required if the revision amounts 
is above the Board authorized amount 
(Standard is up to $150,000) 
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Los Angeles /.OS ANGELES WORLD AIRPORTS 

E -- World Airports 7301 World Way West, Los Angeles, CA 90045 
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CHANGE ORDER NO. 0008 

PROJECT: ITF-W A Interim Ground Access (IGA1 ADDRESS: 17731 Mitchell North 

CONTRACT NO.: Irvine. CA 92614 

CONTRACTOR: Swinerton Builders 

ORIGINAL CONTRACT AMOUNT INCLUDING AMENDMENTS: 1 26.471.300.00 


Original Contract Amount including Amendments plus all previous Change Orders $26.471.300.00 

Provide all material, labor, equipment, supervision, and incidentals necessary to perform the following work: 

1. IGA - CPCN_1007A ^ RFI001OLPedestrian WW Replace Damaged Utility 

Boxes 

Provide labor, materials and equipment required to remove and replace Add: $2.562.00 

damaged existing utility boxes at the Pedestrian Walkway Area for the ITF 
West Interim Ground Access Project, per RFI-0010 response. 

Reference Documents: CPCN: 1007A, CCR: 1007A, CD: 0007A, RFI: 

0010, FD: N/A 

2. IGA -,CFCN_1004A - RFI.Q0 06: Demo Existing Electr ical Conduit at Aux 

Curb 

Provide labor, materials and equipment required to remove the electrical Add: $640.00 

panel conduit and its associated components mounted on the CMU wall 

located at the Airport Police Parking Lot for the ITF West Interim Ground 

Access Project, per RFI-0006 response. Scope of work includes, but is 

not limited to: disconnect conduit from the cabinet/ electrical panel, 

remove/demolish the conduit including wires, connections and outlet 

box, and seal the cabinet opening. 

Reference Documents - CPCN: 1004A, CCR: 1004A, CD: 0003A, RFI: 

0006, FD: N/A 

3. IGA - CPCN 1QQ3A.- FJeld Buyietin_N.Q^_QJDQ-3 

Provide labor, materials and equipment required to complete the paving Add: $30.230.00 

and electrical modifications issued in Field Bulletin No. 0003, per 
CD-0004 and FD-0002. 

Reference Documents - CCR: 1003A, CPCN: 1003A, CD: 0004, RFI: N/A, 

FD: 0002 

4. IGA - CPCN 1011A - RFI 0053: Aux Curb_Itamaqed_4^RVC Line Unforesse 

Condition 

Provide labor, materials and equipment required to repair an unforeseen Add: $2.230.00 

damaged four inch (4”) PVC storm drain line at the Bus Drop Off location 
of the Auxiliary Curb, per RFI-0053 response. 

Reference Documents - CCR: 1011A, CPCN: 1011A, CD: 0013, RFI: 

0053, FD: N/A 


Net Addition due to the Change Order: $35.662.00 

Original Contract Amount plus all Change Orders to date: $26.506^62.00 


Contract Time: (X) Not Changed, 0 Increased by _0_ Calendar Days, () Decreased by _0_ Days 























Los f?? ,es LOS ANGELES WORLD AIRPORTS 

Al rports 7301 World Way West, Los Angeles, CA 90045 

^ uti wigiUu«Mriinnni«j im 

CHANGE ORDER NO. 0008 


PROJECT: ITF-W A interim Ground Access (\GA) ADDRESS: 17731 Mitchell North 

CONTRACT NO.: Irvine. CA 92614 

CONTRACTOR: Swinerton Builders 

ORIGINAL CONTRACT AMOUNT INCLUDING AMENDMENTS: $ 26.471.300.00 


Revised Project Completion Date (including this Change Order): 


The undersigned hereby proposes and agrees to furnish any and all labor, material and equipment, including all overhead 
and profit, in strict accordance with the requirements of the original Contract Documents except as specifically above noted 
otherwise for the sum stated above, and that are required in connection with the above proposed change. 

By signing the Change Order, the Contractor acknowledges and agrees, on behalf of himself, all subcontractors, and all 
suppliers, that the stipulated compensation includes payment for all work contained in the Change Order, plus all payment for 
the interruption of schedules, extended overhead costs, delay, all impacts, and ripple effect of cumulative impact on all other 
work under this Contract. The signing of the Change Order indicates that the Change Order constitutes the compensation 
(time and cost) set forth in the Change Order and comprises the total compensation due the Contractor, all subcontractors, 
and all suppliers, for the Work or change defined in the Change Order, including impact on unchanged work. The Contractor 
is in full mutual accord and satisfaction with the change, and that the time and /or cost under the Change Order constitutes 
the total equitable adjustment owed the Contractor, all subcontractors, and all suppliers, as a result of the changes. The 
Contractor, on behalf of the Contractor, all subcontractors, and all suppliers, agrees to waive all right, without exception or 
reservation of any kind whatsoever, to file any further Claim related to this Change Order. No further Claim or request for 
equitable adjustment of any type shall arise out of or as a result of this Change Order or the impact of this Change Order on 
the remainder of the Work under the Contract. The Contractor further agrees to indemnify and hold the Agency and its agents 
harmless from any further Claims, requests for equitable adjustment, or damages raised by subcontractors or suppliers at 
any tier, as a result of the Work under this Contract. The Contractor, on behalf of the Contractor, all subcontractors, and all 
suppliers, expressly waives the benefits of the provisions of Section 1542 of the Civil Code, which reads as follows: "A 
GENERAL RELEASE DOES NOT EXTEND TO CLAIMS WHICH THE CREDITOR DOES NOT KNOW OR SUSPECT TO EXIST 
IN HIS FAVOR ATTHETIME OF EXECUTINGTHE RELEASE, WHICHIF KNOWN BYHIM MUST HAVE MATERIALLY AFFECTED 
HIS SETTLEMENT WITH THE DEBTOR." The Owner and the Contractor hereby agree that this CGMP/Change Order 
constitutes full mutual accord and satisfaction for all time, all costs, and all impacts related directly to this Change Order. 


*** This Change Order Continues on the Following Page *** 
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CHANGE ORDER NO. QQ2S 


PROJECT: ITF-W A Interim Ground Access (IGA) ADDRESS: 17731 Mitchell North 

CONTRACT NO.: Irvine. CA 92614 

CONTRACTOR: Swinerton Builders 

ORIGINAL CONTRACT AMOUNT INCLUDING AMENDMENTS: $ 26.471.300.00 


Submitted for Approval: 



Swinerton Builders 


Date: 


(Authorized Representative) 

UhML 







Date: 


*By: 

Deborah Flint 

Chief Executive Office (CEO) 


Signature required if the revision amounts 
is above the Board authorized amount 
(Standard is up to $150,000) 

























Los Angeles 
World Airports 


MEMORANDUM 


Date: June 19,2019 

Memo to: Bernardo Gogna, Landside Access Modernization Program (LAMP) Executive 

From: John R. Fronda, P.E., C.M. Airport Engineer ll /ah 

Planning & Development Group (PDG) 

Subject: LAMP - Intermodal Transportation Facility West (ITF West) 

Contract No. DA-5305A 

Los Angeles International Airport 

Change Order No. 0008 - Interim Ground Access (IGA) Change Order for 
CPCN No. 1007A, 1004A, 1003A, and 1011A 

Attached for your signature is Change Order No. 0008 for the amount of $35,662.00 which 
provides changes to the Contract as follows: 


1. IGA - CPCN 1007A - RFI 0006: Demo Existing Electrical Conduit at Aux Curb 

Existing electrical conduit feeding an existing outlet box was found mounted on a 
concrete masonry unit (CMU) located at the proposed driveway approach for the 
Auxiliary Curb. Contract drawings called for this CMU wall to be demolished, but did 
not clarify removal of the existing conduit or outlet box. The Contractor was directed 
to disconnect and remove/demo the conduit including wires, connections, and outlet 
box. This resulted in an increased cost in the amount of $640.00. 

(CHANGE CODE: Field Condition) 

2. IGA - CPCN 1004A - RFI 0010: Pedestrian WW Replace Damaged Utility Boxes 

Contract drawings called for various utility boxes at the Pedestrian Walk Way near 
Parking Structure 1 to be either removed, protected in place or adjusted to the 
proposed grade. However, during a site evaluation of the existing utility boxes, it 
was determined that some utility boxes were damaged and should be replaced. 

The Contractor was directed to remove the damaged utility boxes and install new 
utility boxes in their place. This resulted in an increased cost in the amount of 
$2,562.00. 

(CHANGE CODE: Field Condition) 

3. IGA - CPCN 1003A- Field Bulletin No. 0003 

Field Bulletin No. 0003 was issued to provide various paving and electrical 
modifications/clarifications to the original Contract drawings, including but not 
limited to: revised paving plan clarifications, additional notes pertaining to electrical, 
irrigation and water connections, and additional communication pole and lighting 
pole details. This resulted in an increased cost in the amount of $30,230.00. 
(CHANGE CODE: Document Correction) 

4. IGA - CPCN 1011A - RFI 0053: Aux Curb Repair Damaged 4” PVC Line 

An existing unforeseen four inch (4”) storm drain line was damaged during 
excavation activites at the Bus Drop Off location of the Auxiliary Curb. The storm 
drain line was confirmed to still be in use and the Contractor was directed to repair 
the damaged 4” PVC storm drain line. This resulted in an increased cost in the 
amount of $2,230.00. 

(CHANGE CODE: Field Condition) 








The Planning and Development Group’s staff has negotiated this Change Order and 
approval of this Change Order is recommended. If you have any questions related to this 
change order, please feel free to contact John Fronda, of my staff at (424) 646-5851. 

JRF:vm 

Attachment: Change Order No. 0008 

cc: Gynthia Guidry 

Greg S. Campbell 
Fadi Nassar 
John Fronda 
Laurel Soriano 
Christian Chang 
Danny Mudragada 
Cynthia Boutte 
Viviana Molina 

File Code: 5.3, 6.3 



Item # 002 Discussions Started 

0/00/0000 

Discussions Concluded 

5/23/2019 

Proposal was tracked on signed LAWA T&M Reports 

X 

CO 

l 

No 


This General Contractor's proposal was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this CCR's CD. 

Comments: 


__ Materials: ________ 

__ Labo r:_________ 

_ Equipment: _ 

___ Subcontractor Markups: __ 

_ Other: _ 

Present at Discussions: 

Michael Darquea (SB) _ Zach Sturgis (SB) __ 

Daniel Thiesmeyer (SB) _ Julio Barios (SB) _ 

Laurel Soriano (LAWA) Christian Chang (LAWA) _ 

The highlighted amount is the final negotiated price for this change, including all pertinent markups: $2,562.00 

No additional time has been requested, discussed, nor granted for this change. 

Please note that the PDG estimate utilized labor rates approved by PDG, productivity rates referenced against RS 
Means/local construction marketplace , material unit rates referenced against RS Means/local construction 
marketplace , and equipment rental rates referenced against the Rental Blue Book/RS Means/local construction 
marketplace, respectively. Lastly , all estimates are reviewed with the LAWA PM responsible for this contract prior to 
being transmitted to the General Contractor. _ . 

The aboveconstitutes the summary of formal negotiations held on the date(s) listedjfor the change itemd escribed. To the best of 

my knowledge, this negotiated settlement provides fair and reasonable comperisat^Mi for the change item described. 


FemaoSoCabanifia 5/23/2019 

Estimator / Negotiator Date 


Page 2 of 2 






























RECORD OF NEGOTIATION 



Los Angeles 

PROJECT: 

LAX ITF-West Enabling - 

nterim Ground Access (IGA) 

World Airports 

CONTRACT: 

DA-5305A 

CONTRACTOR: 

Swinerton Builders 

865 S. Figueroa Street, Suite 3000 

DESCRIPTION OF CHANGE NEGOTIATED PER CD: 

Contractor shall provide labor, materials and equipment required to replace the existing damaged utility boxes as directed in the 
response to RFI-0010. CD-0007 was issued on 04/30/2019 directing Swinerton to proceed with removing the existing utility 
boxes shown on drawing Cl 01 and replace with new boxes. Boxes outside of the construction limit should be protect in place. 
The Costs associated with T&M authorization shall fully comply with General Conditions by (T&M). 


CPCN 


1007A 


CCR 1007A 



Justification: 



Code Requirement 

Allowance No. 







Document Correction RFI No. 

X 

0010 




X 

Field Condition 

Change Directive 

X 

0007 





Owner Betterment 

Field Directive 







Design Evolution 

Task Order 



SUMMARY OF PROPOSALS: 

Item# |Contractors) 

Proposal Amt. 

1 PDG Estimate Offer* 

Negotiated Amt. 

001 

INPUT SUBCONTRACTOR(S) 
Subcontractor Bond/Tax(?,Input 

$2,796.00 

$33.55 

$2,562.00 

$0.00 


$2,562.00 

$0.00 

002 

Subcontractor Subtotal 

GENERAL CONTRACTOR 
Markups (?, Input %) 

Tax(?, Input %) 

Bond (?, Input %) 

$2,829.55 

$72.32 

$3.33 

$152.91 

$2,562.00 

$0.00 

$0.00 

$0.00 


$2,562.00 

$0.00 

$0.00 

$0.00 

* This amount is 

Grand Total $3,058.11 

per the final PDG estimate. 

$2,562.00 


$2,562.00 

SUMMARY OF DISCUSSIONS: 

CD-0007 was issued by LAWA on 4/30/2019 directing the contractor to proceed with removing the existing utility boxes and 
replace with new boxes. As instructed by LAWA, the Boxes outsided of the construction limit should be protect in place and all 
existing conduits, wirings, components should also be protected in-place. On 05/03/2019, Swinerton submitted CPCN 1007A in 
the amout of $ 3,058.12 for review and approval. LAWA estimating found a difference in materials costs that provided a small 
variance in costs. After the change management meeting held on May 23,2019, Swinerton agreed and accepted the revised 
offer of $2,562.00 (All Inclusive). 

Item # 

001 


Discussions Started 

0/00/0000 

Discussions Concluded 

5/23/2019 

Proposal was tracked on signed LAWA T&M Reports 

[Yes ! 

rxn 

No 

This subcontractor's proposal for this CCR was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this OCR's CD. 


Comments: 





Materials: 



Labor: 



Eaubment: 



Other: 

Present at Discussions: 

Michael Darquea (SB) 


Zach Sturgis (SB) 






Daniel Thiesmeyer (SB) 

Julio Barbs (SB) 






Laurel Soriano (LAWA) 

Christian Chang (LAWA) 
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SWINERTON 



CONTRACTOR CHANGE REQUEST (CCR) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CCR No. 1 007A _ CCR Title: Replace Damaged Utility Boxes Per RFI0010 

CCR Date: SM2Q1B 


Contractor Swlnerton Builders Address: 865 8. Figueroa Street 

Contract No.: DA-5305A Suite 3000 

Los Angeles, CA B0045 

Contract Title: ITF West Project - Interim Ground Access Project (IGA) 


Reference Document: RFI No.: 0010 CPCNNo.: 1007A CD NO ; 0007 other: 



dicumstances and Out the requested time and/or compensation is a fair and accurate assessment of the impact to the best of 
hia/her ability to establish at the time of signing. 


CONTRACTOR 

Signature: D . te 5/9/2019 


Name: Daniel Thlesmeyer 


Title: Project Manager 



























Los Angeles 
World Airports 

LAW A rttQUCCT CWT tlTIMJ.™ 


LPC£ 



Change Order Analysis 


Contract : DA-5305 Swinerton Builders CCR : CCR 001 Date : 5/10/2019 

Title: Replace Damage Utility Boxes per RFI0010 Project Manager : JohnFronda Estimator: FERNANDO A CABANILLA 

Estimate Scope : Swinerton is directed to replace damage utility boxes and new Utility Boxes will be Installed. 

Negotiated Amount : $2,562.00 

Subcontractor Summary 

ESTIMATE ICE-DIRECTCOSTS CCNTOCTOR-/WLVZER 


SUBCONTRACTOR 

MATERIAL 

LABOR HOURS 

LABOR COST 

EQUIPMENT 

OTHER 

ITEM TOTAL 

MATERIAL 

LABOR HOURS 

LABOR COST 

EQUIPI^NT 

OTHER 

item total 

VARIANCE 

Taft Electric 

$0.00 

0.00 

$0.00 

$0.00 

$2,370.52 

$2,370.52 

$0.00 

0.00 

$0.00 

$0.00 

$2,829.18 

$2,829.18 

$458.68 

Swinerton 

$0.00 

0.00 

$0.00 

$0.00 

$191.49 

$191.49 

$0.00 

0.00 

$0.00 

$0.00 

$228.56 

$228.56: 

$37.07 

Subtotal Direct Cost 

$0.00 

0.00 

$0.00 

$0.00 

$2,562.01 

$2,562.01 I 

$0.00 

0.00 

$0.00 

$0.00 

$3,057.74 

$3,057.74 j 

$495.73 

fvbrkups 






$0.00' 






$0.00 - 

$0.00 

GRATO TOTAL 






$2,562 






$3,058 

$496 
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Los Angeles 
World Airports 

LAW* HtoJLfiT CQtt ItrinuUMl 


LPCE 



Change Order Analysis 


Contract : DA-5305 Swinerton Builders CCR : CCR 001 Date : 5/10/2019 

Title : Replace Damage Utility Boxes per RFI0010 Project Manager : John Fronda Estimator : FERNANDO A CABANILLA 





ESTIMATE ICE- DIRECT COSTS 





CONTRACTOR - ANALYZER 



SUBCONTRACTOR 

CSI 

I 

hi 

i 


TIER 

TYPE 

QUANTITY 

UNIT 


RATE 

ITEM TOTAL 

QUANTITY 

RATE 

TTEMTOT4L VALANCE 

NOTES 

Taft Electric 

00 

Yard Bo>es Qouted fubterial 


No torkup 

Other 

1.00 

LS 


700.00 

700.00 

1.00 

1,071.45 

1,071.45; 

371.45 


Taft Electric 

00 

Labor Expenses, Equipment Tools 


No Markup 

Other 

1.00 

Ea 


1,334.84 

1,334.84 

1.00 

1,357.11 

1,357.11 

2227 


Taft Electric 

00 

O&P 15% 


No IVbrkup 

Other 

1.00 

Ea 


305.23 

305.23 

1.00 

364.28 

364.28 i 

59.05 


Taft Electric 

00 

City of Los Angeles Business Tax .10% 


No Wbrkup 

Other 

1.00 

Ea 


2.34 

2.34 

1.00 

2.79 

2.79' 

.45 


Taft Electric 

00 

Subguard Subcontractor Default Insurance) 1 20 

No IVbrkup 

Other 

1.00 

Ea 


28.11 

28.11 

1.00 

33.55 

33.55 

5.44 


Swinerton 

00 

P&PBond .864% 


No Markup 

Other 

1.00 

Ea 


22.14 

22.14 

1.00 

26.42 

26.42 ■ 

4.28 


Swinerton 

00 

Insurance 1.501% 


No torkup 

Other 

1.00 

Ea 


38.46 

38.46 

1.00 

45.90 

45.90 

7.44 


Swinerton 

00 

LACityGRT.109% 


No IVbrkup 

Other 

1.00 

Ea 


2.79 

2.79 

1.00 

3.33 

3.33i 

.54 


Swinerton 

00 

Fees 5% 


No Markup 

Other 

1.00 

Ea 


128.10 

128.10 

1.00 

152.91 

152.91 

24.81 


SUBTOTAL 










$2,562.01 ! 



$3,057.74 

$495.73 




ESTIMATE ICE- DIRECT COST MARKUPS (CHANGE ORDER) 




CONTRACTOR - ANALYZER 




CSI 



TIER 

type 


SUBTOTAL VALUE 

RATE 

fTStf TOTAL 

SUBTOTAL VALUE 

RATE 

ITEM TOTAL 

VARIANCE 

NOTES 


00 



No IVbrkup 

Other 


2,562.01 

0.00% 

.00 

3,057.74 

0.00 % 

.00 










$2,562.01 


$0.00^ 

$3,057.74 


$0.00 

$0.00 


DIRECT COST TOTAL 









$2,562.01 



$3,057.74 

$495.73 


MARKUPS 


ITEM DESCRIPTION 



GC 

SUB 

APPLIED AMOUNT 

RATE 

nEMTOWL 

4PPUED /MXINT 

RATE 

ITEMTQTAL 

OVERALL MARKUP NOTES 

DIRECT COST TOTAL 









$2,562.01 



$3,057.74 (Included above) 



00 

Oerhead/Profit 






$0.00 

5.000% 

$0.00 

$0.00 

5.000 % 

$0.00 




00 

Insurance 






$0.00 

1.501 % 

$0.00 

$0.00 

1.501% 

$0.00 




00 

D.D/B/Fees 






$0.00 

5.000 % 

$0.00: 

$0.00 

5.000% 

$0.00 



SUBTOTAL 










$2,562.01; 



$3,057.74 




00 

Bond 






$0.00 

0.864% 

$0.00 

$0.00 

0.864% 

$0.00 




00 

Gross Receipts Tax 






$0.00 

0.109% 

$0.00: 

$0.00 

0.109% 

$0.00 




00 

Bond, Insurance, Cityta* D/B Fees 






$0.00 

0.000% 

$0,001 

$0.00 

0.000% 

$0.00! 



GRAM) TOTAL 










$2,562 



$3,058 
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Swlnarton Builders 

BBS South Figueroa Street Suite 3000 

Loe Angeles CA 80017 


TRANSMITTAL 
No, 00108 


►- .' i 

SWINERTON 


PROJECT: AVIA-LAXITFWEnabling(Sub-To-Self) DATE: 06/08/2019 

TO: Loe Angeles World Airports BE: DA-5305A 

1 World Way 
Los Angelas CA 90045 


ATTN; John Fit 

SUBMITTED FOR: 

ACTION TAKEN: 1 

[ Shop Drawings 

~ Approval 

| | Approved as Submitted 

[ i Letter 

Your Use 

U 

[ J Approved as Noted 

I i Prints 

| [ As Requested 

1 Returned After Loan 

r^i Change Order 

~ Review and Comment 


~ Resubmit 

PI Plans 



1 Submit 

1 Samples 

SENT VIA; 

Returned 

PI Specifications 

[Attached | [Separate Cover 

i Returned for Corrections 

□ Other: 


~\ Due Date: 

□ Submittal: 


□ Other: 


Lint Own __ Pe erage Co d* _ Reir. Qty Bam 

1 Contract Documents DOC 1 06/09/2019 


Description 

CCR - 1007A RFI0010 Replace 
Damaged Utfflty Boxes 


Statu* 

Open 


REMARKS: 


CC: 




















































May 3,2019 


SWINERTON 


Lob Angeles World Airports 

1 World Way 

Los Angeles, CA, 90045 

Attn: John Fronda 

Subject: Swinerton Builders Job 19055009 • AVIA - LAX ITFW Enabling (Sub-To-Self) 
PCI No. 0016 


Dear Mr. Fronda, 

The contract adjustment required as a result of: 

Added cost to replace damaged utility boxes per RFI00010 and sheet Cl 01. 

Swinerton Builders PCI No. 0018 Is 3,056.12. 

The Incorporation of this revision In to the contractual scope of work may have an Impact on our schedule, which 
Is yet to be finalized. Once determined, the job schedule will be adjusted accordingly to show the effect of this 
revision on the Anal project completion date. The terms (cost and schedule Impact) of this change order request 
are subject to review and a requote If not accepted within days of its issuance. 

X We HAVE proceeded with this revised work. Please Issue a formal change order. 

If you have any questions or comments pertaining to this matter, please contact the undersigned. 


Sincerely, Quotation accepted by: 



in Builders 


Los Angeles World Airports 


>n\TYT 


Pal rvA 


Michael Darquea 
Project Executive 
Date: 


By: 


Av\M U Tlt , 1 


Date: 


Enclosures: 


PCI No. 


0018 CPCN No. 1007A - Added cost to replace damaged utility 
boxes per RFI 00010 and sheet C101 Cost Sheet 






TRANSMITTAL 



Los Angeles 
World Airports 

LANDSIDF ACCESS MODERNIZATION PROGRAM 


TM 

ITF-W_A Interim Ground Access (IGA) 

Project # DA-5305A 

1 Date: 5/1/2019 

Document Control Number: 0141 | 

Transmitted To 

Transmitted By 

Acosta, Jose 

Fronda, John 

Swinerton Builders 

Los Angeles World Airports 

865 South Figueroa Street 

7301 World Way West 

Ste 3000 

8th Floor 

Los Angeles, CA 90017 

Los Angeles, CA 90045 

Tel: 

Tel: 424-646-5851 

Fax: 

Fax: 


Package Transmitted For Delivered Via Tracking Number 

CD-0007-PDG RFI 0010 - PW: Replace Damaged Utility Boxes 2019-05-01 CD-0007-PDG 

Item # Qty Item Reference Description Notes Status 

0001 CD-0Q07-PDG RFI 0010 - PW: Replace Damaged 

Utility Boxes 2019-05-01 



: Name 

Company 

Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bernardita 

LAWA 

424-646-6732 

BBERNARDO@lawa.org 

1 

Billesback, Richard 

LAWA 


rbillesbach@lawa.org 

1 

Cabanilla, Fernando 

LAWA 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

1 

Chang, Christian 

LAWA 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata. eteza zian @s wi nerton. com 

1 

Flores, Joseph 

LAWA 


jflores2@lawa.org 

1 

Fronda, John 

LAWA 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAWA 


aharris@lawa.org 

1 

Hernandez, Christian 

LAWA 

424-646-7549 

chemandez6@lawa.org 

1 

Jackson, David 

LAWA 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAWA 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 

1 

Molina, Viviana 

LAWA 

424-646-7519 

VMOLINA@lawa.org 

1 

Montoya, Joaquin F. 

LAWA 


jmontoya@lawa.org 

1 

Mudragada, Danny 

LAWA 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAWA 

424-646-6738 

cn e varez@ 1 a wa. org 

1 

Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

1 

Rios, Antonio 

LAWA 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAWA 


lsoriano@lawa.org 

1 












Ia>s Angeles 
World Airports 


Change Directive 


Contractor:Swinerton Builders 

Los Angeles World Airports 

Change Directive Number: 0007 

Change Directive Title: RFI 0010 - PW: Replace Damaged Utility Boxes 


Date: 4/30/2019 
Contact: Christian Chang 
Contact No: 424-646-8886 


CGMP No: 

Sub Project: 


Terminal; 

Reference Document: 

RFI No: 0010 

Bulletin No: 

CPCN No: 1007A 

Field Directive No: 

Other Reference: 



1 ■ [x~] Contractor is directed to provide a Contractor Change Request(CCR) within 21 days for the 

' ] Extra Work defined herein 
□ Changed Work defined herein. 

2 - Q CPCN No(s) 1007A is determined to have merit. 

3. | ~| proceed with the work described herein for an amount Not to Exceed 0.00 until such time as work is 

completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to be 
maintained and submitted for all of this work performed prior to completion of the negotiations or up 
to the Not-To-Exceed amount, whichever comes first. Contractor shall provide forty-eight(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorization shall fully comply with General Conditions - (Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a daily itemization of all such costs in such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


4. Proceed as described herein on an Agreed/Lump Sum Price Basis in the amount of 0.00. 

5. I 1 Contractor is directed to Stop/Eliminate the work immediately and provide a credit Contractor 
1 — 1 Change Request(CCR) within 21 days for the applicable work eliminated herein. 













TRANSMITTAL 

No. 00077 



Swinerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


Swinerton 


PROJECT: AVIA-LAX ITFW Enabling (Sub-To-Self) DATE: 04/19/2019 

TO: Los Angeles World Airports RE: DA#5350A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronda JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: I 

\ | Shop Drawings 

I Approval 

Q Approved as Submitted 

Letter 

' Your Use 

Approved as Noted 

| J Prints 

As Requested 

1 Returned After Loan 

| | Change Order 

Review and Comment 

Resubmit 

[~] Plans 


} Submit 

Samples 

SENT VIA: 

Returned 

Specifications 

^Attached [ |Separate Cover 

| Returned for Corrections 

| | Other: 


Due Date: 

| Submittal: 


V Other: CPCN 1007A 


Line item Package Code Rev . Qty Date Description Status 

1 CPCN 1007A RFI0010 1 04/19/2019 CPCN 1007A - RFI0010 Open 


DOC CONTROL 


Apr 23, 2019 
2:14 pm 



RECEIVED 



REMARKS: 


CC 


Signed: 



dmm 3arfias 






























CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

Continued... . 

To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1007A CPCN Title: RFI 0010 " Re P |ace Damaged Utility Boxes 

CPCN Date: 04/19/19 


Contractor: Swinerton Address: 855 S. Figueroa St. Suite 300 _ 

LAWA Contract No: DA - 5305A _ Los Angeles, CA 90045 _ 

Contract Title: ,TF West Project - Interim Ground Access Project (IGA) 

Description of Potential Change: PCI 018 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0010 - PW: Existing Utility Boxes.The evaluation will consist of scope review and pricing for the removal and replacement 
of damaged existing utility boxes as indicated on RFI 0010 response . Swinerton is currently gathering pricing from 
impacted trades/subcontractors. Once pricing is gathered and finalized, Swinerton will submit CPCN 1007A-R1. 





1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


Request For Information # 00010 


To: 

Los Angeles World Airports 

RFI Date: 

04/10/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/10/2019 

CC: 


RFI Type: 

Civil / Site 



Priority: 

Schedule/Activity ID: 

Normal 



Document Reference: 
Spec Section: 

Status: 

Pending 


Subject: Pedestrian Walkway - Existing Utility Boxes 


INFORMATION REQUESTED: Requested By: Ata Etezazian 

Reference Sheet: Cl 01 (attached) 

Per sheet Cl 01 Removal Notes, some existing utility boxes are to be removed, some are to be protected in place, and 
others are to be adjusted to proposed grade. As shown in attached document, many boxes are damaged and further 
damage can occur during demo/relocation. Please advise if damaged boxes are to remain and be re-used or should they 
be replaced with new boxes? (new boxes will be added cost to LAWA) 


suggestion: 

Possible Cost Impact: Yes 

Possible Time Impact: Yes 

answer: 

Answered By: Jesse Morton 

Date of Response: 4 / 15/19 


See attachment for response. 



ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/10/2019 9:22 AM 























































PCO #004 



Taft Electric Project: 8110-8110 ITF-West Interim Ground Access 

26074 Avenue Hall, Unit 7 6351 West Century Blvd 

Valencia, California 91355 Los Angeles, California 90045 

Phone: (661)735-4226 
Fax: (661)607-0376 


Change Order Request #004: CE #004 - Replace damaged yard boxes, RFI 

010 


TO: 

Swinerton Builders 

865 South Figueroa St, Suite 3000 

Los Angeles California, 90017 

FROM: 

Taft Electric Company 

1694 Eastman Avenue 

Ventura California, 93003 

PCO NUMBER/REVISION: 

004/0 

CONTRACT: 

1 - 8110 ITF-West Interim Ground Access 
Prime Contract 

REQUEST RECEIVED FROM: 


CREATED BY: 

Steve Steinberg (Taft Electric Company) 

STATUS: 

Pending - In Review 

CREATED DATE: 

4/29 /2019 

REFERENCE: 


FIELD CHANGE: 

No 

SCHEDULE IMPACT: 


LOCATION: 




TOTAL AMOUNT: 

$ 2 , 796.00 


POTENTIAL CHANGE ORDER TITLE: CE #004 - Replace damaged yard boxes, RFI 010 


CHANGE REASON: Client Request 


POTENTIAL CHANGE ORDER DESCRIPTION: (The Contract Is Changed As Follows) 

CE #004 - Replace damaged yard boxes. RFI 010 

Our quoted price for the referenced change is stated above. 

Replace damaged yard boxes described in response to RFI 010. 

Attached is back-up to support this additional scope. 

This change proposal is based on the usual cost elements such as labor, materials, and markup and does not include any amount for impacts such as 
interference, trade stacking, disruptions, rescheduling, changes in the sequence of work, delays, and/or associated acceleration. We expressly reserve 
our right to submit our request for any of these items should we be faced with performing work under any of these conditions. 

This cost proposal supersedes all previously submitted cost proposals relating to this same work. The work of other trades which may be required to 
complete this change order is not part of this proposal. 

This quote is valid for 30 calendar days from the above date. We reserve our right to re-quote this change proposal should the approval take longer than 
30 days. 

EXCLUSIONS: 

1. Removal of all Trench and Asphalt Spoils 

2. Any shift work, holiday work, or overtime labor, all work is to be performed during normal working hours Monday-Friday between 7AM & 3:30PM 

3. Any and all parts and labor not specifically listed above. 

4. Any abatement including asbestos removal or containment. 

5. Any permits or fees. 

6. Any costs associated with the design, engineering (including wet stamps), or approval process. 


ATTACHMENTS: 

Propo sal - PCO 4 Dama ged Yard So xes- Ta ft - Rev 1 - pdf JRESlPONS E - RFj 0010 - Ped estrian Walk way - Existin g Uti lity B oxes.pdf _TAFT QUOT E 
5 34394.p df 


Taft Electric 


page 1 of 1 


Printed On: 5/3/ 2019 09 :39 AM 












Gabe Loza 


From: gabe.loza@saftco.com 

Sent: Friday, April 26, 2019 7:22 AM 

To: Gabe Loza 

Subject: QUOTE # 534394 FROM SAF-T-CO SUPPLY 


QUOTE:0534394 


Date & Time: 04/26/1 9 07:21:27 
PO: 8110 ITF WEST 


Ship Instructions: O/T 


Customer#: 012262 


Order Date: 04/26/19 


Due Date: 05/06/19 


Salesperson: GABE LOZA 

Terms: i2% 10 DAYS NET 30 


Given By: jMICHAEL SHIELDS 


-Sent From- 

SAF-T-CO SUPPLY 

1300 E. NORMANDY PLACE 
SANTA ANA CA 92705-4138 
PHONE: 714-547-9975 
FAX: 714-547-2983’ 


Quoted To: 


For Shipment To: 



|TAFT ELECTRIC CO. 


TAFT ELECTRIC CO. 



|P.0. BOX 3416 

(VENTURA CA 93006 

i — —- 

LOS ANGELES CA 


— -1 


Line 

Ord- 

Qty 

Item 

Description 

Price 

UM 

Total 

j 

l 



BOX# 1 FULL TRAFFIC RATED 




2 

1 

CHRB1730BOX 

17X30X12 CONCRETE BOX CHRISTY B1730 BOX TRAFFIC 
RATED #6T 

190.688 

E 

190.69 

3 1 

1 

CHRB173051JHEL 

17 X 30 6T STEEL COVER CFIRISTY B1730-51JH GALVANIZED 
ELECTRIC BOLT DOWN (BOLT SOLD SEPARATE) 

220.000 

E 

220.00 

4 



BOX# 1 INCIDENTAL BOX WITH STEEL COVER 




5 

1 

66MBB 

66 MB/PB BODY 17 X 30 X 12 (BRROKS) 5-7 DAYS OUT APPROX 
SPECIAL ORDER NONRETURN ABLE 

48.000 

E 

48.00 


l 













TRANSMITTAL 

No. 00077 



SWINERTON 


Swlnerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-Self) DATE: 04/19/2019 

TO: Los Angeles World Airports RE: DA#5350A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronda JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: 

Shop Drawings 

Approval 

| | Approved as Submitted 

Letter 

' Your Use 

[~ Approved as Noted 

□ Prints 

As Requested 

Returned After Loan 

Change Order 

Review and Comment 

Resubmit 

Plans 


' Submit 

Samples 

SENT VIA: 

, Returned 

Specifications 

jAttachsd | [Separate Cover 

| Returned for Corrections 

| | Other: 


Due Date: 

|~j Submittal: 


V Other: CPCN 1007A 


Line Item Package Code Rev . Qty Date Description Status 

1 CPCN1007A RFI0010 1 04/19/2019 CPCN 1007A - RFI0010 Open 


DOC CONTROL 


Apr 23, 2019 
2:14 pm 



RECEIVED 



REMARKS: 


CC: 


Signed: 



J/lier Barnos 

































Click Here 
to add your logo here 


CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1007A CPCN Title: RFI 0010 - PW: Replace Damaged Utility Boxes 

CPCN Date: 04/19/19 


Contractor* Swinerton Address: 86 ^ s * Fi9 ueroa st - Suite 300 

LAWA Contract No* DA-5305A Los Angeles, CA 90045 

Contract Title: ITF West Project - Interim Ground Access Project (IGA) 

TYPE OF CPCN: 

In accordance with Contract Clause: 

B Extra Work-Additional Scope (Explain in detail below) 

□ Changed Work - Change in Scope ( Explain in detail below) 

□ Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: □ LAWA □ Third Party □ Force Majeure ( Explain in detail below) 


Reference Documents: RFI No: 0010 CD No: FD No: Other: 


Description of Potential Change: PCI 018 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0010 - PW: Existing Utility Boxes.The evaluation will consist of scope review and pricing for the removal and replacement 
of damaged existing utility boxes as indicated on RFI 0010 response . Swinerton is currently gathering pricing from 
impacted trades/subcontractors. Once pricing is gathered and finalized, Swinerton will submit CPCN 1007A-R1. 


Rough Order of Magnitude: $ 2,500.00 Estimated Time Impact: None 


Justification of Potential Change (Why is this necessary?) Per contract plans, existing damaged utility boxes noted on RFI 
0010 are not called to be removed and/or replaced. Utility boxes are called to be adjusted to proposed grade only. Due to 
utility boxes damaged condition, response to RFI 0010 called for the replacement of damaged utility boxes. New utility 
boxes will be provided per RFI 0010 response. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the facts or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 

CONTRACTOR: 


Name: Title: 











CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

Conlirmed...,.. 

To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1 007A CPCN Title: 0010 “ PW: Replace Damaged Utility Boxes 

CPCN Date: 04/19/19 


Contractor: Swinerton Address: 865 s - Fi 9 ueroa St. Suite 300 


LAWA Contract No: DA-5305A Los Angeles, CA 90045 


Contract Title: ,TF West Project - Interim Ground Access Project (IGA) 


Description of Potential Change: PCI 016 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0010 - PW: Existing Utility BoxesThe evaluation will consist of scope review and pricing for the removal and replacement 
of damaged existing utility boxes as indicated on RFI 0010 response . Swinerton is currently gathering pricing from 
impacted trades/subcontractors. Once pricing is gathered and finalized, Swinerton will submit CPCN 1007A-R1. 







RFI Detailed 



World Airports 


Project: ITF-W_A Interim Ground Access (IGA) Official? IZ 

Closed? 0 

Number: 0010 Subject: PW - Existing Utility Boxes 

Importance: Category: Discipline: Other (FAA, Insp, QA...) 

Author Company: Swinerton Builders Answer Company: Los Angeles World Airports 

Author Contact: Etezazian, Ata Answer Contact: Hernandez, Christian 

Author RFI #: 

Date Created: 4/10/2019 Date Responded: 4/15/2019 Date Required: 4/17/2019 


Question 

[4/10/2019 Swinerton Builders - Etezazian, Ata] 

Reference Sheet: C101 (attached) 

Per sheet C101 Removal Notes, some existing utility boxes are to be removed, some are to be 
protected in place, and others are to be adjusted to proposed grade. As shown in attached document, 
many boxes are damaged and further damage can occur during demo/relocation. Please advise if 
damaged boxes are to remain and be re-used or should they be replaced with new boxes? (new boxes 
will be added cost to LAWA) 

Answer 

[4/15/2019 Los Angeles World Airports - Hernandez, Christian] 

See the attached ''RFI-OOIO-LAWA 1 ' for response. 

Cost Impact? Yes Schedule Impact? Yes Drawing Impact? In Review 

Amount: Days: 0 Drawing Updated? □ 
















1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


Request For Information # 00010 


To: 

Los Angeles World Airports 

RFI Date: 

04/10/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/10/2019 

CC: 


RFI Type: 

Civil / Site 



Priority: 

Schedule/Activity ID: 

Normal 



Document Reference: 
Spec Section: 

Status: 

Pending 


Subject: Pedestrian Walkway - Existing Utility Boxes 


INFORMATION REQUESTED: Requested By: Ata Etezazian 

Reference Sheet: Cl 01 (attached) 

Per sheet Cl 01 Removal Notes, some existing utility boxes are to be removed, some are to be protected in place, and 
others are to be adjusted to proposed grade. As shown in attached document, many boxes are damaged and further 
damage can occur during demo/relocation. Please advise if damaged boxes are to remain and be re-used or should they 
be replaced with new boxes? (new boxes will be added cost to LAWA) 


suggestion: 

Possible Cost Impact: Yes 

Possible Time Impact: Yes 

answer: 

Answered By: Jesse Morton 

Date of Response: 4/15/1 g 


See attachment for response. 



ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/10/2019 9:22 AM 
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Job Cost Report 


Contractor Name: 

Contract Number: 

Payment Application Number: 
Period of Service: 


HNTB Corporation 

DA-5316 

5-70931 

02/23/19-03/29/19 


Project Name: 
Prolog Number: 


Curb Management Improvements (Auxiliary Curb Project) 
12018021 (CIP Number) 


SAP WBS 

Invoice WIP 

Invoice Retention 

Invoice Amount 
Due 





1.19.10A. PE40-700 

$ 255.275.74 

$ 

$ 255.275.74 

























Invoice Total 

$ 255,275.74 

$ 

$ 255,275.74 


5/23/2019 


Carlotta Nevarez, Cost Engineer II 
PDG Landside Element 


Date 
















RFI Detailed 



Los Angeles 
World A irports 

i.'Al WT'l -VI i_Ui% U*. L.i i-Vi* V.i'.N 


Project: ITF-W_A Interim Ground Access (IGA) Official? 0 

Closed? 0 

Number: 0010 Subject: PW - Existing Utility Boxes 

Importance: Category: Discipline: Other (FAA, Insp, QA...) 

Author Company: Swinerton Builders Answer Company: Los Angeles World Airports 

Author Contact: Etezazian, Ata Answer Contact: Hernandez, Christian 

Author RFI #: 

Date Created: 4/10/2019 Date Responded: 4/15/2019 Date Required: 4/17/2019 
Question 

[4/10/2019 Swinerton Builders - Etezazian, Ata] 

Reference Sheet: C101 (attached) 

Per sheet C101 Removal Notes, some existing utility boxes are to be removed, some are to be 
protected in place, and others are to be adjusted to proposed grade. As shown in attached document, 
many boxes are damaged and further damage can occur during demo/relocation. Please advise if 
damaged boxes are to remain and be re-used or should they be replaced with new boxes? (new boxes 
will be added cost to LAWA) 

[Answer _ 

[4/15/2019 Los Angeles World Airports - Hernandez, Christian] 

See the attached "RFI-0010-LAWA" for response. 

Cost Impact? Yes Schedule Impact? Yes Drawing Impact? In Review 

Amount: Days: 0 Drawing Updated? □ 
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AVIA - LAX ITFW Enabling (Sub-To-Self) 
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SWINERTON 


Request For Information # 00010 


To: 

Attention: 

CC: 


Subject: 


Los Angeles World Airports RFI Date: 04/10/2019 

Christian Hernandez Date Due: 04/10/2019 

RFI Type: Civil / Site 

Priority: Normal 

Schedule/Activity ID: 

Document Reference: 

Spec Section: 

Status: Pending 


Pedestrian Walkway - Existing Utility Boxes 


INFORMATION REQUESTED: Requested By: Ata Etezazian 

Reference Sheet: Cl01 (attached) 

Per sheet Cl 01 Removal Notes, some existing utility boxes are to be removed, some are to be protected in place, and 
others are to be adjusted to proposed grade. As shown in attached document, many boxes are damaged and further 
damage can occur during demo/relocation. Please advise if damaged boxes are to remain and be re-used or should they 
be replaced with new boxes? (new boxes will be added cost to LAWA) 


suggestion: 

Possible Cost Impact: Yes 

Possible Time Impact: Yes 

answer: 

Answered By: 

Date of Response: 


ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/10/2019 9:22 AM 
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AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


1 World Way, 

Los Angeles, CA, 90045 


Request For Information # 00010 


To: 

Attention: 

CC: 

Los Angeles World Airports RFI Date: 

Christian Hernandez Date Due: 

RFI Type: 

Priority: 

Schedule/Activity ID: 
Document Reference: 
Spec Section: 

Status: 

04/10/2019 

04/10/2019 

Civil / Site 

Normal 

Pending 

Subject: 

Pedestrian Walkway - Existing Utility Boxes 


INFORMATION REQUESTED: 

Requested By: Ata Etezazian 

Reference Sheet: C101 (attached) 

Per sheet Cl 01 Removal Notes, some existing utility boxes are to be removed, some are to be protected in place, and 
others are to be adjusted to proposed grade. As shown in attached document, many boxes are damaged and further 
damage can occur during demo/relocation. Please advise if damaged boxes are to remain and be re-used or should they 
be replaced with new boxes? (new boxes will be added cost to LAWA) 

suggestion: 

Possible Cost Impact: Yes 

Possible Time Impact: Yes 

answer: 

Answered By: Jesse Morton 

Date of Response: 4/1 5 / 1 9 


See attachment for response. 



ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/10/2019 9:22 AM 
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Los Angeles 
World Airports 


MEMORANDUM 


Date: June 5, 2019 


Memo to: Deborah Flint, Chief Executive Officer 


From: Bernardo Gogna, Landside Access Modernization Program 

(LAMP) Executive 


Subject: LAMP - Intermodal Transportation Facility West (ITF West) 


Contract No. DA-5305A 

Los Angeles International Airport 

Change Order No. 0008 - Interim Ground Access (IGA) Change Order for 
CPCN No. 1004A and 1007A 


Attached for your signature is Change Order No. 0008 for the amount of $3,202 which 
provides changes to the Contract as follows: 

1. RFI 0006 - Demo Existing Electrical Conduit at Aux Curb 

During demolition activities of the CMU Wall at the new driveway approach for the 
■ J Auxiliary Curb, existing electrical conduit was found to feed an outlet box that was 
/ mounted on the wall to be demolished. Contract drawings did not clarify direction 
( for the removal of this existing conduit and outlet. The Contractor was directed to 
disconnect the conduit from the cabinet and remove/demo the conduit including 
\ wires, connections, and outlet box. This resulted in an increased cost in the amount 
of $640.00. 

(Change Code: Field Condition) 



2. RFI 0010 - Pedestrian WW Replace Damaged Utility Boxes /O 

Contract drawings call for various utility boxes to be either re moved protecte d in 
place or adjusted to proposed grade at the Pedestrian WallTWay area near parking 
structure 1. However, during a site evaluation of the existing utility boxes, it was 
determined that some utility boxes were damaged and were advised to being 
replaced. The Contractor was directed to remove damaged utility boxes and install 
new utility boxes in their place. This resulted in an increased cost in the amount of 
$2,562.00. 

(Change Code: Field Condition) 

The Planning and Development Group’s staff has negotiated this Change Order and 
approval of this Change Order is recommended. If you have any questions related to this 
change order, please feel free to contact John Fronda, of my staff at (424) 646-5851. 

BG:jrf:vm 

Attachment: Change Order No. 0008 


cc: 


Greg S. Campbell 
John Fronda 
Cynthia Boutte 
Viviana Molina 


Jake Adams 
Fadi Nassar 



File Code: 5.3, 6.3 








RECORD OF NEGOTIATION 

PROJECT: LAX ITF-West Enabling - Interim Ground Access (IGA) 


Los Angeles 
World Airports 


CONTRACT: DA-5305A 


CONTRACTOR: 


Swinerton Builders 

865 S. Figueroa Street, Suite 3000 


DESCRIPTION OF CHANGE NEGOTIATED PER CD: 

Under CPCN 1004A dated 5/9/2019, Swinerton Builders has submitted their cost to demolish the Existing Electrical Conduits on 
the CMU wall at Auxiliary Curb. Refer to to LAWA in RFI 0006 


CPCN 

Justification: 


1004A 


CCR 


1004A 


Code Requirement 
Document Correction 
Field Condition 
Owner Betterment 
Design Evolution 


Allowance No. 
RFI No. 

Change Directive 
Field Directive 
Task Order 


X 


0006 


0003 


SUMMARY OF PROPOSALS: 


Item # Contractors) i 

Proposal Amt. 

PDG Estimate Offer* 

Negotiated Amt. 

001 INPUT SUBCONTRACTOR(S) 

$620.00 

$640.00 

$640.00 

Subcontractor Bond/Tax(?,Input 

$7.44 

$0.00 

$0,00 

Subcontractor Subtotal 

002 GENERAL CONTRACTOR 

$627.44 

$640.00 

$640.00 

Markups (?, Input %) 

$16.04 

$0.00 

$0.00 

Tax(? p Input %) 

$0.74 

$0.00 

$0.00 

Bond (?, Input %) 

$33.91 

$0.00 

$0.00 

Grand Total 

* This amount is per the final PDG estimate . 

$678.12 

$640.00 

$640.00 


SUMMARY OF DISCUSSIONS : 

On 05/09/2019 PDG Document Control received CPCN 1004A, RFI 0006 , CD no. 0003 to demolish existing conduit that was 
not shown on drawing E201 .PDG estimating and the project management team reviewed the backup documentation submitted. 
After the negotiation, meeting on 5/16/2019 .Swinerton Builders agreed to costs of $ 640.00 (all Inclusive). 


Item # QQ1 Discussions Started 0/00/0000 


Discussions Concluded 


5/20/2019 


Proposal was tracked on signed LAWA T&M Reports 


Yes 


No 


This subcontractor's proposal for this CCR was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this CCR's CD. 


Comments: 


Minimal Adjustment from their submittal cost 


Materials: 


Labor: 


Equipment: 


Other: 


Present at Discussions: 

Michael Darquea (SB) 


Daniel Thiesmeyer (SB) 


Zach Sturgis (SB) 


Julio Barbs (SB) 


Laurel Soriano (LAWA) 


Christian Chang (LAWA) 


Fernando Cabanilla (LAWA) 


Page 1 of 2 
































































Item # 002 Discussions Started 0/00/0000 

Discussions Concluded 

5/20/2019 

Proposal was tracked on signed LAWAT&M Reports 

Yes X 

No 

This General Contractor's proposal was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this OCR's CD. 


[Comments 





Materials: 



Labor: 



Equipment: 



Subcontractor Markups: 



Other: 

Present at Discussions: 

Michael Darquea (SB) Zach Sturgis (SB) 

Daniel Thiesmeyer (SB) Julio Barios (SB) 

Laurel Soriano (LAWA) Christian Chang (LAWA) 

Fernando Cabanilla (LAWA) 

The highlighted amount is the final negotiated price for this change, including all pertinent markups: $640*00 

No additional time has been requested, discussed, nor granted for this change. 

Please note that the PDG estimate utilized labor rates approved by PDG, productivity rates referenced against RS 
Means/local construction marketplace, material unit rates referenced against RS Means/locai construction 
marketplace , and equipment rental rates referenced against the Rental Blue Book/RS Means/local construction 
marketplace , respectively . Lastly, all estimates are reviewed with the LAWA PM responsible for this contract prior to 
being transmitted to the General Contractor. \ 

The above constitutes the summary of formal negotiations held o 
my knowledge, this negotiated settlement provides fair and reaso 

n the date(s) listed 
nable compensafif| 

: gr the change item described. To the best of 
j for the change item described. 

Fernando Cabanilla 5/20/2019 

Estimator / Negotiator Date 


Page 2 of 2 


































SWINERTON ?jr^ CONTRACTOR CHANGE REQUEST (CCR) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 


(old ca*' C0 ‘ 1 '} 


CCR No. 1004A 


CCR Title: RFI 0006 Demo Existing Electrical Conduit at Aux. Curb 


CCR Date: 5/9/2019 


Contractor: Swlnerton Builders Address: 865 8. Figueroa Street 

Contract No.: DA-5305A Suits 3000 

Lot Angeles, CA 00045 

Contract Title: ITF West Project - Interim Ground Access Project (IGA) 



The signatory below certifies that the information in this CCR is a true and accurate representation of the facts or the 
circumstances and Out the requested time and/or compensation is a fair and accurate assessment of the impact to the best of 
his/her ability to establish at the time of signing. 

CONTRACTOR 


Signature:. 



D . te . 5/9/2019 


Name: Penial TWesmeyer 


Title: Project Manager 






















Los Angeles 
World Airports 

LAWA PMH0T OOfT BIDMATOH 



iii 


Change Order Analysis 


Contract : DA-5305 Swinerton Builders CCR : CCR 002 

Title : Demo Existing Conduit per RFI0006 Project Manager : John Fronda 

Estimate Scope : Demolition of existing conduit that was not shown on drawings E201 
Negotiated Amount : $640.00 

Subcontractor Surrmary 


Date: 5/21/2019 

Estimator : FERNANDO A CABANILLA 




ESTIMATE ICE * DIRECT COSTS 





camwyroR-mHyzm 




SUBCQNTR/CTOR 

MATERIAL 

LABOR HOURS 

LABOR COST 

EQUIPMENT 

OTHER 

ITEM TOTAL 

MATERIAL 

LABOR HOURS LABOR COST 

EQUIPMENT 

OTHER 

ITEM TOTAL 

VARIANCE 

Swinerton 

$0.00 

0.00 

$0.00 

$0.00 

$640.00 

$640.00: 

$0.00 

0.00 $0.00 

$0.00 

$678.13 

$678.13 

$38.13 

Subtotal Direct Cost 

$0.00 

0.00 

$0.00 

$0.00 

$640.00 

$640.00 1 

$0.00 

0.00 $0.00 

$0.00 

$678.13 

$678.13: 

$38.13 

IVtarkups 






$0.00 





$0.00 

$0.00 


GRAND TOTAL 


$640 


$678 


$38 
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Los Angeles 
World Airports 




Change Order Analysis 


law* motf ct mm otmotm 

Contract: DA-5305 Swinerton Builders CCR: CCR 002 Date: 5/21/2019 

Title: Demo Existing Conduit per RFI0006 Project Manager: John Fronda Estimator: FERNANDO A CABANILLA 

ESTIMATE !CE - DIRECT COSTS CONTRACTOR - ANALYZER 


SUBCONWCTOR 

CSl 

ITEM DESCRIPTION 

TIER 

TYPE 

QUANTITY 

UNTT 


RATE 

rTEMTOTAL 

QUANTITY 

RATE 

ITEM TOTAL 

VARIANCE 

NOTES 

Swinerton 

00 

Sate off and demo conduit 

No torkup 

Other 

1.00 

LS 


640.00 

640.00 

1.00 

620.00 

620.00 

-20.00 


Swinerton 

00 

Subguard (Subcontractor Default Insurance) 

No^rkup 

Other 

1.00 

Ea 


.00 

.00 

1.00 

7.44 

7.44| 

7.44 


Swinerton 

00 

P&P Bond .864% 

No torkup 

Other 

1.00 

Ea 


.00 

.00 

1.00 

5.86 

5.86 

5.86 


Swinerton 

00 

Insurance 1.501% 

Notorkup 

Other 

1.00 

Ea 


.00 

.00 

1.00 

10.18 

10.18: 

10.18 


Swinerton 

00 

LA City GRT .109% 

Nolterkup 

Other 

1.00 

Ea 


.00 

.00 

1.00 

.74 

.74 

.74 


Swinerton 

00 

Fee 5% 

No fybrkup 

Other 

1.00 

Ea 


.00 

.00 

1.00 

33.91 

33.91 

33.91 


SUBTOTAL 









$640.00 



$678.13: 

$38.13 




EST1MME ICE - DIRECT COST MARKUPS (CHANGE ORDER) 




CONTRACTOR - ANALYZER 




CSl 


TIER 

TyPE 


SUBTOTAL VALUE 

RATE 

ITEM TOTAL 

SUBTOTAL VALUE 

RATE 

ITEM TOTAL 

VARIANCE 

NOTES 


00 


No^brkup 

Other 



640.00 

0.00% 

.00 

678.13 

0.00% 

.00; 









$640.00 


$0.00 

$678.13 


$0.00 j 

$0.00 


DIRECT COST TOTAL 









$640.00 



$678.13 

$38.13 


M&RKUPS 


ITEM DESCRIPTION 


GC 

SUB 

APPLIED AMOUNT 

RATE 

nm total 

APPLIED AMOUNT 

RATE 

ITEM TOTAL 

OVERALL MARKUP NOTES 

DIRECT COSTTOTAL 









$640.00 



$678.13 




00 

Owerhead/Profit 





$0.00 

5.000 % 

$0.00 

$0.00 

5.000% 

$0.00 




00 

Insurance 





$0.00 

1.501% 

$0.00 

$0.00 

1.501 % 

$0.00: 




00 

D.D/B/ Fees 





$0.00 

5.000 % 

$0.00 

$0.00 

5.000% 

$0.00 i 



SUBTOTAL 









$640.00 



$678.13 




00 

Bond 





$0.00 

0.864% 

$0.00 

$0.00 

0.864 % 

$0.00 




00 

Gross Receipts Tax 





$0.00 

0.109% 

$0.00' $0.00 

0.109 % 

$0.00 




00 

Bond, Insurance, Citytax, D/B Fees 





$0.00 

0.000% 

$0.00 

$0.00 

0.000 % 

$0.00 



GRAM) TOTAL 









$640 



$678 
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TRANSMITTAL 

No, 00095 



Swlnerton Builders 

888 South Flgueroe Street Suite 8000 

Loo Angelos GA 80017 


SWINERTON 


PROJECT; AVIA - LAX ITFW Enabling (Sub-To-Self) DATE; 05/00/2019 

TO: Loe Angeles World Airports RE; DA-5305A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronda _ JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: | 

Shop Drawings 

[ Approval 

1 Approved as Submitted 

j Latter 

1 Your Use 

[ Approved as Noted 

1 Prints 

I j As Requested 

Returned Alter Loan 

fyl Change Older 

j | Review and Comment 

Resubmit 

fl Plena 


i Submit 

1 Samples 

SENT VIA: 

~~ Returned 

1 Specifications 

~ ’Attached ^Separate Cover 

! p] Returned for Correctlona 

| | Other 


| | Due Date: 

| 1 Submittal: 


^ Other 


Un* Asm Psdtastft Cods _ Rsk Qty flits _ thacftptton _ Status 

1 Contract Documents DOC 1 05/00/2019 OCR - 1O04A RFI0006 Demo Open 

Existing Electrical Conduit at Aux. 

Curb 


DOC CONTROL 


May 09, 2019 
2:14 pm 



RECEIVED 



REMARKS; 



CC; 


































SWINERTON J ", CONTRACTOR CHANGE REQUEST (CCR) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 


CCR No. 1004A 


CCR Tide: RFI 0006 Demo Existing Electrical Conduit at Aux. Curb 


CCR Date: 5/8/2019 


Contractor: Swlnerton Builders 

Contract No.: DA-5306A 


Address: 865 8. Figueroa Street 


Suite 3000 

Los Angeles, CA 80045 


Contract Title: ITF West Project - Interim Ground Access Project (IGA) 


Reference Document: RFI No.: 0008 CPCN No.: 1Q04A CD NO: 0003_ Other: 


Scope: Sheet CD201 calls for demo of the CMU wall but does not dartty direction for conduit mounted on the wall. Per direction 
from LAWA In RFI 0006 SB Is directed to demo conduit. See attached backup documentation. 


Cost: $676.12 


Schedule: 


Justification: SB to demo existing conduit per direction from LAWA In RFI 0006. 


The signatory below certifies that the information in this CCR is a true and accurate representation of the facts or the 
circumstances and that the requested time and/or compensation is a fair and accurate assessment of the impact to the best of 
his/her ability to establish at the time of signing. 

CONTRACTOR 



i 


p.fa.. S/9/2019 


Name: Daniel Thlesmsyer 


Title; Project Manager 























May 7,2019 


SWINERTON 


Los Angeles World Airports 

1 World Way 

Los Angeles, CA, 90045 

Attn: John Fronda 

Subject: Swlnerton Builders Job 19055009 - AVIA - LAX ITFW Enabling (Sub-Tt^Self) 
PCI No. 0011 


Dear Mr. Fronda, 

The contract adjustment required as a result of: 

Added cost to demo existing conduit not shown on drawings E201. Conduit to be demolished per LAWA 
direction. 

CPCN 1004A Issued on 4/1172019. 

CD 003 Issued on 4/18/2019. 

Swlnerton Builders PCI No. 0011 Is 678.13. 

The Incorporation of this revision In to the contractual scope of work may have an Impact on our schedule, which 
Is yet to be finalized. Once determined, the Job schedule will be adjusted accordingly to show the effect of this 
revision on the final project completion data. The terms (cost and schedule impact) of Oils change order request 
are subject to review and a requote If not accepted within days of Its Issuance. 

X We HAVE proceeded with this revised work. Please Issue a formal change order. 

If you have any questions or commonts pertaining to this matter, please contact the undersigned. 


Sincerely. 



nerton Builders 

W\ 


Daniel Thlesmeyer 
Project Manager 
Date:_ 5 ^ \*i 


Quotation accepted by. 

Los Angeles World Airports 


By: 

Date: 


Enclosures: 

PCI No. 0011 CD 003_CPCN No. 1004A - RFI-0006 - Demo Electrical 
Conduit at North West Side Cost Sheet 






SWINERTON 



Potential Change Item 


PCI No.: 0011 


Description: Safe off and remove existing conduit per RFI 0006 


LINE 

CSI 

DESCRIPTION 

QUANTITY 

UNIT 

UNIT 

COST 

TOTAL 

COST 








2 


Safe off and demo conduit 

1.00 i 

LS 

$620 

$620.00 

3 



1 




4 







5 







6 







7 







8 







9 







10 







11 







12 







13 







14 







15 







16 







17 



: 




18 







1 19 







20 








Direct Cost 


$620.00 


Subguard (Subcontractor Default Insurance) 

1.20% 

$7.44 


D-B Contingency 

0.00% 

No Contingency 


Subtotal 


$627.44 


P8tP Bond 

0.864% 

$5.86 


Insurance 

1.501% 

$10.18 


LA City GRT 

0.109% 

$0.74 


Fee 

5.00% 

$33.91 


TOTAL 


$678.12 


Qualifications: 



1 . 




2. 




3. 




4. 











































Los Angeles 
World Airports 


TRANSMITTAL 



TM 


LANDSIDE ACCESS MODERNIZATION PROGRAM 


ITF-W_A Interim Ground Access (IGA) 

Project# DA-5305A 


1 Date: 4/18/2019 



Document Control Number: 0111 

Transmitted To 



Transmitted By 


Acosta, Jose 



Fronda, John 


Swinerton Builders 



Los Angeles World Airports 


865 South Figueroa Street 



7301 World Way West 


Ste 3000 



8th Floor 


LosAngeles, CA 90017 



Los Angeles, CA 90045 


Tel: 



Tel: 424-646-5851 


Fax: 



Fax: 


Package Transmitted For 



Delivered Via 

Tracking Number 

CD-0003-PDG RFI 0006 Demo Existing Electrical Conduit atAux. Curb 


CD-0003-PDG 

2019-04-18 





Item # Qty Item 

Reference 

Description 

Notes 

Status 

0001 


CD-0003-PDG RFI 0006 Demo Existing Electrical 




Conduit atAux. Curb 2019-04-16 



Cc: Name 

Company 

Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa .org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bernardita 

LAWA 

424-646-6732 

BBERNARDO@lawa.org 

1 

Billesback, Richard 

LAWA 


rbillesbach@lawa.org 

1 

Cabanilla, Fernando 

LAWA 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

t 

Chang, Christian 

LAWA 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton .com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

t 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAWA 


jflores2@lawa.org 

1 

Fronda, John 

LAWA 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAWA 


aharris@lawa.org 

1 

Hernandez, Christian 

LAWA 

424-646-7549 

chernandez6@lawa.org 

1 

Jackson, David 

LAWA 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAWA 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 

1 

Molina, Viviana 

LAWA 

424-646-7519 

VMOLINA@lawa.org 

1 

Montoya, Joaquin F. 

LAWA 


jmontoya@lawa.org 

1 

Mudragada, Danny 

LAWA 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAWA 

424-646-6738 

cnevarez@lawa.org 

1 

Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

t 

Rios, Antonio 

LAWA 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAWA 


lsoriano@lawa.org 

1 










Transmittal 

Standard LAWA Transmittal V3 - Main 

ITF-W.A Interim Ground Access (IGA) Project # DA-5305A 


Soung,Tony 

LAWA 


tsoung@lawa.org 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swlnerton.com 

1 

Traina, John 

SWIBUI 


John.Traina@swlnerton.com 

1 

Venzor, Robert 

LAMP 

424-646-7583 

rvenzor@lawa.org 

1 

Villarreal, Ronnie 

LAWA 

424-646-6735 

RVILLARREAL@iawa.org 

1 

Wood, John 

SWIBUI 


jwood@swi nerton .com 

1 

Woods, Steve 

LAMP 

213-330-9321 

swoods@Iawa.org 

t 


File Code / Remarks: 
5.3 


Received by: (Print name and sign) 


Signed Date 


Transmitted by Fronda, John 


Signed Date 




Los Angeles 
World Airports 


— 

Change Directive 


Contractor:Swinerton Builders 

Los Angeles World Airports 

Change Directive Number: 0003 

Change Directive Title: RFI 0006 Demo Existing Electrical Conduit at Aux. 

Curb 


CGMP No: 

Sub Project: 


Terminal: 

Reference Document: 




RFI No: 0006 

CPCN No: 1004A 



Bulletin No: 

Field Directive No: 

Other Reference: 



Date: 4/18/2019 
Contact: Christian Chang 
Contact No: 


i- a Contractor is directed to provide a Contractor Change Request(CCR) within 21 days for the 
Extra Work defined herein. 

Changed Work defined herein, 

2 . □ CPCN No(s) 1004Ais determined to have merit. 

- □ Proceed with the work described herein for an amount Not to Exceed $0.00 until such time as work 

is completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to 
be maintained and submitted for all of this work performed prior to completion of the negotiations or 
up to the Not-To-Exceed amount, whichever comes first. Contractor shall provide forty-eight(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorization shall fully comply with General Conditions - ( Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a daily itemization of all such costs in such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


□ 

□ 


4, 

5. 


□ Proceed as described herein on an Agreed/Lump Sum Price Basis in the amount of $0.00. 

! ~| Contractor is directed to Stop/Eliminate the work immediately and provide a credit Contractor 
Change Request(CCR) within 21 days for the applicable work eliminated herein. 











Los Angeles 
World Airjiorls 


Change Directive 


Change Directive Number: 
Change Directive Title: 


0003 

RFI 0006 Demo Existing Electrical Conduit at 
Aux Curb 


Los Angeles World Airports 


7301 World Way West 
10th Floor 

Los Angeles, CA 90045 


Direction: 

Reference is made to ITF-W_A Interim Ground Access (IGA), CPCN No 1004A and response to RFI No. 0006 
CPCN 1004A is determined to have merit. 

Contractor to provide labor, materials and equipment required to remove the electrical panel, conduit and 
associated components mounted on the CMU wall in the Airport Police Parking Lot per RFI 0006 response. 

Contractor shall submit Contractor Change Request (CCR) with detailed costs and backup documentation to 
LAWA for review and approval. 



Authorization 



LAMP Program Executive 


Note: Standard Board authorized amount 
is up to $150,000 


Title 












TRANSMITTAL 

No. 00046 



Swinerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


Swinerton 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-Self) DATE: 04/11/2019 

TO: Los Angeles World Airports RE: DA#5350A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronda JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: 

\~] Shop Drawings 

[ Approval 

Approved as Submitted 

Letter 

Your Use 

Approved as Noted 

! Prints 

As Requested 

Returned After Loan 

| | Change Order 

Review and Comment 

Resubmit 

Q Plans 


i Submit 

Samples 

SENT VIA: 

: Returned 

| | Specifications 

[Attached Separate Cover 

’ Returned for Corrections 

[y] Other: 


f 1 Due Date: 

J Submittal; 


[2\ Other: CPCN 1004A 


Line item Package Code Rev . Qty Date Description Status 

1 CPCN 1004A RFI0006 1 04/11/2019 CPCN 1004A - RFI0006 Open 


DOC CONTROL 

Apr 11, 2019 
] 8:09 am 

RECEIVED 


REMARKS: 


CC: 


Signed: 



\o Barrios 
































udd youi logo heie 


CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1004A CPCN Title: RFI 0006 Demo Existing Electrical Conduit at Aux. Curb 

CPCN Date: 04/11/19 


Contractor: Swinerton Address 

LAWA Contract No: DA-5305A _ 

Contract Title: ^F West Project - Interim Ground Access Project (IGA) 

TYPE OF CPCN: 

In accordance with Contract Clause: 
ft Extra Work - Additional Scope (Explain in detail below) 

□ Changed Work - Change in Scope ( Explain in detail below) 

□ Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: ft LAWA □ Third Party □ Force Majeure ( Explain in detail below) 


. 865 S. Figueroa St. Suite 300 


Los Angeles, CA 90045 


Reference Documents: RFI No: 0006 CD ]\j 0; FD No: Other: 


Description of Potential Change: PCI 011 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0006 response. The evaluation will consist of scope review and pricing for added scope to remove existing electrical 
conduit not identified on contract drawings. Swinerton is currently gathering pricing from impacted trades/subcontractors. 
Once pricing is gathered and finalized, Swinerton will submit CPCN 1004A-R1 which will indicated the total cost impact 
pertaining to RFI 0006. 


Rough Order of Magnitude: $ 2|40Q _ Estimated Time Impact: None 


Justification of Potential Change (Why is this necessary?) Added scopere move existing electrical conduit not identified on 
contract drawings as noted on RFI 0006. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the facts or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 


CONTRACTOR: 


Name- Michel Darquea 

Title: 

Project Executive 

Signature: 

Date: 

4/11/19 










CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

Continued. 

To: Project Manager, LAW A LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1004A CPCN Title: RFI 0006 Demo Existing Electrical Conduit at Aux. Curb 

CPCN Date: 04/11/19 


Contractor: Swinerton Address: 865 s * Figueroa St. Suite 300 


LAWA Contract No: DA-5305A Los Angeles, CA 90045 


Contract Title: R"F West Project - Interim Ground Access Project (IGA) 


Description of Potential Change: PCI 011 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0006 response. The evaluation will consist of scope review and pricing for added scope to remove existing electrical 
conduit not identified on contract drawings. Swinerton is currently gathering pricing from impacted trades/subcontractors. 
Once pricing is gathered and finalized, Swinerton will submit CPCN 1004A-R1 which will indicated the total cost impact 
pertaining to RFI 0006. 







RFI Detailed 


Los Angeles 
World Airports 

UMMCDl A C^i-MO(telL'4UVTOIS FUfCAAM 

ITF-W_A Interim Ground Access (IGA) Official? 0 

Closed? 0 

0006 Subject: Demo Electrical Conduit at North West-side of Project 

Importance: Category: Discipline: Electrical 


Author Company: Swinerton Builders Answer Company: Los Angeles World Airports 

Author Contact: Jones, Derrick Answer Contact: Hernandez, Christian 

Author RFI #: 00006 

Date Created: 4/9/2019 Date Responded: 4/9/2019 Date Required: 4/16/2019 

Question _____ 

[4/9/2019 Swinerton Builders - Jones, Derrick] 

Please confirm the following: 

On Sheet CD201 there is an existing conduit which feeds an outlet, and is mounted on the CMU wall 
which is to be demolished for the new driveway approach. Demo Sheet CD201 and Elec. Demo Sheet 
E201 does not call for this conduit to be demolished. See attached marked up drawings. Please advise 
if the existing electrical conduit at electrical cabinet, and on the CMU-wall are to be removed/demoed. 



Project: 

Number: 


^ _____ 

[4/9/2019 Los Angeles World Airports - Hernandez, Christian] 

Confirmed. Disconnect the conduit from the cabinet, seal the cabinet opening for the conduit, and 
remove/demo the conduit including wires, connections, and outlet box. 

Cost Impact? In Review Schedule Impact? In Review Drawing Impact? In Review 
Amount: Days: 0 Drawing Updated? □ 













1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 


w 

SWINERTON 


Request For Information # 00006 


To: 

Los Angeles World Airports 

RFI Date: 

04/08/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/08/2019 

CC: 


RFI Type: 

ELECTRICAL 



Priority: 

High 



Schedule/Activity ID: 




Document Reference: 

CD 201 



Spec Section: 

26 05 33 



Status: 

Pending 


Subject: Auxiliary curb - Demo Electrical Conduit at North West-side of Project 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Please confirm the following: 

On Sheet CD201 there is an existing conduit which feeds an outlet, and is mounted on the CMU wall which is to be 
demolished for the new driveway approach. Demo Sheet CD201 and Elec. Demo Sheet E201 does not call for this 
conduit to be demolished. See attached marked up drawings. Please advise if the existing electrical conduit at electrical 
cabinet, and on the CMU-wall are to be removed/demoed. 


SUGGESTION: Possible Cost Impact: Potentially Possible Time Impact: Potentially 

Disconnect electrical wires at panel, and perform demolition of existing electrical conduit and electrical cabinet. 

ANSWER: Answered By: Date of Response; 


ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/8/2019 10:09 AM 
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SD 


ss 


-COM 


Conduit not shown 
on demo drawings 
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LAX 

Los Angeles 

World Airports 

Los Angeles World Airports 

AUXILIARY CURB PROJECT 

BUS DROP OFF ELECTRICAL 
DEMOLITION & REMOVALS 
PLAN 1 

CTA ROADWAY AND SIDEWALK MODIFICATIONS 1 PEDESTRIAN WALKWAY 1 AUXILIARY CURB 

SWIWITTEflflY 

w 



AS5T,&iJEfiS=L 

POSTS EMftTtA 

fcyfr pWcArsETKjrvSo 


6151 WEST CENTURY BLVD. 

LOS ANGELES, CA 80045 

DRAWN 

WPM 

CHECKED 

MS 

&C£T 

191 OF 249 E201 


SCALE 

AS NOTED 

DATE 

03/25/2019 

DYYQ NO. 

20180516 


[FILENAME L'i! 


sc 

































COM - C'.iM - —— COM COM 


electrical conduit not shown on 
existing conditions 




Los Angeles 
World Airports 


6351 WEST CENTURY BLVD, 
LOS ANGEL£S,CA 90045 


Los Angeles World Airports 


AUXILIARY CURB PROJECT 

BUS DROP OFF ELECTRICAL 
EXISTING CONDITIONS PLAN 1 

CTA ROADWAY AND SIDEWALK MODIFICATIONS / PEDESTRIAN WALKWAY / AUXILIARY CURB 


SCALE 

AS NOTED 


DATE 

03/25/2019 


FILE NAME E1010WG 


20180516 


SUBMITTED BY 


ASST. CHIEF tfftPORTS ENGINEER 


DRAWN 

WPM 


CHECKED 

MS 


187 OF 249 


E101 































PCO #002 



Taft Electric Project: 8110-8110 ITF-West Interim Ground Access 

26074 Avenue Hall, Unit 7 6351 West Century Blvd 

Valencia, California 91355 Los Angeles, California 90045 

Phone: (661)735-4226 
Fax: (661)607-0376 


Change Order Request #002: CE #002 

- RFI 006- 

Remove Surface Conduit 

TO: 

Swinerton Builders 

865 South Figueroa St, Suite 3000 

Los Angeles California, 90017 

FROM: 

Taft Electric Company 

1694 Eastman Avenue 

Ventura California, 93003 

PCO NUMBER/REVISION: 

002/0 

CONTRACT: 

1 - 8110 ITF-West Interim Ground Access 

Prime Contract 

REQUEST RECEIVED FROM: 


CREATED BY; 

Steve Steinberg (Taft Electric Company) 

STATUS: 

Pending - In Review 

CREATED DATE: 

4/11 /2019 

REFERENCE: 


FIELD CHANGE: 

No 

SCHEDULE IMPACT: 


LOCATION: 




TOTAL AMOUNT: 

$620.00 


POTENTIAL CHANGE ORDER TITLE: CE #002 - RFI 006- Remove Surface Conduit 


CHANGE REASON: Client Request 


POTENTIAL CHANGE ORDER DESCRIPTION: (The Contract Is Changed As Follows) 

CE #002-RFI 006- Costs 

Our quoted price for the referenced change is stated above. 

RFI 006 response. Safe off and remove existing Conduit at CMU Wall. 

Attached is back-up to support this additional scope. 

This change proposal is based on the usual cost elements such as labor, materials, and markup and does not include any amount for impacts such as 
interference, trade stacking, disruptions, rescheduling, changes in the sequence of work, delays, and/or associated acceleration. We expressly reserve 
our right to submit our request for any of these items should we be faced with performing work under any of these conditions. 

This cost proposal supersedes all previously submitted cost proposals relating to this same work. The work of other trades which may be required to 
complete this change order is not part of this proposal. 

This quote is valid for 30 calendar days from the above date. We reserve our right to re-quote this change proposal should the approval take longer than 
30 days. 

EXCLUSIONS: 

1. Removal of all Trench and Asphalt Spoils 

2. Any shift work, holiday work, or overtime labor, all work is to be performed during normal working hours Monday-Friday between 7AM & 3:30PM 

3. Any and all parts and labor not specifically listed above. 

4. Any abatement including asbestos removal or containment. 

5. Any permits or fees. 

6. Any costs associated with the design, engineering (including wet stamps), or approval process. 


ATTACHMENTS: 

Proposal - FCQ 2- RFI 006 - Remove Surface Conduit - Taft - Rev 1 l.pdf_ Taft - Conest - RFI 006 . pdf RESFONSE-RR 00Q8 - Auxiliary Cur b Demo 
Electrical Conduit-pdf 


Taft Electric 
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TAFT ELECTRIC CHANGE ORDER REQUEST 


project:_ ITF West Ground Access _job#_ 8110 _ tec cor#: pco #2 

CUST RFP#:_ 

COR DESCRIPTION: _RFI -006 , Remove Conduit at CMU Wall__ DATE: 5/2/2019 


TYPE 

HOURS 

OT/RATE 

AMOUNT 

CREW 

5.00 

sas.sa 

$441.90 

General Foreman 

15% 

$0.00 ~ 

S66 29 


0.00 

$0.00 

$0.00 

PRECON (8%) 

0.00 

$0.00 

$0.00 

SAFETY OFFICER (2%) 

0.00 

$0 00 

$0.00 

FIELD ASSISTANT £6%) 

0.00 

S0.00 

50.00 


SUBTOTAL LABOR 

$508.19 




$0.00 

0.00% 



$0.00 

0.00% 



$0.00 1 

0.00% 



$0 00 

0.00% 



$0.00 

0.00% 



$0.00 


SUBTOTAL LABOR 

£508.19 

0.00% 

OVERHEAD & PROFIT 

$0.00 

$508.19 1 


DESCRIPTION 

TAKE OFF 

MATERIAL 

HOURS 





$0.00 

0.00 


$0.00 

0.00 


$0 00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0 00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


$0.00 

0.00 


TOTAL $0.00 

5.00 


% 

TAKEOFF MATERIAL 
DESCRIPTION 

AMOUNT 

3.00% 

CONSUMABLES 

$0.00 

9.50% 

SALES TAX 

$0.00 

0 00% 

MATERIAL HANDLING 

$0.00 

0.00% 


$0.00 


SUBTOTAL MATERIAL 

$0.00 

15.00% 

OVERHEAD & PROFIT 

$0.00 


TOTAL TAKEOFF MATERIAL 

$0.00 



DIRECT JOB EXPENSES 


% 

DESCRIPTION 

AMOUNT 

1.00% 

AS BUILTS / O&M'S 

$5.08 

0.00% 

PERMIT FEES 

$0.00 

1.00% 

MISC TOOLS AND EQUIPMENT 

$5.08 

0.00% 

CAD/DRAFTING 

$0.00 

0.00% 

4 PLAN COPIES @ 1 35E 

$0.00 

0.00% 

SAFETY (GLOVE, GLASSES, ETC) 

$0.00 

0 00% 

EQUIPMENT RENTAL 

$0.00 

0.00% 

CRANE/FORKLIFT 

$0.00 

1.00% 

JOB TRUCK 

$5.08 

0.00% 

MAN LIFTS 

$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0 00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

3.00% 

WARRANTY 

$15.25 

0.00% 


$0 00 


SUBTOTAL DJE 


0.00% 

OVERHEAD & PROFIT 



TOTAL DJE 

$30.49 | 



QUOTED MATERIAL 


VENDOR 

DESCRIPTION 

AMOUNT 






sidia 



$0.00 



$0.00 



$0.00 



$0.00 


SUBTOTAL QUOTES 

$0.00 

9.50% 

SALES TAX 

$0.00 

3 00% 

MATERIAL HANDLING 

$0.00 

0.00% 


$0.00 

0 00% 


$0.00 , 


SUBTOTAL QUOTES 


0.00% 

OVERHEAD & PROFIT 



TOTAL QUOTES 

$0.00 I 


CHANGE REQUEST SUMMARY 


TAKEOFF MATERIAL 

$0 00 


QUOTED MATERIAL 

$0 00 


SUBCONTRACTORS 

$0.00 


LABOR EXPENSES 

$508.19 


DIRECT JOB EXPENSES 

$30.49 



$538.68 

15% 

O & P 

$00.00 

0.10% 

City of Los Angeles Business Tax 

$0.62 

0.00% 


$0.00 

0.00% 

BOND COSTS 

$0.00 


CHANGE PROPOSAL TOTAL 

$620 


VENDOR 

SUBCONTRACTORS 

DESCRIPTION 

AMOUNT 



$0.00 

$0,00 

$0.00 

$0.00 

$0.00 

$0 00 


SUBTOTAL SUBCONTRACTS 


5.00% 

OVERHEAD & PROFIT 



TOTAL SUBCONTRACTS 

$0.00 [ 
































Job ID: 
Project: 


8110 ITF WEST COR 
LAX ITF West Curb Access 



Takeoff 


Vendor: TAFT 


Labor Level: LABOR 2 



11 Apr 2019 10:03:47 


Region: RFI 006 







Item # Qty U/M 

Q/M Size 

Description 

Material 

Unit 

Material 

Result 

Labor 

Unit 

Labor 

Result 

1 1.00 

M 

DE ENERGIZE CIRCUIT 

0.0000 

0.00 

1.0000 

1.00 

2 1.00 

M 

REMOVE CONDUIT, WIRE AND DEVICES 

0.0000 

0.00 

4.0000 

4.00 




Phase Totals: 

0.00 


5.00 




Job Totals: 

0.00 


5.00 


Taft Electric Company 


1694 Eastman Avenue 
Ventura, CA 93003 


Phone: 805-642-0121 
Web: www.taftelectnc.com 
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TRANSMITTAL 



Los Angeles 
World Airports 

LANDSIDE ACCESS MODERNIZATION PROGRAM 


TM 


ITF-W_A Interim Ground Access (IGA) 

Project# DA-5305A 


Date: 4/18/2019 



Document Control Number: 0111 | 

Transmitted To 



Transmitted By 


Acosta, Jose 



Fronda, John 


Swinerton Builders 



Los Angeles World Airports 


865 South Figueroa Street 



7301 World Way West 


Ste 3000 



8th Floor 


Los Angeles, CA 90017 



Los Angeles, CA 90045 


Tel: 



Tel: 424-646-5851 


Fax: 



Fax: 


Package Transmitted For 



Delivered Via 

Tracking Number 

CD-0003-PDG RFI 0006 Demo Existing Electrical Conduit at Aux. Curb 


CD-0003-PDG 

2019-04-18 





Item # Qty Item 

Reference 

Description 

Notes 

Status 

0001 


CD-0003-PDG RFI 0006 Demo Existing Electrical 




Conduit at Aux. Curb 2019-04-18 




Cc: Name 

Company 

Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bernardita 

LAWA 

424-646-6732 

BBERNARDO@lawa.org 

1 

Billesback, Richard 

LAWA 


rbillesbach@lawa.org 

1 

Cabanilla, Fernando 

LAWA 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

1 

Chang, Christian 

LAWA 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAWA 


jflores2@lawa.org 

1 

Fronda, John 

LAWA 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAWA 


aharris@lawa.org 

1 

Flernandez, Christian 

LAWA 

424-646-7549 

chernandez6@lawa.org 

1 

Jackson, David 

LAWA 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAWA 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 

1 

Molina, Viviana 

LAWA 

424-646-7519 

VMOLINA@lawa.org 

1 

Montoya, Joaquin F. 

LAWA 


jmontoya@lawa.org 

1 

Mudragada, Danny 

LAWA 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAWA 

424-646-6738 

cnevarez@lawa.org 

1 

Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpo we rs@ 1 a wa. o rg 

1 

Rios, Antonio 

LAWA 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAWA 


lsoriano@lawa.org 

1 






Transmittal 

Standard LAWA Transmittal V3 - Main 

ITF-W_A Interim Ground Access (IGA) Project # DA-5305A 


Soung, Tony 

LAWA 


tsoung@lawa.org 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swinerton.com 

1 

Traina, John 

SWIBUI 


John.Traina@swinerton.com 

1 

Venzor, Robert 

LAMP 

424-646-7583 

rvenzor@lawa.org 

1 

Villarreal, Ronnie 

LAWA 

424-646-6735 

RVILLARREAL@lawa.org 

1 

Wood, John 

SWIBUI 


jwood@swinerton.com 

1 

Woods, Steve 

LAMP 

213-330-9321 

swoods@lawa.org 

1 


File Code / Remarks: 
5.3 


Received by: (Print name and sign) 


Signed Date 


Transmitted by Fronda, John 


Signed Date 




Los Angeles 
World Airports 


Change Directive 


ContractorSwinerton Builders 

Los Angeles World Airports 

Change Directive Number: 0003 

Change Directive Title: RFI 0006 Demo Existing Electrical Conduit at Aux 

Curb 


CGMP No: 

Sub Project: 


Terminal: 

Reference Document: 




RFI No: 0006 

CPCN No: 1004A 



Bulletin No: 

Field Directive No: 

Other Reference: 



Date: 4/18/2019 
Contact: Christian Chang 
Contact No: 


’■ a Contractor is directed to provide a Contractor Change Request(CCR) within 21 days for the 
~| Extra Work defined herein. 

Changed Work defined herein. 

2. 0 CPCN No(s) 1004A is determined to have merit. 

3^ | | Proceed with the work described herein for an amount Not to Exceed $0.00 until such time as work 

is completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to 
be maintained and submitted for all of this work performed prior to completion of the negotiations or 
up to the Not-To-Exceed amount, whichever comes first Contractor shall provide forty-eight(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorization shall fully comply with General Conditions - ( Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a daily itemization of all such costs in such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


4. | | Proceed as described herein on an Agreed/Lump Sum Price Basis in the amount of $0.00. 

5. | | Contractor is directed to Stop/Eliminate the work immediately and provide a credit Contractor 

Change Request(CCR) within 21 days for the applicable work eliminated herein. 












World Airports 


Los Angeles 


Change Directive 


Change Directive Number: 0003 

Change Directive Title: RFI 0006 Demo Existing Electrical Conduit at 


Los Angeles World Airports 

7301 World Way West 
10th Floor 

Los Angeles, CA 90045 


Aux. Curb 


Direction: 

Reference is made to ITF-W_A Interim Ground Access (IGA), CPCN No. 1004A and response to RFI No. 0006 
CPCN 1004A is determined to have merit 

Contractor to provide labor, materials and equipment required to remove the electrical panel, conduit and 
associated components mounted on the CMU wall in the Airport Police Parking Lot per RFI 0006 response. 

Contractor shall submit Contractor Change Request (CCR) with detailed costs and backup documentation to 
LAWA for review and approval. 



Authorization 


Gogna, Bernardo 


Name 




LAMP Program Executive 


Note: Standard Board authorized amount 
is up to $150,000 


Title 











TRANSMITTAL 

No 00046 



SWINERTON 


Swinerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


PROJECT: AVIA - LAX ITFW Enabling (SuHo-Self) DATE: 04/11/2019 

TO: Los Angeles World Airports RE: DA#5350A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronda JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: ! 

Shop Drawings 

~] Approval 

‘ Approved as Submitted 

Letter 

Your Use 

Approved as Noted 

Prints 

p] As Requested 

Returned After Loan 

Change Order 

Review and Comment 

Resubmit 

Plans 


Submit 

Samples 

SENT VIA; 

Returned 

Specifications 

PjAUached [jSeparate Cover 

Returned for Corrections 

[/! Other: 


J | Due Date: 

j Submittal: 


|7j Other: CPCN 1004A 


Line Item Package Code Rev. Qty Date Description Status 

1 CPCN 1004A RFI0006 1 04/11/2019 CPCN 1004A - RFI0006 Open 


DOC CONTROL 


Apr 11, 2019 
8:09 am 



RECEIVED 



REMARKS: 


CC: 


Signed: 



fo Barrios 
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CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1004A CPCN Title: RFI 0006 Demo Existing Electrical Conduit at Aux. Curb 

CPCN Date: 04/11/19 


Contractor: Swinerton Address 

LAWA Contract No: DA-5305A _ 

Contract Title: R"F West Project - Interim Ground Access Project (IGA) 

TYPE OF CPCN: 

In accordance with Contract Clause: 

S Extra Work - Additional Scope (Explain in detail below) 

□ Changed Work - Change in Scope ( Explain in detail below) 

□ Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: 8 LAWA □ Third Party □ Force Majeure ( Explain in detail below) 


. 865 S. Figueroa St. Suite 300 


Los Angeles, CA 90045 


Reference Documents: RFI No: CD No: FD No: Other: 


Description of Potential Change: PCI 011 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0006 response. The evaluation will consist of scope review and pricing for added scope to remove existing electrical 
conduit not identified on contract drawings. Swinerton is currently gathering pricing from impacted trades/subcontractors. 
Once pricing is gathered and finalized, Swinerton will submit CPCN 1004A-R1 which will indicated the total cost impact 
pertaining to RFI 0006. 


Rough Order of Magnitude: $ 2,400 Estimated Time Impact: N° ne 


Justification of Potential Change (Why is this necessary?) Added scopere move existing electrical conduit not identified on 
contract drawings as noted on RFI 0006. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the facts or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 


CONTRACTOR: 


Name: Michel Darquea 

Title: 

Project Executive 

Signature: 

Date: 

4/11/19 







CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

Continued.. 

To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1004A CPCN Title: ^ 0006 Dem ° Existing Electrical Conduit at Aux. Curb 

CPCN Date: 04/11/19 


Contractor: Swinerton Address: 865 S. Figueroa St. Suite 300 

LAWA Contract No: DA-5305A Los Angeles, CA 90045 

Contract Title: ' TF West Pr °j ect - Interim Ground Access Project (IGA) 


Description of Potential Change: PCI 011 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0006 response. The evaluation will consist of scope review and pricing for added scope to remove existing electrical 
conduit not identified on contract drawings. Swinerton is currently gathering pricing from impacted trades/subcontractors. 
Once pricing is gathered and finalized, Swinerton will submit CPCN 1004A-R1 which will indicated the total cost impact 
pertaining to RFI 0006. 






RFI Detailed 



Los Angeles 
World Airports 


UUIiSIDt f. i i-ii i MC-D ft S^ZA: HK'i f HOC MM 


Project: ITF-W_A Interim Ground Access (IGA) 


Official? 0 
Closed? 0 


Number: 0006 

Importance: 


Subject: 

Category: 


Demo Electrical Conduit at North West-side of Project 
Discipline: Electrical 


Author Company: Swinerton Builders 
Author Contact: Jones, Derrick 

Author RFI #: 00006 


Answer Company: Los Angeles World Airports 
Answer Contact: Hernandez, Christian 


Date Created: 4/9/2019 Date Responded: 4/9/2019 Date Required: 4/16/2019 



[4/9/2019 Swinerton Builders - Jones, Derrick] 

Please confirm the following: 

On Sheet CD201 there is an existing conduit which feeds an outlet, and is mounted on the CMU wall 
which is to be demolished for the new driveway approach. Demo Sheet CD201 and Elec. Demo Sheet 
E201 does not call for this conduit to be demolished. See attached marked up drawings. Please advise 
if the existing electrical conduit at electrical cabinet, and on the CMU-wall are to be removed/demoed. 



rer 


[4/9/2019 Los Angeles World Airports - Hernandez, Christian] 

Confirmed. Disconnect the conduit from the cabinet, seal the cabinet opening for the conduit, and 
remove/demo the conduit including wires, connections, and outlet box. 


Cost Impact? 
Amount: 


In Review Schedule Impact? In Review Drawing Impact? In Review 
Days: 0 Drawing Updated? □ 







1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


To: 

Attention: 

CC: 


Subject: 


Request For Information # 00006 


Los Angeles World Airports RFI Date: 04/08/2019 

Christian Hernandez Date Due: 04/08/2019 

RFI Type: ELECTRICAL 

Priority: High 

Schedule/Activity ID: 

Document Reference: CD 201 

Spec Section: 26 05 33 

Status: Pending 


Auxiliary curb - Demo Electrical Conduit at North West-side of Project 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Please confirm the following: 

On Sheet CD201 there is an existing conduit which feeds an outlet, and is mounted on the CMU wall which is to be 
demolished for the new driveway approach. Demo Sheet CD201 and Elec. Demo Sheet E201 does not call for this 
conduit to be demolished. See attached marked up drawings. Please advise if the existing electrical conduit at electrical 
cabinet, and on the CMU-wall are to be removed/demoed. 


SUGGESTION: Possible Cost Impact: Potentially Possible Time Impact: Potentially 

Disconnect electrical wires at panel, and perform demolition of existing electrical conduit and electrical cabinet. 

ANSWER: Answered By: Date of Response: 


ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/8/2019 10:09 AM 
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\ LtGHT 

'POLE" 

’OLE MOUNTED 


'CAMERA 


>T LIGHT 


'CONDUIT 


ID WALL WiTfl FENCE 


'AND BARBED; WIRE 


Demo electrical conduit 


REMOVE CENTER MEDIAN MARKING UP TO 
CROSS STREET INTERSECTION, SEE SHEET 
C501-C502 FOR PROPOSED MARKING 

^ - —-—G 


COM 


COM 


COM 


HNTB 


LAX 


and receptacle box 


i— SAWCUT, TYP, 

fri 


COM 


Infrastructure Solutions 

6033 W. Canlury Blvd.. Suite 1050 
Los Angeles, CA 90045 
Phone: 310-417-8777 


Los Angeles World Airports 


AUXILIARY CURB PROJECT 

BUS DROP OFF DEMOLITION 
AND REMOVALS PLAN 1 


CTA ROADWAY AND SIDEWALK MODIFICATIONS I PEDESTRIAN WALKWAY / AUXILIARY CURB 


Los Angeles 
World Airports 


DRAWN 

WPM 


CHECKED 

TTF 


PLAN SET NUMbEK 

102 OF 249 


CD201 


6351 WEST CENTURY BLVD 
LOS ANGELES. CA90M5 


AS NOTED 


03/25/2019 


mm 
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COM 


Conduit not shown 
on demo drawings 


6351 WEST CENTURY BLVD. 
LOS ANGELES, CA 90045 


Los Angeles World Airports 


AUXILIARY CURB PROJECT 

BUS DROP OFF ELECTRICAL 
DEMOLITION & REMOVALS 
PLAN 1 

CTA ROADWAY AND SIDEWALK MODIFICATIONS / PEDESTRIAN WALKWAY / AUXILIARY CURB 


■RAWN 

WPM 


NOTED 


0*TE 

03/25/2019 


PLAN SET NUMBER SHEET 

191 OF 249 E201 


20180516 


COM- 

r' 


LAX 

Los Angeles 
World Airports 


COM 


-ss 


IGHT POLE & 


OUNDATION 












































































1 



electrical conduit not shown on 
existing conditions 


Los Angeles 
World Airports 


6351 WEST CENTURY BLVD. 
LOS ANGELES, CA 90045 


WwawyiiiiiiiiMHiti* 


Los Angeles World Airports 

AUXILIARY CURB PROJECT 

BUS DROP OFF ELECTRICAL 
EXISTING CONDITIONS PLAN 1 

CTA ROADWAY AND SIDEWALK MODIFICATIONS / PEDESTRIAN WALKWAY/ AUXILIARY CURB 

SUBMITTED BY 

TSnsMd 

AS&T. chief Srpcrts engineer 

Airports engineer 

DRAWN 

WPM 

CHECKED 

MS 

PLAN BET NUMBER 1 SHEET 

187 OF 249 | E101 

SCALE 

AS NOTED 

DATE 

03/25/2019 

DWG NO. 

20180516 

FILE NAME E1Q1.DWG 























































PCO #002 



Taft Electric Project: 8110 - 8110 ITF-West Interim Ground Access 

26074 Avenue Hall, Unit 7 6351 West Century Blvd 

Valencia, California 91355 Los Angeles, California 90045 

Phone: (661)735-4226 
Fax: (661)607-0376 


Change Order Request #002: CE #002 

- RFI 006- 

Remove Surface Conduit 

TO: 

Swinerton Builders 

865 South Figueroa St, Suite 3000 

Los Angeles California, 90017 

FROM: 

Taft Electric Company 

1694 Eastman Avenue 

Ventura California, 93003 

PCO NUMBER/REVISION: 

002/0 

CONTRACT: 

1 - 8110 ITF-West Interim Ground Access 

Prime Contract 

REQUEST RECEIVED FROM: 


CREATED BY: 

Steve Steinberg (Taft Electric Company) 

STATUS: 

Pending - In Review 

CREATED DATE: 

4/11 /2019 

REFERENCE: 


FIELD CHANGE: 

No 

SCHEDULE IMPACT: 


LOCATION: 




TOTAL AMOUNT: 

$620.00 

POTENTIAL CHANGE ORDER TITLE: CE #002 - RFI 006- Remove Surface Conduit 


CHANGE REASON: Client Request 


POTENTIAL CHANGE ORDER DESCRIPTION: (The Contract Is Changed As Follows) 

GEJmZ^BEl 006- Costs 

Our quoted price for the referenced change is stated above. 

RFI 006 response. Safe off and remove existing Conduit at CMU Wall. 

Attached is back-up to support this additional scope. 

This change proposal is based on the usual cost elements such as labor, materials, and markup and does not include any amount for impacts such as 
interference, trade stacking, disruptions, rescheduling, changes in the sequence of work, delays, and/or associated acceleration. We expressly reserve 
our right to submit our request for any of these items should we be faced with performing work under any of these conditions. 

This cost proposal supersedes all previously submitted cost proposals relating to this same work. The work of other trades which may be required to 
complete this change order is not part of this proposal. 

This quote is valid for 30 calendar days from the above date. We reserve our right to re-quote this change proposal should the approval take longer than 
30 days. 

EXCLUSIONS: 

1. Removal of all Trench and Asphalt Spoils 

2. Any shift work, holiday work, or overtime labor, all work is to be performed during normal working hours Monday-Friday between 7AM & 3:30PM 

3. Any and all parts and labor not specifically listed above. 

4. Any abatement including asbestos removal or containment. 

5. Any permits or fees. 

6. Any costs associated with the design, engineering (including wet stamps), or approval process. 


ATTACHMENTS: 

Proposal - PCO 2- RFI 006 - Re mov e Surf ace Conduit - Taft - Rev 1 .Pdf Taft - Conest - RFI QQ6.pdf RESPQNSE-RFI 0006 - Auxiliary Curb D emo 
Electrical Conduit-.pdf 
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TAFT ELECTRIC CHANGE ORDER REQUEST 


project:_ ITF West Ground Access _job#_ 8110 _ tec cor#: pco #2 

CUST RFP#:_ 

COR DESCRIPTION:_RFI -006 , Remove Conduit at CMU Wall_DATE: 5/2/2019 



TAKE OFF 

DESCRIPTION MATERIAL 

HOURS 


TYPE HOURS OT/RATE 

AMOUNT 






CREW 5.00 $88.38 

$441.90 


$0.00 

0.00 


General Foreman 15% $0.00 

$66.29 


$0.00 

0.00 



0.00 $0.00 

$0.00 


$0.00 

0.00 


PRECON (8%) 0.00 $0.00 

$0.00 


$0.00 

0.00 


SAFETY OFFICER (2%) 0.00 $0.00 

$0.00 


$0.00 

0.00 


FIELD ASSISTANT (6%) 0.00 $0.00 

$0.00 


$0.00 

0.00 



SUBTOTAL LABOR 

£508,19 


$0.00 

0.00 






$0.00 

0.00 




$0.00 


$0.00 

0.00 


0.00% 


$0.00 


$0.00 

0.00 


0.00% 


$0.00 


$0.00 

0.00 


0.00% 


$0.00 


$0.00 

0.00 


0.00% 


$0.00 


$0.00 

0.00 


0.00% 


$0.00 


$0.00 

0.00 



SUBTOTAL LABOR 

$508,19 


TOTAL $0.00 

5*00 


0.00% 

OVERHEAD & PROFIT 

$0.00 








TAKEOFF MATERIAL 



$508.19“! 

% 

DESCRIPTION 

AMOUNT 

■■■EBB 



3.00% 

CONSUMABLES 

$0.00 



DIRECT JOB EXPENSES 


9.50% 

SALES TAX 

$0.00 


% 

DESCRIPTION 

AMOUNT 

0.00% 

MATERIAL HANDLING 

$0.00 


1.00% 

AS BUILTS / O&M'S 

$5.08 

0.00% 


$0.00 


0.00% 

PERMIT FEES 

$0.00 


SUBTOTAL MATERIAL 



1.00% 

MISC TOOLS AND EQUIPMENT 

$5.08 

15.00% 

OVERHEAD & PROFIT 



0.00% 

CAD/DRAFTING 

$0.00 



wm 


0.00% 

4 PLAN COPIES @1.35E 

$0.00 


TOTAL TAKEOFF MATERIAL 

$0.00 


0.00% 

SAFETY (GLOVE, GLASSES, ETC) 

$0.00 




0.00% 

EQUIPMENT RENTAL 

$0.00 


QUOTED MATERIAL 



0.00% 

CRANE/FORKLIFT 

$0.00 

VENDOR 

DESCRIPTION 

AMOUNT 


1.00% 

JOB TRUCK 

$5.08 





0.00% 

MAN LIFTS 

$0.00 



iSdl!] 


0.00% 


$0.00 



$0.00 


0.00% 


$0.00 



$0.00 


0.00% 


$0.00 



$0.00 


0.00% 


$0.00 



$0.00 


0.00% 


$0.00 


SUBTOTAL QUOTES 

$0.00 


0.00% 


$0.00 

9.50% 

SALES TAX 

$0.00 


0.00% 


$0.00 

3.00% 

MATERIAL HANDLING 

$0.00 


0.00% 


$0.00 

0.00% 


$0.00 


3.00% 

WARRANTY 

$15.25 

0.00% 


$0.00 


0.00% 


$0.00 


SUBTOTAL QUOTES 




SUBTOTAL DJE 


0.00% 

OVERHEAD & PROFIT 



0.00% 

OVERHEAD & PROFIT 



TOTAL QUOTES 

$0.00 j 



TOTAL DJE 

$30.49 | 


CHANGE REQUEST SUMMARY 


TAKEOFF MATERIAL 

$0.00 


QUOTED MATERIAL 

$0.00 


SUBCONTRACTORS 

$0.00 


LABOR EXPENSES 

$508.19 


DIRECT JOB EXPENSES 

$30.49 


SUBTOTAL CHANGE REQUEST 

$538.68 

15% 

O & P 

$80.80 

0.10% 

City of Los Angeles Business Tax 

$0.62 

0.00% 


$0.00 

0.00% 

BOND COSTS 

$0.00 


CHANGE PROPOSAL TOTAL 

$620 


VENDOR 

SUBCONTRACTORS 

DESCRIPTION 

AMOUNT 



$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 


SUBTOTAL SUBCONTRACTS 


5.00% 

OVERHEAD & PROFIT 



TOTAL SUBCONTRACTS 

$0.00 



































Job ID: 8110 ITF WEST COR 

Project: LAX ITF West Curb Access 



Takeoff 


Vendor: TAFT 



Labor Level: LABOR 2 



11 Apr 2019 10:03:47 


Region: RFI 006 












Material 

Material 

Labor 

Labor 

Item # Qty 

U/M 

Q/M Size 

Description 

Unit 

Result 

Unit 

Result 

1 

1.00 

M 

DE ENERGIZE CIRCUIT 

0.0000 

0.00 

1.0000 

1.00 

2 

1.00 

M 

REMOVE CONDUIT, WIRE AND DEVICES 

0.0000 

0.00 

4.0000 

4.00 





Phase Totals: 

0.00 


5.00 





Job Totals: 

0.00 


5.00 


Taft Electric Company 


1694 Eastman Avenue 
Ventura, CA 93003 


Phone: 605-642-0121 
Web: www.taftelectric com 
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TRANSMITTAL 



ITF-W_A Interim Ground Access (IGA) Project # DA-5305A 


| Date: 5/1/2019 



Document Control Number: 0141 

Transmitted To 



Transmitted By 


Acosta, Jose 



Fronda, John 


Swinerton Builders 



Los Angeles World Airports 


865 South Figueroa Street 



7301 World Way West 


Ste 3000 



8th Floor 


Los Angeles, CA 90017 



Los Angeles, CA 90045 


Tel: 



Tel: 424-646-5851 


Fax: 



Fax: 


Package Transmitted For 



Delivered Via 

Tracking Number 

CD-0007-PDG RFI 0010 - PW: Replace Damaged Utility Boxes 2019-05-01 

CD-0007-PDG 

Item # Qty Item 

Reference 

Description 

Notes 

Status 

0001 


CD-0007-PDG RFI 0010 - PW: Replace Damaged 




Utility Boxes 2019-05-01 




Cc: Name 

Company Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bernardita 

LAWA 

424-646-6732 

BBERNARDO@lawa.org 

1 

Billesback, Richard 

LAWA 


rbillesbach@lawa.org 

1 

Cabanilla, Fernando 

LAWA 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

1 

Chang, Christian 

LAWA 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAWA 


jflores2@lawa.org 

1 

Fronda, John 

LAWA 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAWA 


aharris@lawa.org 

1 

Hernandez, Christian 

LAWA 

424-646-7549 

chemandez6@lawa.org 

1 

Jackson, David 

LAWA 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAWA 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 

1 

Molina, Viviana 

LAWA 

424-646-7519 

VMOLINA@lawa.org 

1 

Montoya, Joaquin F. 

LAWA 


jmontoya@lawa.org 

1 

Mudragada, Danny 

LAWA 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAWA 

424-646-6738 

cnevarez@lawa.org 

1 

Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

1 

Rios, Antonio 

LAWA 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAWA 


lsoriano@lawa.org 

1 












Transmittal 

Standard LAWA Transmittal V3 - Main 

ITF-W_A Interim Ground Access (IGA) Project # DA-5305A 


Soung, Tony 

LAWA 


tsoung@lawa.org 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swinerton.com 

1 

Traina, John 

SWIBUI 


John.Traina@swinerton.com 

1 

Venzor, Robert 

LAMP 

424-646-7583 

rvenzor@lawa.org 

1 

Villarreal, Ronnie 

LAWA 

424-646-6735 

RVILLARREAL@lawa.org 

1 

Wood, John 

SWIBUI 


jwood@swinerton.com 

1 

Woods, Steve 

LAMP 

213-330-9321 

swoods@lawa.org 

1 


File Code / Remarks: 
5.4 


Received by: (Print name and sign) Signed Date 


Transmitted by Fronda, John 


Signed Date 



.Los Angeles 

World A irports 

Change Directive 

fl* 



Contractor:Swinerton Builders 

Los Angeles World Airports 

Change Directive Number: 0007 


Date: 4/30/2019 


Change Directive Title: 

RFI 0010 - PW: Replace Damaged Utility Boxes 

Contact: Christian Chang 

Contact No: 424-646-8886 

CGMP No: 

Sub Project: 

Terminal: 

Reference Document: 

RFI No: 0010 

Bulletin No: 

CPCN No: 1007A 

Field Directive No: Other Reference: 



1 • Contractor is directed to provide a Contractor Change Request(CCR) within 21 days for the 

Extra Work defined herein. 

□ Changed Work defined herein. 

2- |x | CPCN No(s) 1007A is determined to have merit. 

»■ □ Proceed with the work described herein for an amount Not to Exceed 0.00 until such time as work is 

completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to be 
maintained and submitted for all of this work performed prior to completion of the negotiations or up 
to the Not-To-Exceed amount, whichever comes first. Contractor shall provide forty-eight(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorization shall fully comply with General Conditions - (Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a daily itemization of all such costs in such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


4. 

5. 


□ Proceed as described herein on an Agreed/Lump Sum Price Basis in the amount of 0.00. 

pH Contractor is directed to Stop/Eliminate the work immediately and provide a credit Contractor 
Change Request(CCR) within 21 days for the applicable work eliminated herein. 









Los Angeles 

World Airports 

Change Directive 

>*-■' uknHn nnti ininiw^hVi 

ft 

_ 1 


Change Directive Number: 0007 

Change Directive Title: RFI 0010 - PW: Replace Damaged Utility Boxes 


Los Angeles World Airports 

7301 World Way West 
10th Floor 

Los Angeles, CA 90045 


Direction: 

Reference is made to ITF-W_A Interim Ground Access (IGA) CPCN No. 1007Aand RFI-0010. 


CPCN 1007Ais determined to have merit. 


Contractor shall provide labor, materials, and equipment required to replace the existing damaged utility boxes as 
directed in the response to RFI-0010 at the Pedestrian Walkway Area, 


Contractor shall submit Contractor Change Request (CCR) with detailed costs and backup documentation to 
LAWA for review and approval» 





oy/Wwd 

Authorization 


Gogna, Bernardo 


Name i 




Date 


LAMP Program Executive 


Note: Standard Board authorized amount 
is up to $150,000 


Title 












RECORD OF NEGOTIATION 

PROJECT: LAX ITF-West Enabling - 

nterim Ground Access (IGA) 

Los Angeles 

World Airports 

CONTRACT: 

DA-5305A 

CONTRACTOR: 

Swinerton Builders 

865 S. Figueroa Street, Suite 3000 

DESCRIPTION OF CHANGE NEGOTIATED PER CD: 

Contractor shall provide labor, materials and equipment required to procure and install the required asphalt paving modifications 
and electrical cable modifications provided in Field Bulletin No.3, per FD-0002 (issued on 04/05/19) and CD-0004 (issued on 
04/18/2019). 


CPCN 


1003A 


CCR 1003A 



Justification: 



Code Requirement 

Allowance No. 







Document Correction RFI No. 







Field Condition 

Change Directive 

X 

0004 





Owner Betterment 

Field Directive 

X 

0002 





Design Evolution 

Task Order 



SUMMARY OF PROPOSALS: 

Item# I Contractors) 

Proposal Amt. 

PDG Estimate Offer* 

Negotiated Amt. 

001 

INPUT SUBCONTRACTOR(S) 
Subcontractor Bond/Tax(?,Input 

$30,063.45 

$360.76 

$27,639.00 

$331.67 


$27,639.00 

$331.67 

002 

Subcontractor Subtotal 
GENERAL CONTRACTOR 
Markups (?, Input %) 

Tax(?, Input %) 

Bond (?, Input %) 

$30,424.21 

$777.66 
$35.84 
$1,644.09 

$27,970.67 

$714.94 

$32.95 

$1,511.50 


$27,970.67 

$714.94 

$32.95 

$1,511.50 

* This amount is , 

Grand Total $32,881.80 

per the final PDG estimate. 

$30,230.06 


$30,230.06 

SUMMARY OF DISCUSSIONS: 

FD-0002 was issued by LAWA on 04/05/2019 to provide Field Bulletin 3 changes to Swinerton. CPCN 1003A was submitted by 
Swinerton for costs associated to scope modification provided on Field Bulletin 3. CD-0004 was issued by LAWA on 4/18/2019 
to merit CPCN 1003A and directed the contractor to proceed to furnish, deliver and install Asphalt Concrete modifications and 
Electrical Cable modifications as shown on the drawings for pages CD201 & E213, provided on Field Bulletin # 3. On 
05/09/2019, Swinerton submitted CCR 1003A in the amount of $ 32,881.80 for review and approval. LAWA estimating 
evaluated the rate proposal for Comm.Cable and there was a big variance in rates for additional cable, which was noted and 
applied to the LAWA estimator's offer. A change management meeting was held on June 6,2019 and Swinerton agreed and 
accepted the revised LAWA offer of $ 30,230.06 (All Inclusive). 

Item # 

001 


Discussions Started 10/00/0000 

Discussions Concluded 

6/11/2019 

Proposal was tracked on signed LAWA T&M Reports 

]Yes 

X 

No 

This subcontractor's proposal for this CCR was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this CCR's CD. 


[Comments: 





Materials: 



Labor: 



EauiDment: 



Other: 

Present at Discussions: 

Laurel Soriano (LAWA) 

Zach Sturgis (SB) 






Christian Chang (LAWA) 

Fernando Cabanilla (LAWA) 





Bernardo Bemardita (LAWA) 

Viviana Molina (LAWA) 
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Item # 1 002 Discussions Started 0/00/0000 

Discussions Concluded 

6/11/2019 

Proposal was tracked on sinned LAWA T&M Reports 

Yes X 

No 

This General Contractor's proposal was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this CCR's CD, 


1 Comments: 





Materials: 



Labor: 



Eauioment: 



Subcontractor Markups: 



Other: 

Present at Discussions: 

Laurel Soriano (LAWA) Zach Sturgis (SB) 

Christian Chang (LAWA) Fernando Cabanitla (LAWA) 

Bernardo Bernardita (LAWA) Viviana Molina (LAWA) 

The highlighted amount is the final negotiated price for this change, including all pertinent markups: $30,230.06 

No additional time has been requested, discussed, nor granted for this change. 

Please note that the PDG estimate utilized labor rates approved by PDG, productivity rates referenced against RS 
Means/local construction marketplace, material unit rates referenced against RS Means/local construction 
marketplace, and equipment rental rates referenced against the Rental Blue Book/RS Means/local construction 
marketplace , respectively. Lastly, all estimates are reviewed with the LAWA PM responsible for this contract prior to 
being transmitted to the General Contractor. 

The above constitutes the summary of formal negotiations held o 
my knowledge, this negotiated settlement provides fair and reaso 

n the date(s) listed for the change item described. To the best of 
nable compe|s^^|brthe change item described. 

Fem^rao CalSanilla 6/11 /2019 

Estimator / Negotiator Date 
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CONTRACTOR CHANGE REQUEST (CCR) 


SWINERTON IS 


& m 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles/ CA 90045 

CCR No. 10 03A _ CCR Title: Field Bulletin 003 

CCR Date: S-9-19 _ 


Contractor: Swinerton Builders 

Contract No.: DArS305A 

Contract Title: ITF West - Interim Ground Access Project (IGA) 


Address: 865 8 Figueroa Street 
Suite 3000 

Los Angeles, CA 90045 


Reference Document: RFINo.: N/A 


CPCNNo.: 1003A CD NO: * 


Other: FB No. 3 



circumstances and Out the requested time and/or compensation is a fair and assessment of the to the best of 

his/her ability to establish at the time of signing. 


CONTRACTOR 


Signs in 



Date; M"y 9.2019 


Name: Darlal Thleameyer S 


Tin.. Project Manager 
































Los Angeles 
World Airports 


Lpce 


Change Order Analysis 


Contract : DA-5305 Swinerton Builders CCR : CCR1003A Date : 6/11/2019 

Title : Field Bulletin No.3 Project Manager : John Fronda Estimator : FERNANDO A CABANLLA 




ESTIMATE ICE - DIRECT COSTS 




CONTRACTOR - ANALYZER 


SUBO»nWCTCR 

CS! ITEM DESCRIPTION 

TIER TYPE 

QUANTITY 

UNrr 

RATE 

ITEM TOTAL 

QUANTITY 

RATE 

ITEM TOTAL VARIANCE NOTES 

Bcel Paung Company 

00 

Furnish, Deliver and Install 4" of Asphalt concrete 

No Vkrkup Other 

1.00 

LS 

26,890.00 

26,890.00 

1.00 

26,890.45 

26,890.45 

.45 Area 11,250 SF 

TaftBectric 

00 

.10% Cilyof Los Angeles Business Tax 

No Vbrkup Other 

300.00 

LF 

2.50 

750.00 

260.08 

12.20 

3,172.98 

2,422.98 ■ 

TaftBectric 

00 

Rounding off 

No^rkup Other 

-1.00 

Ea 

1.00 

-1.00! 

1.00 

.02 

.02 

1.02 

Swinerton 

00 

Subguard (Subcontractor Default Insurance) 

No IVbrkup Other 

1.00 

Ea 

331.67 

331.67 1 

1.00 

360.76 

360.76 

29.09 

Swinerton 

00 

P & P Bond .864% 

Notorkup Other 

1.00 

Ea 

261.19 

261.19 

1.00 

284.10 

284.10 

22.91 

Swinerton 

00 

Insurance 1.501% 

Nohferkup Other 

1.00 

Ea 

453.75 

453.75 

1.00 

493.56 

493.56 

39.81 

Swinerton 

00 

LA City GRT .109% 

No fvbrkup Other 

1.00 

Ea 

32.95 

32.95 

1.00 

35.84 

35.84 

2.89 

Swinerton 

00 

Fee 5% 

No IVbrkup Other 

1.00 

Ea 

1,511.50 

1,511.50 

1.00 

1,644.09 

1,644.09 

132.59 

SUBTOTAL 







$30,230.06 i 



$32,881.80 

$2,651.74 



ESTIMATE ICE - DIRECT COST MARKUPS (CHANGE ORDER) 



CONTRACTOR - ANALYZER 



CSI 


TIER TYPE 


SUBTOTAL VALUE 

RATE 

rTEMTOTAL 

SUBTOTAL VALUE 

RATE 

ITEMTOTAL 

VARIANCE NOTES 


00 


No Markup Other 


30,230.06 

0.00% 

.00: 

32,881.80 

0.00% 

.00 







$30,230.06 


$0.00 i 

$32,881.80 


$0.00 i 

$0.00 

DIRECT COST TOTAL 







$30,230.06 1 



$32,881.80 j 

$2,651.74 

MARKUPS 


ITEM DESCRIPTION 

GC 

SUB 

applied mourn 

RATE 

[TEMTOTAL 

APPLIED AMOUNT 

RATE 

ITEMTOTAL 

OVERALL MARKUP NOTES 


DIRECT COST TOTAL 





$30 230.06 



$32,881.80 


00 

Qerhead/Profit 

$0.00 

5.000% 

$0.00 

$0.00 

5.000 % 

$0.00 


00 

Insurance 

$0.00 

1.501 % 

$0.00 

$0.00 

1.501% 

$0.00: 

SUBTOTAL 

00 

D.D/B/ Fees 

$0.00 

5.000 % 

$0.00 

$30,230.06: 

$0.00 

5.000% 

$0.00' 

$32,881.80 ' 


00 

Bond 

$0.00 

0.864% 

$0.00 

$0.00 

0.864% 

$0.00 


00 

Gross Receipts Tax 

$0.00 

0.109% 

$0.00 

$0.00 

0.109% 

$0.00 

GRAM) TOTAL 

00 

Bond, Insurance, City tax, D/B Fees 

$0.00 

0.000% 

$0.00 

$30,230 

$0.00 

0.000% 

$0.00 

$32,8821 
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Los Atigeles 
World Airports 

UWA PftUttf COS 1 ttTHuTM 


LPCE 



Change Order Analysis 


Contract : DA-5305 Swinerton Builders CCR : CCR1003A 

Title : Field Bulletin No.3 Project Manager : John Fronda 

Estimate Scope : Field Bulletin 003 Electrical Works and Asphalt Paving 
Negotiated Amount : $30,230.00 

Subcontractor Surrmary 

ESTIMATE iCE - DIRECT COSTS (XmmiTm-mflLYZER 


SUBCCWTRAJTOR 

MMERWi. 

LABOR HOURS 

1/eORCOST 

EQUIPMENT 

OTHER 

TTEMTOTN. 

WATERIfl. 

LABOR HOURS 

LABOR COST 

EQUIPMENT 

OTHER 

TTEMTOWL 

VARIANCE 

Excel Paving Company 

$0.00 

0.00 

$0.00 

$0.00 

$26,890.00 

$26,890.00 

$0.00 

0.00 

$0.00 

$0.00 

$26,89045 

$26,89045 

$0.45 

Taft Electric 

$0.00 

0.00 

$0.00 

$0.00 

$749.00 

$749.00 

$0.00 

0.00 

$0.00 

$0.00 

$3,173.00 

$3,173.00 

$2,424.00 

Swinerton 

$0.00 

0.00 

$0.00 

$0.00 

$2,591.06 

$2,591.06 

$0.00 

0.00 

$0.00 

$0.00 

$2,818.35 

$2,818.35 

$227.29 

Subtotal Direct Cost 

$0.00 

0.00 

$0.00 

$0.00 

$30,230.06 

$30,230.06 

$0.00 

0.00 

$0.00 

$0.00 

$32,881.80 

$32,881.80 

$2,651.74 

torkups 






$0.00 






$0.00 

$0.00 

GRAND TOTAL 






$30,230 






$32,882 

$2,652 


Date: 6/11/2019 

Estimator : FERNANDO A CABANLLA 
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CCR 1003A 


DESCRIPTION 

COST PROPOSAL 

COST ANALYSIS 

VARIANCE 

COMMENTS 

Quantity 

Unit 

Unit Cost 

Total Cost 

Quantity 

Unit 

Unit Cost 

Total Cost 

Aspahlt Paving 

11250 

SF 

$ 2.39 

$ 

26,890 

11250 

SF 

$ 2.39 

$ 26,890 

$ 


New Electrical (TAFT ELECTRIC) - 
Additioanl PVC conduit 

260 

LF 

$ 12.20 

$ 

3,173 

300 

LF 

S 2.50 

$ 749 

$ (2,424) 

Scope Difference - 
Additional PVC when 
compared to additional 
cable 

SUB-TOTAL 




$ 

30,063 




S 27,639-J 

-$ (2,424) 


TOTAL DIRECT COST 




30,063 




27,639 

S (2,424) 


SBI MARK-UP 


TBD 



/ 
























TRANSMITTAL 

No, 00113 



SWINERTON 


Swlnerton Builder* 
17731 MHohellNSOO 
Irvin* CA 02314 
USA 



PROJECT: AVIA - LAX I7FW Enabling (Sub-To-S*lf) DATE: 05/09/2019 

T0: LoS ( A^fl«WoHdAiiporte RE: DA#5350A 

1 World Way 
Lot Angeles CA 90045 


ATTN: John Frond*_ jqB: 19055009 


| WE ARE SENDING; 

SUBMITTED FOR: 

ACTION TAKEN: j 

. < Shop Drawings 

Q Approval 

Approved at Submitted 

1 Latter 

| | Your Use 

1 Approved aa Noted 

1 Prints 

□ As Requested 

' Returned After Loan 

1 ~ 1 Change Order 

0 Review and Comment 

1 , Resubmit 

□ Plane 


Submit 

| 8 amples 

SENT VIA:" 

| Returned 

Speelflcatlone 

_jAttach«d [Separate Cover 

i Returned for Corrections 

□ Other: 


| | Due Date: 

| | Submittal: 


[7] Other CCR-1003A 


Urn Item _ Pack age Cod* _ Rev. Qty Date Oeaatption status 

1 Contract Dooumtnta DOC T 05/09/2019 CCR -1003A Reid Bulletin Nofs Open 


DOC CONTROL 


May 10, 2019 
8:05 am 



RECEIVED 



HEM ARKS: 


CC: 












CONTRACTOR CHANGE REQUEST (CCR) 

Continued. 

To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CCR No. 10P3A _ CCR Title: Field Bulle tin 003 _ 


CCR Date: 



Contractor: Swlnerton Builders 

Contract No.: DA-6305A 

Contract Title: ITF West - Interim Ground Access Project (IGA) 


Address: MS 8 Figueroa Street 
SuHa 3000 

Los Angeles, CA 90045 


Scope: Costs associated with Field Bulletin 003. See attached CPCN #1003A for additional back up documentation. 




Potential Change Item 


SWINERTON P? 


PCI No.: 0006 


Deeoilptlon: CD 004 Field Bulletin 003 


n 


DESCRIPTION 

QUANTITY 

UNIT 

UNfT 

COST 

TOTAL 

COST 

i 






2 


Taft Electric Change Order Request #003 

1.00 ! LS 

$3,173.00 

$3,173.00 

3 


Excel Paring Co, 

1.00 

LS 

$28,060.45 

$26,690.45 

4 







5 







6 





I 


7 







8 







0 







10 







11 







12 







13 







14 





— 

— 

15 


w^^m\ 




16 



l Hi 

f 


17 




■) 


18 




—f 

— 

— 

10 







20 





i _ 


Direct Coet 


$30,06345 

Subpiprd (Subcontractor Default Insurance} 

1 .20% 

$360.76 

D-B Contingency 

0 .00% 

No ConUngency 

Subtotal 


$30,424.21 

PAP Bond 

0.664% 

$264.10 

Insurance 

1.601% 

$463.56 

LACHyORT 

0.109% 

$35.64 

Fee 

6 .00% 

$1,644.09 


$32,55130 


1. 

2 . 

3. 

4. 


QuelffleatlcHis: 




















Trmmmtttal 

_______ Standard LAWA Transmittal V3-Main 

nf-W_A Interim Grand Anew a (IGA) 

TValna, John SWIBUI 

Uanzor, Robert LAMP 

VUtamaal, Ronnfa LAWA 

Wood, John SWIBUI 

Wboda, Stove LAMP 

| Fite Codf J Rarnarj^ 

5.4 


Prolaet# da 530BA 

John.'Delna@aw^nerton.com 
424-646-7583 rvenzor@lawajOiy 

424-646-6735 RVHlARREAL@lsws org 

Jwood@awlnertDn.com 
213-330-9321 fwoods@rawa.org 


to Sw l by: (Prim mrm *n4 *|gnj 


TViru m Kt*d Sy Fronda r John HgrwdDti* 




Los Angeles 
Bg World Airports 

msSZSn 

a m 

Change Directive Number: 
Change Directive Title: 


Direction: 


Change Directive 


0004 

Field Bulletin No. 3 


Loa Angela* World Abporta 

7301 World Way WOet 
10th Floor 

Loa Angelas, CA 00046 


Reference Is made to ITF-W_A Interim Ground Access (IGA) CPCN No. 1003A, Field Directive No. 0002, and 
Field Bulletin No. 0003. 


CPCN 1003A Is determined to have merit. 


Field Bulletin No. 0003 consists of modifications and clarifications to paving and electrical drawings. 

Contractor shall provide labor, materials, and Equipment required for paving and electrical 
modlflcatlons/clarfflcatfons contained In Reid Bulletin No. 0003. 


Contractor shall submit a Contractor Change Request (CCR) with coat breakdown, Including any CREDIT due to 
LAVWfor Bulletin No. 0003, for LAW review and awroval. _ 

^-'t.Aiurr PPb 


Authorization 



Note: Standard Board authorized amount 
la up to $160,000 






Click Hera 
loiidil your logo herr 


CONTRACTOR POTENTIAL CHANGE NOTICE (CPCNJ 

To: Project Manager, LAWA LAMP 
S090 Westchester Fkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1003A CPCN Title: Field Bulletins No. 3 

CPCN Date: 04/11/19 


Contractor: Swlnerton Address: 065 S. Figueroa St Suita 300 

LAWA Contract No: DA-5305A Log Angeles, CA 90045 

Contract Title: ITF West Project > Interim Ground Access Project (IGA) 

TYPE OF CPCN: 

In accordance with Contract Clause: 

□ Extra Work-Additional Scope (Explain in detail below) 

ft Changed Work - Change in Scope (Explain in detail below) 

B Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: ft LAWA □ Third Party □ Force Majeure (Explain in detail below) 


Reference Documents: RFINo: CD No: FD No: Other: PBNo.3 


Description of Potential Change: PCI 008 Swlnerton Is currently evaluating cost and schedule impacts associated wtlh 
Filed Bulletin No.3 plan modifications. The evaluation will consist of scope review and pricing of all plan modifications 
contained in Field Bulletin No. 3. Swlnerton Is currently gathering pricing from impacted tnades/subcontractom. Once 
pricing Is gathered and finalized, Swlnerton will submit CPCN 1003A-R1 which will indicated the total cost Impact 
pertaining to Field Bulletin No.3. 


Rough Order of Magnitude: $ _ Estimated Time Impact: TBD _ 

Justification of Potential Change (Why la this necessary?) Scope modifications in Field Bulleting No. 3 include revised 
strategy paving plan clarification, provided additional information on shut off valve tor modular office and modular restroom 
water connections, added CAT 6 cable for the modular break room and the modular restroom, provided additional noteB to 
Shaets C5Q2 and C503, addressed qu estions noted o n RFI #03 pertaining electric al, irrigation and water connections. In 
addition ioadding communication pole & lighting pole details. — 


The signatory below certifies that the information contained in this CPCN is true and accurate of the fo rte or 

the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 

CONTRACTOR: 

Title: Project Executive 


Date: 


Name: Michel Darquea 


Signature: 



4/11/19 

































TAFT ELECTRIC CHANGE ORDER REQUEST 


project: ITF West Ground Access job# 8110 tic cor#: pco#3 

OUST RFP#:_ 

COR DESCRIPTION:_ Bulletin #3 CterKiiw _ DATE: 6/2/2019 


TAKE OFF 

| DESCRIPTION MATERIAL 

HOURS 


TYPE 

HOURS CHVRATE 

AMOUNT 


$231.64 

22 .e: 

J 


CREW 2263 $88X6 

$2,000.04 


10.00 

0.0C 

J 

Genml Foreran 16% $0.00 

$300.01 


10.00 

o.oc 

) 


0.00 $0.00 

$0.00 


$0.00 

O.OC 

1 

PRECON (8%) 0.00 $0.00 

$0X0 


$0.00 

a.oc 

\ 

SAFETY OFFICER (2%) 0.00 $0.00 

$0.00 


$0.00 

o.oc 


HELD ASSISTANT 16%) 0.00 S0.C0 

$0.00 


$0X0 

o.oc 



SUBTOTAL LABOR 

$2,309X6 


$0.00 

o.oc 






$0.00 

0.00 




$0.00 


$0.00 

0.00 


0.00% 


$oxo 


$0.00 

0.00 


0.00% 


$0.00 


$0.00 

0.00 


0.00% 


$0X0 


$0.00 

0.00 


0.00% 


$0X0 


$0.00 

0.00 


0.00% 


so.oo 


$0.00 

0.00 



SUBTOTAL LABOR 

$2X00.0$ 


TOTAL $231.64 

22.43 


0.00% 

OVERHEAD A PROFTT 

$0.00 








TAKEOFF MATERIAL 



Szamos 

* " 1 

DESCRIPTION 

AMOUNT 





CONSUMABLES 

SO.86 

y 


DIRECT JOB EXPENSES 


■& '(/) 

SALES TAX 

$22X6. 

s 

* / 

DESCRIPTION 

AMOUNT 

0.00% 

MATERIAL HANDLING 

$0X0 


1.00%/ 

AS BUI ITS/ DAM'S 

$29.00 

0.00% 


$0.00 


0.00% 

PERMIT FEES 

$0X0 

/ 

SUBTOTAL MATERIAL 

$261.14 


^00% V MISC TOOLS AND EQUIPMENT 

$26.00 

is.00% y 

OVERHEADS PROFIT 

$30.17 


0.00% 

CAD ( DRAFTING 

$0.00 





0.00% 

4 PLAN C0PIE8 Q 1.36E 

$0X0 


TOTAL TAKEOFF MATERIAL 

"$33o3T 


0.00% SAFETY (GLOVE, GLASSES, ETC) 

$0.00 




0.00% 

EQUIPMENT RENTAL 

$0.00 


QUOTED MATERIAL 



0.00% / 

CRANE/FORKLIFT 

$0.00 

VENDOR 

DESCRIPTION 

AMOUNT 


1.00%^ 

JOBTRUCK 

$28.00 



$0X0 


0.00% 

MANUFTB 

$0.00 



$0.00 


0.00% 


$0.00 



$0.00 


o.ao% 


$0X0 



$0.00 


0.00% 


$0X0 



$0X0 


om% 


$0.00 



$0.00 


0.00% 


$0.00 


SUBTOTAL QUOTES 

$0.00 


0.00% 

f / Jl 

$0.00 

9 JUS 

SALES TAX 

$0.00 


0.00% 

. _ 

' $0X0 

3.00% 

MATERIAL HANDLING 

$0.00 


0.00% , 

$0.00 

0.00% 


$0.00 


( /.' 3-0°% ^ 

u WARRANTY 

$78X1 . 

0.00% 


SO.00 


( 0.00% 


$0.00 


SUBTOTAL QUOTES 

$0.00 



SUBTOTAL DJE 

$166.02 

0.00% 

OVERHEADS PROFIT 

$0X0 


0.00% 

OVERHEADS PROFIT 

$0X0 


TOTAL QUOTES 

$0.00 



TOTAL DJE 

$166.02 


1/Qh 


CHANGE REQUEST SUMMARY 


TAKEOFF MATERIAL 

$300.31 


QUOTED MATERIAL 

$0.00 


SUBCONTRACTORS 

$0.00 


LABOR EXPENSES 

$2,300.06 


DIRECT JOB EXPEN8ES 

$166.02 


SUBTOTAL CHAWS REQUEST 

$2,786X1 

V^i% 

O S P 

$413.46 


CtyoTLotAngalatBusIrttat Tax 

$3.17 

0.00% 


$0X0 

0.00% 

BOND COSTS 

$0.00 


CHANGE PROPOSAL TOTAL 

$3,173 


VENDOR 

SUBCONTRACTORS 

DESCRIPTION 

AMOUNT 



$0.00 

$0X0 

$0.00 

$0.00 

$oxo 

$0.00 


f 

| 

i 

$0.00 

6.00% 

OVERHEAD & PROFIT 

$0X0 


TOTAL SUBCONTRACTS 

$0X0 

























































PAVING CO. 


Exoal Paving Company 
P-O. BOX 16405 I 2230 Lemon Ave. 

Long Beach, CA 90806 
P (562) 599-58411 P (562) 591-7485 
license No. 6886591 DIR 1000003331 


ft JuHo Barrios 
Swlnarton Builders 


CONTRACT CHANGE ORDER PROPOSAL 

—._ Data April 29,2019 

_ COP No. 2 


Project 

Project Nol LAWA-fSA 


Excel Project No. 


1 ItamNou 

Description 

Quantity 

Unit 

Price 

Extant Ion 

1 

Bulletin #3: Furnish, deliver and Install 4* of asphalt concrete 

In areas of work that previously was shown as existing and 
protect In place. Approx; 11,250 sf 

1 

15 

$ 26490,45 

S 26,89045 

2 




1 

$ 

1- TOTAL 

$ 2649045 


Al_ OjggWAlTCTMS AND CONDITIONS OF ORIGINAL CONTRACT REMAIN IN FULL FORCE AND EFFECT. 


OlAWQE ORD ER NOTES AND CONMTlPNSi 

1 labor $ 3,043.00. 

2 Equipment $ 14&Q40 - 

3 material: $ 18,360.00 

4 15N:$ 3.50745 

5 Total $ 26,890.45 


Admowledied and Agreed 


SdfUt uc$ 


4 / 29/2019 


Eddlo ftodrtgue* 

PnftctlMani|«r 


D*t» 


Construction Minw 


Data 





MARKING LPT. 


-SAWOTT, TYP. 


JNGGATE, 




arCHAiN UMK 


♦PMW-5 


:EiCUR& 


iOKiTQRING 


IGHMAST 


HCGHWASTV 


WAlilflHCfi s 




ANTQNE T. 
FERMEUA. 


55543 




( CMU RETAINS 
| WftLUFENC 


♦MW 206D 
♦JJMW065. .. 




- REMOVE CENTER MEDIAN MARKING UP TO 
'' CROSS STREET INTERSECTION, SEE SHEET 
C501-C502 FOR PROPOSED MARKING 


cov 


COM- 


LEGENE 

-XX-REMOVE EXISTING FENCE 

MWu, » REMOVE EXISTING PAVEMENT MARKING 
XXXXXXXX REMOVE EXISTING UTILITIES LINE 

nnnn ABANDON existing utilities line in place 

rrp ] PULVERIZE EX. ASPHALT PAVEMENT SECTION TO A DEPTH OF ± 6’, EXISTING SECTION 
VARIABLE DEPTH 3' - 0“ AC / 8' -13' CTB 

gggsg&s REMOVE ASPHALT PAVEMENT SECTION, VARIABLE DEPTH AS NEEDED TO NEW CURB 
AND GUTTER BASE ELEVATION 
KB REMOVE CONCRETE PAVEMENT/CURB 

frjjrjjr] mill existing asphalt concrete pavement only, 4" ±, protect in place existing c 

IJToTkkS clear AND GRUB EXISTING GRASS AREA, RECONFIGURE EXISTING IRRIGATION 
ammSH SYSTEM AS REQUIRED 

*X MONITOR WELL ex SOIL VAPOR EXTRACTION WELL 

* X MONITOR WELL PERCHED ZONE ffl X TEST WELL 

PROPOSED UTILITIES TRENCH (STORM / ELEC 1 COMM / SEWER / WATER), SAWCUT 
AND REMOVE EXISTING SECTION VARIABLE DEPTH (3' - 6* AC / 6“ -13“ CTB) 

-PROJECT LIMITS / SAWCUT 

C ONSTRUCTION NOTES: 

B PROTECT EXITING FEATURE 

REMOVE EXISTING FEATURE 
(D SALVAGE EXISTING FEATURE 

(?) ADJUST FEATURE TO PROPOSED GRADE PER DETAIL 7 / CD211 
(?}S£E ELECTRICAL DEMOLUION PLANS E201 - E203 
(T)PLUG EXISTING STORM DRAIN PER DETAIL 1 / CD211 
(7) ADJUST MONITORING WELL TO GRADE PER DETAIL 4 / CD212 
(?) SEE WATER PLANS W201 - W203 
(7) ADJUST CATCH BASIN PER DETAIL 5 1 CD211 
@ REMOVE CMU WALL AND FENCE PER DETAIL 8 / CD211 
(7) REMOVE CMU RETAINING WALL AND FENCE PER DETAIL 9 / CD211 
@ REMOVE PORTABLE TRAILER & FOUNDATION PER DETAIL 4 / CD211 
(jj) REMOVE POLE MOUNTED SIGN PER DETAIL 3 / CD211 

@ REMOVE AND RETURN TO LAWA PNF EQUIPMENT (GATE/KIOSK/RFID/CAMERA/IT EQUIP) 

@ REMOVE AND SALVAGE FENCE APPURTENANCES PER DETAIL 2 / CD212 
LSjvONfTORiNG WELL DECOMMISSIONED AN D REMOVED BY OTHERS 

GENERAL NOTES: 

11. ALL DEBRIS SHALL BE WET AT TIME OF HANDLING TO PREVENT DUST. 

I 2. CALL FOR INSPECTION AT LEAST 24 HOURS BEFORE STARTING WORK. 

[ 3. ALL EXISTING UTILITIES AND STRUCTURES SHALL BE PROTECTED IN PLACE UNLESS OTHERWISE 
NOTED ON PLANS. 

I 4. ALL PAVEMENT TO BE REMOVED SHALL BE SAWCUT FULL DEPTH AT EDGES AND JOINT LINES. FULL 
DEPTH VERTICAL SAWCUTTING IS REQUIRED ALONG ALL ADJACENT PAVEMENT TO REMAIN. WHERE 
MILLING IS REQUIRED, SAWCUT SHALL BE TO THE DEPTH OF THE REQUIRED MILLING. 

15. FOR LAYOUT PLANS, SEEC211-C214. 

KEYMAP 


^ SCALE 1' = 20'-0" 





































A 

FIELD BVLLETIKfl 



WIB 

^fr 

F&OBUU£FIhl1 



3Eflf18 

A 

COfCFO AW SO PLAN S 



3/Zfl/lfl 

NO. 

c.^scn.FmaN 

Ch KC 

APFD 

DATE 


The HNTB Companies 
infrastructure Solutions 
w fe*i., sj- ioso 

tofcnptto.OAKViS 

Rw:r!H17-|J7T 


MATCHLINE - SEE SHEET CD202 


LAX 

Los Angeles 

World Airports 

los Angeles World Airperts 

AUXILIARY CURB PROJECT 

BUS DROP OFF DEMOLITION 
AND REMOVALS PLAN 1 

CTA ROADWAY AND SIDEWALK MODIFICATIONS/ PEDESTRIAN WALKWAY/AUXILIARY CURB 

SJBUTTCHE7 



«WT GifTjtfy 



B3S1 WEST CENTURY BLVD. 

LOS ANGELES, CA B0045 

WPM 

CHCCKCD 

TTF 

102 OF 249 | CD201 


AS NOTED 

DATE 

03/28/2019 

"20180516 


F-flXHMrEi tiinirYK 


2019-04-05_FieldBulletinNo3_Plans.pdf (3) (47% of Scale); Takeoff in Active Area: CCR1003A; CCR No. 1003A; 5-21-2018 7-3-19; 5/17/2019 09:33 AM 














































































































































































































































































































































MATCHLINE - SEE SHEET E212 


RELOCATED LIGHT POLE 


n>«4+i#8Gita 


(S PROPOSED ALPR CAMERA(S) SEE CE201 TO CE204 g DURING DURING SITE CONSTRUCTION 

-O NEW SINGLE HEAD LED LIGHT POLE PROPOSED MUOTSEWSOR SECURITY 

vV EXISTING ST REST LIGHT POLE TO REMAIN AS CAMERAS SEE CE201 TO CE204 

IS i RELOCATED EXISTING STREET LIGHT POLE ^ PROPOSED HARDSCAPING LIGHTING 

" inJ bi txmmemft in ground 

BOX OR AS NOTED ON THE PLAN. P ULL BOX 

□ 12"X12"X^'NEMA 3R SURFACE MOUNT J-BOX QcOIM CABLES. FIBER ANDiOR CAT6-J 

E3 CHARGING STATION WITH V STUB UP PVC CONDUIT ^ FIRST (A) LETTER FOR COMM. CABLE 
[W] NEMA 4X IN GROUND 50A POWER OUTLET TYPE FROM REFERENCE NOTES. 

Ufa| TWO 1" STUB UPS WITH PULL STRINGS IN A12X12 2ND LETTER (N) FOR QUANTITY OF TH 
HAND-HOLE FOR FUTURE KIOSK POWER / DATA OUTLET C0MM - CABLE - 
HI WATERPROOF, 4 PORTS USB PHONE CHARGERS. 

GENERAL NOTES: 

1. UNLESS NOTED OTHERWISE, PROTECT IN PLACE ALL POWER/COMM DUCTBANKS 

2. REFER TO CIVIL PLANS FOR INFO PERTAINING TO OTHER UTILITIES WITHIN THE AREA OF WORK 

3. PROVIDE FIRE SEALS AT EACH LOCATION WHERE THE CEILINGS OR WALLS ARE PENETRATED 

4. REFER TO SINGLE LINE FOR WIRE AND CONDUIT SIZES 

5. REFER TO DETAIL 5, SHEET E221 FOR LIGHT POLE DETAIL. THIS NOTE APPLIES TO ALL NEW AND 
RELOCATED LIGHT POLES. 


■rC4M+1fi8GN0 

2-C-4#1(j^12GM 

2XrCONOUrTOU 


■rG4lW*1f»fiGNa d 
2"C-4#10* S12GM3 1 
2X2" CONDUIT ONLY i 


rc-im*: 


REFRENCE NOTES: 


POLE MOUNTED SECURITY CAMERA(S). SEE 
CE201 TO CE204. 


I POWER/COMM DISTRIBUTION ZONE, PER 
DETAIL 7 / E221 


2TM«+f#8GND 


12) INSTALL RELOCATED STREET LIGHT POLE ON 
NEW FOUNDATION FERAPWA STANDARD PLAN 
443-0, INSTALL POLE WITH NEW GALVANIZED 
ANCHOR SOLIS (4) rX36"X4* 


CHARGING 


2T*2#10*1if1ZGND‘ 


m(1) 2" CONCRETE ENCASED DUCT W/ 1-12PR 
SMF FIBER CABLES TO EACH CAMERA 

@ mj&r MH PER DETAIL 3 / m2, WfOO (2\ 12 
PAIR SMF $ INNER DUCT STACK 


(IS) TRAFFIC RATED3o'X24" POWER PULLBjJXv 

(l4)(1) T CONCRETE ENCASED DUCT VW CAT6-A 
W CABLES TO EACH ACCESS POINT ANOfOfrv 
SECURITY CAMERAS, 7 


I INSTALL 12'COMMUNICATION PaE, PER 
DETAlt 1A022 , 


■rC-4#4*1A6GND 
2'C4#1(J-«12Gfjp 
2X2" CONDUIT ONLY 


I COMBINATION COMM ft LIGHT POLE. 
DETAIL 5/E221 


'•ZCWE-JPAWa- 

1—0 


■is)INSTALL 20' 

I0/E222.. 


(CATION PaE k PER DETAIL 


(?) TWO (2) POLE MOUNTED CISC0 1 S£Q SERIES 
OUTDOOR ACCESS POINTS WITH CAT6-A CABLE| 
OR APPROVED EQUAL 


2TO#4t3JBSGMD 
fC4#lO+1#12GND 
T CONDUIT ONLY 


2"C-2#0+1#1QGND -. 
I ' 


: M6) INSTALL (1) 2" CONCRETE ENCASED CONDUIT PER 
DETAIL 8/E221 

@(1)4- CONCRETE ENCASED DUCT FOR THE MAIN 


7v)2"'GALVANIZED STEEL CONDUIT.SURFACE 
“^MOUNTED AGAINST THE UNDER PATH CEILING 
WITH PULL STRING, SMF 20e+ 144 PR FIBER 
OPTIC CABLE & MAXCELL Sin 3 CELL FABRIC 
INNERDUCT BACK TO T1 MPOE, PER DETAIL 2 / 
E222 


2XWIIKX 2*3GND 
2“C-6W;:#8GND 
rC-Si? tO+- IVI2GND 
T CONDI IT ONLY 


— 2"C-2#1/O+1#0GND 
j EACH 


hSaiDGNl 


'INSTALL 4 BOLLARDS EQUALLY SPACED 
AROUND COMMUNICATION POLE. ALLOW 6" MIN 
BETWEEN FOUNDATIONS. SEE DETAIL 2 / S002. 


2"C-6#8+3#1&GND' 


[POLE MOUNTED ALPR CAMERA(S), SEE CE201 
TO CE204. 

(20) RECONFIGURE EXISTING SLIDE GATE OPERATOR 
TO ALLOW FOR INGRESS AND EGRESS TRAFFIC 
THROUGH GATE 

(TAILER'S LOCKABLE NEMA4X, 30A SWITCH 

DISCONNECT. INSTALL ON THE EXTERIOR BACKET) | NTERCE PT EXISTING STREET LIGHT CONDUIT 
WALL OF EACH TRAILER. 


m&tm 

4X6X4 CO?, J 


iPHONE CHARGING STATION 


'1"C-2#8 
+ lH12Gh'D 


‘2-C^JJIfOt2#eGND-^ 
■TC4IM*MGND ? 
2*C-6#10+1fl12GMD //; 
2" CONDUIT ONLY fff 


AND INSTALL NEW PULL0OX TYPE 2 PER CITY OF 
LA BUREAU OF STREET LIGHTING STANDARD 
DETAIL 1-201-1 


rcimmw- 

2'C4#1JO*f08GND 

r2#6+aFa+2iiioGNp, 


rC-2W*1#8GND 

2"G-2SJ0+1S!2GND 


KEYMAP 


rC*2#4*1#H 




■ PROPOSED PLANTER BOX, 


l^rnnrprxQrr 




1*0238 

♦1012GND 


ENGINFER STAMP: 


j 2'C-2#T/0*1MGND 


1 "02M 
+1W12GND 


■TC-2JM0 

+T*fl2GNO 


2"C-6#2/0+3#8GND (FOOD TRUCK) 
2"C-3#1/0+1#8 GND(BREAK-ROOM) 
2‘C-8#4+4#8GND (POWER ZONES) 
2"C-6#4+2#8GND+4//8+2#12GND 


“C-2#10+1#SGND' 


2"04£1/0+t*flGND 


S S Ho. E1SW9 

EXp.9/30/19 U. 


^-FOOD TRUCK 50A, 120V, 
POWER SUPPLY / / 


■2"O3S]i0*1MGND V 


The HNTfl Companies 
Infrastructure Solutions 

6033 YY. Ctmy flfri, 1050 
Losh>pi«tC4fto:5 

Phone: 31 CM 17-0777 


4XM4ftOMM« 


-NEW 12X12X4' 
NEMA 3R J-BOX 
TYP. 


LITTLE CENTURY 


^—(1)2' PVC UNDER GROUND CSnBUT 

ONE 2" RIGID STEEL FiRST COLUMN ACROSS CENTURY. 

CONDUIT STUB-UP 

SEE DETAIL 2 SHEET E222. 


WORLD WAY 




!!!!! 8 rri!!illilg 
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A\ 

FIELD BULLETIN S3 



■1-5/19 

As 

FIELD BUU.ETH S3 



4/1719 

A 

C0«f OfiwFD PLAKS 



3/28/19 


DESCRIPTION 

CHK'D 

APP'D 

DATE 


LAX 

Los Angeles 

World Airports 

Lax. Angciex World Airports 

AUXILIARY CURB PROJECT 

BUS DROP OFF PROPOSED 
ELECTRICAL LAYOUT PLAN 3 

CTA ROADWAY AND SIDEWALK MODIFICATIONS / PEDESTRIAN WALKWAY / AUXILIARY CURB 

&uiiwfT4&iiY - 

~~3n 3ra 4 i 

AS3T. jftPOWTJ ChOINCEH 

*rHi»a*ns EniNEEl^ 

6351 WEST CENTURY BLVD, 

LOS ANGELES, CA90CH5 

ORAWN 

WPM 

CHECKED 

MS 

^IHTNWUKA t 8 *®* 7 ■-, * *-* 

196 OF 249 [ E213 


'AS NOTED 

03/28/2019 

DWG NO, 

20180516 


* infliwj; anM 
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■PROJECT LIMITS. SEE CIVIL SHEETS 

r EXISTING TO ftEMAH PROTECT IN PLACE 
DURING DURING SITE CONSTRUCTION 
PROPOSED MULTI-SENSOR SECURITY 
=i *CAMERA(S), SEE CE201 TO CE204 
# PROPOSED HARDSCAPING LIGHTING 
Eg3'x5' COMMUNICATION IN GROUND 

@ PULL BOX 

COMM. CABLES. FIBER AND/OR CAT6-A. 
uvurcraiu smu urc wim r aiua urn/L, lajinuui i FIRST {A) LETTER FOR COMM. CABLE 

NEMA4X IN GROUND 50A POWER OUTLET TYPE FROM REFERENCE NOTES. 

TWO 1" STUB UPS WITH PULL STRINGS IN A12X12 2ND LETTER (N) FOR QUANTITY OF THE 
HAND-HOLE FOR FUTURE KIOSK POWER / DATA OUTLET COMM. CABLE. 


MATCHUNE - SEE SHEET E212 


RELOCATED LIGHT POLE 


2‘WjM+ISBGND- 


2%>4#4+1#eGND * 

rw#io+iifi2GiJo 1 

2X2" CONDUIT ONLY i 


2‘C4StO^#12GNp 
2X2" CONDUIT A 


REFRENCE NOTES; 


POLE MOUNTED SECURITY CAMERA(S), SEE 
CE201 TO CE204. 


i POWER/COMM DISTRIBUTION ZONE, PER 
DETAIL 7 / E221 


2"C-4#4+1#8GND 


INSTALL RELOCATED STREET LIGHT POLE ON 
NEW FOUNDATION PER APWA STANDARD PLAN 
443-0, INSTALL POLE WITH NEW GALVANIZED 
ANCHOR BOLTS (4) 1" X 36" X 4" 


CHARGING 5TAI 


12 i C’2#lQ+1tf12GND 


i (1) 2" CONCRETE ENCASED DUCT W/ 1-12PR 
SMF FIBER CABLES TO EACH CAMERA 


1 3'X5'X4' MH PER DETAIL 3 / E222, W/100' (2) 12 
PAIR SMF & INNER DUCT SLACK 


TRAFFIC RATED 36"X24" POWER PULL BOX 


-1WSGN0 


2"C-4#4+‘ 
rcjwia*ifii2Gj 
2X2" CONDUIT 0 


I INSTALL 12' COMMUNICATION POLE, PER 
DETAIL 1A/E222 


(1)2" CONCRETE ENCASED DUCT W/ CAT6-A 
CABLES TO EACH ACCESS POINT AND/OR 
SECURITY CAMERAS. 


COMBINATION COMM & LIGHT POLE, PER 
DETAIL 5 / E221 


INSTALL 20‘ COMMUNICATION POLE, PER DETAIL 
1B/E222 


(TWO (2) POLE MOUNTED CISCO 1560 SERIES 
OUTDOOR ACCESS POINTS WITH CAT6-A CABLEi 
OR APPROVED EQUAL 


2"C-6#4+3#8GND — 
rC€#10+1#12GND ^ 
V CONDUIT ONLY 

\ ©> 


INSTALL (1) 2" CONCRETE ENCASED CONDUIT PER 
DETAIL 0/E221 


(2* GALVANIZED STEEL CONDUIT.SURFACE 
MOUNTED AGAINST THE UNDER PATH CEILING 
WITH PULL STRING, SMF 2Be+ 144 PR FIBER 
OPTIC CABLE & MAXCELL 3in 3 CELL FABRIC 
INNERDUCT BACK TO T1 MPOE, PER DETAIL 2 / 
E222 


2'C4tfl/0i 238GND 
2 r G*6S4«S0GND 
*(l2GHD 
2* CONDI IT ONLY 


(1) 4" CONCRETE ENCASED DUCT FOR THE MAIN 
BACK BONE COMM LINE. 


lewrn 


— 2“C-2#1/0+1#8GND 
J EACH 


2*Ofl«^1(JGMO.- 

M 


INSTALL* BOLLARDS EQUALLY SPACED 
AROUND COMMUNICATION POLE. ALLOW 6" MIN 
BETWEEN FOUNDATIONS. SEE DETAIL 2 / SQ02. 


I POLE MOUNTED ALPR CAMERA(S), SEE CE201 
TO CE204. 


4X1X4 COM I 


RECONFIGURE EXISTING SLIDE GATE OPERATOR 
TO ALLOW FOR INGRESS AND EGRESS TRAFFIC 
THROUGH GATE 


|PHONE CHARGING STATION 


rc- 2 #a 

+1#12GND 


lo)TAKER'S LOCKABLE NEMA4X, 30A SWITCH 
^DISCONNECT, INSTALL ON THE EXTERIOR BACK( 21 * 
WALL OF EACH TRAILER ^ 


rO6ilCHl#l20ND / 

X T CONDUIT ONLY ji fli 


'INTERCEPT EXISTING STREET LIGHT CONDUIT 
AND INSTALL NEW PULLBOX TYPE 2 PER CITY OF 
LA BUREAU OF STREET LIGHTING STANDARD 
DETAIL L4D1r1 


rC-2fllO*1/f12GND 


2"C-3#1/0+1#8GND 


KEYMAP 




■PROPOSED PLANTER 




■ 2"C-4#4+1//8GND 


D1-B2.4 


SCALE 1 n = 20'-0" 


D'-g-JA 


TGrBBft. 

+1#12GND 


1*0*234 

*1SI2GND 


+&12GND 


■2"C-6#2/0+3#8GND (FOOD TRUCK) 
2"C-3#1/0+1#8 GND(BREAK-ROOM) 
2*C-8M+4#8GND (POWER ZONES) 
2"C-6/#4+2#8GND+4#8+2#12GND 


*2ff1/0*1#8GND 


■Z'C4P1/OHWGND 


R HO. E1SW3 ® 

A &P.3/30/U It 


Di^( 


FOOD TRUCK 50A, 120V 
POWER SUPPLY a / 


110+1 #8GND 


The HNTB Companies 
Infrastructure Solutions 

6033 W Century Blvd , Suits 1050 
Los Angeles, CA 90045 
Phone: 31W17-8777 


4X6X-ft0!UM, 


‘"NEW 12X12X4 
NEMA3R J-BOX 
TYP. 

-— 


LITTLE CENTURY 


^—(1J 2" PVe UNDER GROUND C0N0LII' 

■ONE 2" RIGID STEEL F | RS T COLUMN ACROSS CENTURY. 

CONDUIT STUB-UP 

SEE DETAIL 2 SHEET E222. 


WORLD WAY 





































A 

FIELD SULLBTtHrfT' ~ 



mr® 

A 

Field bulletins 



4/1/19 

/A 

CONFORMED PLANS 



3/28/19 


DESCRIPTION 

CHK'D 

APP'D 

DATE 


LAX 

Los Angeles 

World Airports 

Los Angeles World Airports 

AUXILIARY CURB PROJECT 

BUS DROP OFF PROPOSED 
ELECTRICAL LAYOUT PLAN 3 

CTA ROADWAY AND SIDEWALK MODIFICATIONS / PEDESTRIAN WALKWAY / AUXILIARY CURB 

SUftUFFlEOOY 



f iflPcATD pitiMf ejJ[ 

6351 WEST CENTURY BLVD. 

LOS ANGELES, CA 90045 

WPM 

CUtdttO 

MS 

PVtMSETrWUKHl 

196 OF 249 | E213 

* 

AS NOTED 

(&Tt 

03/28/2019 

GW$NE3. 

20180516 























































































































































































































































































































































































'PROJECT LIMITS, SEE CIVIL SHEETS 
' EXISTING TO REMAIN. PROTECT IN PLACE 
DURING DURING SITE CONSTRUCTION 
>PROPOSED MULTI-SENSOR SECURITY 
CAMERA(S), SEE CE201 TO CE204 


MATCHLINE - SEE SHEET E212 


RELOCATED LIGHT POLE 


2"C-Wl#BGND 


PROPOSED ALPR CAMERA(S) SEE CE201 TO CE2CM l 
HZI NEW SINGLE HEAD LED LIGHT POLE ^ 

EXISTING STREET LIGHT POLE TO REMAIN AS ** 

IS / RELOCATED EXISTING STREET LIGHT POLE 
* 12"X18" POWER IN GROUND PULL 
BOX OR AS NOTED ON THE PLAN. 

□ 12"X12"X4" NEMA 3R SURFACE MOUNT J-BOX 

E3 CHARGING STATION WITH 1" STUB UP PVC CONDUIT 
[T] FOOD TRUCK WATERPROOF, STAINLESS STEEL IN GROUND 50A POWER OUTLET 
m TWO 1" STUB UPS WITH PULL STRINGS IN A 12X12 

HAND-HOLE FOR FUTURE KIOSK POWER / DATA OUTLET 
E WATERPROOF, 4 PORTS USB PHONE CHARGERS, 

GENERAL NOTES: 

1. UNLESS NOTED OTHERWISE, PROTECT IN PLACE ALL POWER/COMM DUCTBANKS 

2. REFER TO CIVIL PLANS FOR INFO PERTAINING TO OTHER UTILITIES WITHIN THE AREA OF WORK 

3. PROVIDE FIRE SEALS AT EACH LOCATION WHERE THE CEILINGS OR WALLS ARE PENETRATED 

4. REFER TO SINGLE LINE FOR WIRE AND CONDUIT SIZES 

5. REFER TO DETAIL 5, SHEET E221 FOR LIGHT POLE DETAIL. THIS NOTE APPLIES TO ALL NEW AND 
RELOCATED LIGHT POLES AS WELL AS TO COMMUNICATION GANTRY POLES, 


rC-W*1f8GNO 
rc4im*itfi2GK 
2X2' CONDUIT OM 


• PROPOSED HARDSCAPING LIGHTING 
COMMUNICATION IN GROUND 
PULL BOX 


2'C-4M*1«KSND 
2X2" CONDUIT C> 


2"C-2#10+TI J 


REFRENCE NOTES: 


POLE MOUNTED SECURITY CAMERA(S), SEE 
CE201 TO CE204. 


iPOWER/COMM DISTRIBUTION ZONE, PER 
DETAIL 7/E221 


2"C-4#4+1#8GND 


12) INSTALL RELOCATED STREET LIGHT POLE ON 
NEW FOUNDATION PER APWA STANDARD PLAN 
443-0, INSTALL POLE WITH NEW GALVANIZED 
ANCHOR BOLTS (4)1'X 36'; X 4" 


CHARGING 


2 , G-2#lfl*1fl12GND- 


i (1) 2" CONCRETE ENCASED DUCT W/CAT 6 
CABLE TO CAMERA 


i3'X5'X4' MH PER DETAIL 3 / E222, W/100' (2) 12 
PAIR SMF & INNER DUCT SLACK 

' 

i INSTALL 12' COMMUNICATION POLE, PER/ 
DETAIL 1A/E222 


13) TRAFFIC RATED 36"X24%POWER PULL BOX 


2*C4#1CH-j!ifl2GNp 
2X2" CONDUIT 0 ILi 

ZO«&1 PANEL- * 


i COMBINATION COMM & LIGHT POLE, PER 
DETAIL 5/E221 


15) INSTALL.20' COMMUNICATION POLE, PER DETAIL 
^-■1B/E222 ‘ ' 


|TWO (2) POLE MOUNTED CISCO 1560 SERIES 
OUTDQOfrACCESS POINTS OR APPROVED 


rc-2&a+i3tcGNo 


INSTALL tt}? CONCRETE ENCASH) CONDUIT PER 
DETA!W/E2Z1 


rom*moQm 

?C-644+3fSGND 
2"C-6^10+1#12GND 
2" CONDUIT ONLY 


\2 ¥ GALVANIZED STEEL CONDUIT.SURFACE 
MOUNTED AGAINST THE UNDER PATH CEILING 
WITH PULL STRING, SMF 20e+ 144 PR FIBER 
OPTIC CABLE & MAXCELL 3in 3 CELL FABRIC 
INNERDUCT BACK TO T1 MPOE, PER DETAIL 2 / 
E222 


f1]4‘ CONCRETE ENCASED DUCT YW(2| 12 PR SMF 
AND MAXCELL y 3 CELL INNER DUCT 


2S8GND 

roWitf 8GND 

roww-amm 

2*CONDUIT ONLY 


2"C-2#1/0+1#8GND 

EACH 


: rCtiV&tiMDGNQ 1 - 


INSTALL 4 BOLLARDS EQUALLY SPACED 
AROUND COMMUNICATION POLE. ALLOW 6" MIN 
BETWEEN FOUNDATIONS. SEE DETAIL 2 / S002. 


■rC^WlO&lD- 


I POLE MOUNTED ALPR CAMERA(S), SEE CE201 
TO CE204. 


RECONFIGURE EXISTING SLIDE GATE OPERATOR 
TO ALLOW FOR INGRESS AND EGRESS TRAFFIC 
THROUGH GATE 


IPHONE CHARGING STATION 


1"C-2#8 

+1#12GND 


1q)TAILER'S LOCKABLE NEMA4X, 30A SWITCH 
^DISCONNECT. INSTALL ON THE EXTERIOR BACK^ 
WALL OF EACH TRAILER. V ^ 


! fc3#lflO*2#8GND^ s ^ 

, 2"C-6#4+3##8GND ffc 
'2"C-6#10+1#f12GND / .. 
■ y 2" CONDUIT ONLY 


INTERCEPT EXISTING STREET LIGHT CONDUIT 
AND INSTALL NEW PULLBOXTYPE 2 PER CITY OF 
LA BUREAU OF STREET LIGHTING STANDARD 
DETAIL L-201-1 _ _ 


2 l 'C-4#4+1#0GND - 
2"C-3#1/0+1#8GND 

hw^mmssm 


2"C-2#4+1#8GND 

2'C-»10+1#12GND 


KEYMAP 




rC-2rf®+1#12GND 




■PROPOSED PLANTER SOX.'m 


■2 r CW<>t*aGND i- 
. 2-C4WH1S6GND;- 


r rC4f4+1J 


2"C-4#4+1#8GND 




SCALE 1" = 20'-0" 


1"C-2#8 

+1#12GND 


ENGINEER STAMP: 




vc-m 

+1#12GND 


■rfc-2#io 

+&I2GND 


■2"C-6#2/0+3#8GND (FOOD TRUCK) 
2"C-3#1/0+1#8 GND(BREAK-ROOM) 
2"C-0#4+4#8GND (POWER ZONES) 
2"C-6#4+2#8GND+4#0+2#12GND 


firC- 2 # 1 lO* 1 fl 9 GND- 


2"C-4#1/0+1#8GND 


No. £15049 w 

Exp.9/30/1® /i 


Of w 


FOOD TRUCK 50A, 32QV, 
POWER SUPPLY ■ / 


■rc^uo+MND 


The HNTBCompaEiies 
Infrastructure Solutions 

6031W. CWLh*> moi. SUM 1050 
Los[AS(4! 

Phone: 310-417-8777 


■-T 


'“"NEW 12X12X4 
NEMA 3R J-BOX 
TYP. 


LITTLE CENTURY 


(1) 2" PVC UNDER GROUND^SNEHJlUO^WjPAT 


■ONE 2" RIGID STEEL first COLUMN ACROSS CENTURY. 

CONDUIT STUB-UP 

SEE DETAIL 2 SHEET E222. 















































A 

CONFORMED PLANS 

DESCRIPTION 

CHK’D 

APP'D 

3/25/19 

DATE 


! \ 

D'l 


t_ • 



j LAX 

Los Angeles 

World Airports 

Los Angeles World Airports 

AUXILIARY CURB PROJECT 

BUS DROP OFF PROPOSED 
ELECTRICAL LAYOUT PLAN 3 

CTA ROADWAY AND SIDEWALK MODIFICATIONS / PEDESTRIAN WALKWAY / AUXILIARY CURB 

suisymiein' _ 


ASST. CH1EJ tfteCflTC 


6151 WEST CENTURY BLVD. 

LOS ANGELES. CA90W5 

WPM 

MS 

JUjUlifT humkH ISHiEr * 

196 OF 249 1 E213 


SCALE 

AS NOTED 

DATE 

03/25/2019 

”20180516 


1UWH5 .Ejuawc 

































































































































































































































































































































































































TRANSMITTAL 

No, 00113 



SWINERTON 


Swlrwrton Builders 
17731 MttohellNMO 
Irvine CA 02614 
USA 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-SeH) DATE: 05/09/201B 

TO: LotAgflwWoridAiiportB RE: DA#5350A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronde_ JOB: 19055009 


| WE ARE SENDING: 

SUBMITTED FOR; 

ACTION TAKEN; 1 

. j Shop Drawings 

p] Approval 

Approved as Submlttsd 

i Latter 

[ Your Use 

”| Approved as Noted 

Prints 

1 As Requested 

1 Returned After Loan 

Change Older 

[~ Review and Comment 

[ j Resubmit 

n Plans 


[ Submit 

' ~| Samples 

SENT VIA; 

Returned 

Specifications 

|_(Attached ’Separate Cover 

1 Returned for Corrections 

n Other: 


| Due Date: 

| | Submittal: 


\7\ Other: CCR-1003A 


L/ffs Asm Pac kage Cede _ Rtv. Qt y Data Daacdptfon Stains 

1 Contract Documents DOC 1 - 05/09/2019 CCR-1003A Field Bulletin NoTs Open 


DOC CONTROL 


May 10, 2019 
8:05 am 



RECEIVED 



HEM ARKS: 


CC: 










Hie signatory below certifies that the information in this CCR la a true and accurate representation of the facts or the 
circumstances and that the requested time and/or compensation is a fair and accurate assessment of the impact to the beat of 
his/her ability to establish at the time of signing. 

CONTRACTOR 



Name: Daniel Thleameyer 


Tin.- Project Manager 





CONTRACTOR CHANGE REQUEST (CCR) 

Continued. 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CCR No. 1QP3A _ CCR Title: Field Bulle ti n 003 

CCR Date: _ 


Address: 865 S Figueroa Street 
Suite 3000 

Los Angeles, CA 90045 


r 


Contractor Swlnerton Builders 
Contract No.: DA-5305A 

Contract Title: ITF West - Interim Ground Access Project (IGA) 


Scope: Costs associated with Reid Bulletin 003. See attached CPCN #1003A for additional back up documentation. 




SWINERTON 


May 9,2019 


Loa Angeles World Airports 

1 World Way 

Los Angeles, CA, 90046 

Attn: John Fronda 

Subject: Swinerton Builders Job 19055009 - AVIA - LAX ITFW Enabling (Sub-To-Self) 
PCI No. 0008 


Dear Mr.Fronda, 

The contract adjustment required as a result of: 

All costs associated with Field Bulletin No. 3. 

CPCN 1003A Issued on 4/11/2019 
CD 004 Issued on 4/18/2019 


Swinerton Builders PCI No. 0008 Is 32,881.80. 

The Incorporation of this revision In to the contractual scope of work may have an Impact on our schedule, which 
Is yet to be finalized. Once determined, the Job schedule will be adjusted accordingly to show the effect of this 
revision on the final project completion date. The terms (cost and schedule Impact) of this change order request 
are subject to review and a requote If not accepted within days of Its Issuance. 

_X We HAVE proceeded with this revised work. Please Issue a formal change order. 

If you have any questions or comments pertaining to this matter, please contact the undersigned. 



Darquea We-v* - 


Project Executive 
Date:_ 





Quotation accepted by: 

Los Angeles World Airports 


John Fronda 

Date:_ 


Enclosures: 


PCI No. 


0008 


CD 0Q4_CPCN No. 1003A - Feld Bulletin No. 3 Cost Sheet 



Description; 


CD 004 FMd Bulletin 003 


lea 

B 


i 



2 


Taft Electric Change Order Request #003 

3 


Excel Paving Co. 

4 



5 



0 



7 



8 



9 



10 



11 



12 



13 



14 



15 



16 



17 



18 



19 



20 




Direct Cost 


Subguard (Subcontractor Default Inauranca} 
D-D Contingency 

Subtotal 

PAP Bond 
Insurance 
LA City GRT 

Fee 


TOTAL 


1 . 

2 . 

3. 

4. 


QuelHIoaOefic;: 


SWINERTON 

Change Item 


PCI No.: 0008 


QUANTITY 


1.00 

1.00 


: 


UNIT 


UNIT 


COOT 


TOTAL 

COST 


LS 
L LS 


>3,173.00 

$26.890.45 


$3,173.00 

$20,89045 


h 4 


$30,093.45 


1.20% 

$390.76 

0.00% 

No Contingency 


$30,424.21 

0.864% 

$284.10 

1.501% 

$483.56 

0.109% 

$35.84 

5.00% 

*1,944.00 


I32.M1.80 
































Los Angeles 
World Airports 

LANWIDE ACCESS JiODEXNIZAIIQM HOCSAM 

TO 


TRANSMITTAL 

fTF-WJk Interim Ground Acc*u (IGA) 

Project # DA-530SA 


|nafo 4MB'20 IQ 

pociirtU‘fit Conrir>( NirrntK-r 0 it 2 @ 

Transmitted To 

Transmitted ;By 


Acosta, Jose 

Swlnerton Builders 

865 South Figueroa Street 

Ste3000 

Los Angeles, CA 90017 

Tel: 

Fax: 

Fronda, John 

Los Angeles World Airports 
7301 World Way West 

6th Floor 

Los Angeles, CA 90045 

Tel: 424-848-5851 

Fax: 


j Package Transmitted For 

pslhiend Via 

Tkeefelfig Number 

CD-0004-PDG Field Bulletin No. 3 201804-18 


CD-0004-PDG 


[Item# Qty n«n 

Reference 

Description 

Notes 

0001 


CD-0004-PDG Field Bulletin No. 3 201944-18 

Cct Name 

Company 

Phone 

injtfl 

Acosta, Jose 

SWIBUI 


Jaoosta@swlnerion.com 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

Banda, Starlene 

LAMP 

424-640-6785 

sbanda@lawa.org 

Barrios, Julio 

SWIBUI 


Jbarrloa@swlnarten.coni 

Bernardo, Bemardlta 

LAWA 

424-648-6732 

BBERNARDO@Jawa.org 

Blllesback, Richard 

LAWA 


rblllsabaohQlawa.org 

Cabanlllfi, Fernando 

LAWA 

424-646-7039 

fbabanllls@lawa.org 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

Chang, Christian 

LAWA 


cchang@lawa.org 

Controls, Doc 

SWIBUI 


LAX-ITFW lswfnerten.com 

Darquee, Michael 

SWIBUI 


mdarquea@awlnerton.com 

Etazazlsn, Ate 

SWIBUI 

949-538-6467 

ata.etezaztanQswlnerton.com 

Flores, Joseph 

LAWA 


jf1oree2@lawa.org 

Fronda, John 

LAWA 

424-646-5651 

Jfronda@lawa.org 

Harris, Anthony 

LAWA 


aharris@lawa.org 

Hernandez, Christian 

LAWA 

424-648-7549 

chsmandez6Qlawa.org 

Jackson, David 

LAWA 

424-646-5744 

DJackson@lawa.org 

Kiss, Debra 

LAWA 

424-648- 

dklss@lawe.org 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swlnerton.com 

Molina, Vlvlane 

LAWA 

424-646-7519 

VMOLINA@iawa.org 

Montoya, Joaquin F. 

LAWA 


Jmontoya@tawa.org 

Mudragado, Danny 

LAWA 

424-648-7354 

dmudragada@lawa.org 

Nevarez, Ceriotta 

LAWA 

424-646-6738 

cnavarez@lswa.org 

Pennington, Brian 

LAMP 

424-646-8596 

bpennlngton@lewa.org 

Powers, Crystal 

LAMP 

424648-7534 

cpowem@lawa.org 

Rios, Antonio 

LAWA 

213-896-7306 

arioe@tawa.org 

Soriano, Laurel 

LAWA 


lsorlano@tawa.org 

Soung, Tony 

LAWA 


tsoung@lawa.org 

Sturgh, Zach 

SWIBUI 


zsturgls@ewlner1on.com 


Status 


Copies 


1 

1 






Transmittal 

Standard LAWA Transmittal V3. Main 


ITF-W_AIntsrlm Qrawid Acc*.» (IOA) Prq|astf DA-U06A 


Trains, John 

SWIBUI 


JohfullralnflfgBwlnefton^orn 

Vanzor, Robert 

LAMP 

424-040-7583 

rvenzon@lawB^)fg 

Vlltarroal, Ronrla 

LAWA 

424-046-6735 

RVILLARREALOIawa.org 

Wood, John 

SWIBUI 


JwodOwvfntrton.com 

Woods, Stave 

LAMP 

213-330-9321 

swooda@fawa.orB 


!F»s Codf/Rsm»ras: 
S.4 


by: (Print mw bod i Ign) 




lYrwmJttxipy ft— Ida, John SJgnKSDds 





Los Angelas 
World Airports 


Change Directive 


ContractonSwInerton Builders 

Los Angeles World Airports 

Change Directive Number 0004 

Chengs Directive TWo: Field Bulletin No. 3 


CGMP No: 

Sub Project: 



Terminal: 

Reference Document: 

RFI No: 

Bulletin No: 

CPCN No: 

Field Directive No: 

1003A 

0002 

Other Reference: 



1 ■ |0 Contractor Is directed to provide a Contractor Change Request(CCR) within 21 days for the 

3 Extra Work defined herein, 
j Changed Work defined herein. 

2 - 0 CPCN No(s) 1O03A Is detennlned to have merit. 

J0 Proceed with the work described herein for an amount Not to Exceed $0.00 untl such time as work 
Is completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to 
be maintained and submitted for all of thle work performed prior to completion of the negotiations or 
up to the Not-To-Exceeti amount, whichever comes first. Contractor shall provide fbrty-elght(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorisation shall felly comply with General Conditions - (Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a dally Itemization of all such coats In such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


4. [0 Proceed as described herein on an Agreed/Lump Sum Price Basis In the amount of $0.00. 

5. □ Contractor Is directed to Stop/Ellmlnate the work Immediately and provide a credit Contractor 

Change RequestyCCR) within 21 days for the applicable work eliminated herein. 


Date: 4/18/2019 
Contact Christian Chang 
Contact No: 







Los Angeles 
World Airports 


Change Dtmcflve Number: 
Change Directive TWe: 


Direction: 



0004 

Field Bulletin No. 3 


Loa Angetoe World Airports 

7301 Wbrfd Why Vfeel 
10th Floor 

Los Angelas, CA 00045 


Reference la made to ITF-W_A Interim Ground Access (IGA) CPCN No. 1003A, Field Directive No. 0002, and 
Field Bulletin No. 0003. 


CPCN 1003A Is determined to have merit. 


Field Bulletin No. 0003 consists of modifications and clarifications to paving and electrical drawings. 

Contractor shall provide labor, materials, end equipment required for paving and electrical 
modlflcatfons/clarfflcatlone contained In Field Bulletin No. 0003. 


Contractor shall submit a Contractor Change Request (CCR) with cost breakdown, Including any CREDIT due to 
LAWAfor Bulletin No. 0003, for LAVUA review and approval. 



LAMP Program Executive 

me 


Note: Standard Board authorized amount 
Is up to $150,000 





TRANSMITTAL 

No, 00045 



SWINERTON 


Swlnerton Builds,* 
17731 Mitchell N 200 
Irvine CA 02614 
USA 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-Self) 

TO: Los Angeles World Airports 
1 World Way 
Los Angetaa CA 90045 


DATE: 04/11/2019 
RE: OAA5350A 


ATTN: Johr Fronds job: 19055009 


| V/E ARE SENDING; 

SUBMITTED FOR; 

ACTION TAKEN- | 

Shop Drawings 

MI 

Approval 

Approved aa Submitted 

Letter 

Your Use 

Approved as Noted 

: Prints 

i 

As Requested 

H Returned After Loan 

| i Change Order 

Review and Comment 

Reeubmlt 

Plana 


, Submit 

Samples 

SENT VIA: 

Relurned 

PI Specifications 

| /{Attached [JSeparate Cover 

Returned for Corrections 

[ | Other: 


Due Date: 

| | Submittal: 


iy/ Other: CPCN1003A 


Line Item package 

1 CPCN100^ 



Code 

Fiald Bulletin 3 


Rev- Qty Due Doacripthn 

1 04/11/2019 CPCN1003A Field Bulletin 3 


Statue 

Open 


DOC CONTROL 
Apr 11,2019 
i 8:05 am 
RECEIVED 


REMARKS: 














Click Here 
to udd your logo here 


CONTRACTOR POTENTIAL CHANGE NOTICE (CPCNJ 


To: Project Manager, LAW A LAMP 
B090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1003A CPCN Title: Fi «M Bulletlng No. 3 

CFCN Date: 04/11/19 


Contractor: Swlnerton Address: 865 S. Figueroa St Suita 300 

LAWA Contract No: DA-6305A Los Angeles, CA 90045 

Contract Title: ^ West Fro J®d * Interim Ground Access Project (IGA) 

TYPE OF CPCN: 

In accordance with Contract Clause: 

□ Extra Work - Additional Scope (Explain in detail below) 

I Changed Work - Change in Scope (Explain in detail below) 
g Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: i LAWA □ Third Party □ Force Majeure (Explain in detail below) 


Reference Documents: RFINo: CD No: FDNo: Other: FBNo.3 


Description of Potential Change: PCI 008 Swlnerton is currently evaluating cost and schedule Impacts associated with 
Fifed Bulletin No.3 plan modifications. The evaluation will consist of scope review end pricing of all plan modifications 
contained In Field Bulletin No. 3. Swlnerton Is currently gathering pricing from Impacted Imdes/aubcontrsclors. Once 
pricing Is gathered and finalized, Swlnerton will submit CPCN 1003A-R1 which will Indicated the total cost Impact 
pertaining to Field Bulletin No.3. 


Rough Order of Magnitude: $ TBD _ Estimated Time Impact: TBD _ 

Justification of Potential Change (Why fa this necessary?) Scope modifications In Field Bulletlng No. 3 Include revised 
strategy paving plan clarification, provided additional Information on shut off valve tor modular office and modular restroom 
water connections, added CAT 6 cable for the modular break room and the modular restroom, provided additional notes to 
Sheets C502 and C503, addressed queatlons noted on RFI #03 pertaining electrical, irrigation and water connections. In 
addition to adding communication pole & lighting pole details. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the forte or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of die 
impact to the best of his/her establish at the time of signing. 

CONTRACTOR: 


N&niG: Michel Oarquaa 


Signature: 



Title: 


Date: 


Project Executive 


4/11/IB 






PCO #003 


toft Electric Project: 8110 - 8110 fTF-Wtat Interim Ground Acorn 


28074 Avenue Hall, Unit 7 
Valencia, California 01385 
Phone: (681)736-4226 

Fax: (681) 607-0376 



6351 West Century Blvd 
Los Angelas. Callfomla 90045 

Change Order Request #003: 

CE #003 - Bulletin #3 Changes 

TO: 

Swlnerton Builders 

066 South Figueroa St, Suite 3000 

Los Angeles California, 00017 

FROM: 

Taft Elsctric Company 

1694 Eastman Avsnus 

Manton Callfomla, 03003 

PCO NUMBER/REVISION: 

003/0 

CONTRACT 

1 - 8110 ITF-West Interim Ground Acoavs 

Prime Contact 

REQUEST RECEIVED FROM: 


CREATED BY: 

Steve Steinberg (toft Electric Company) 

STATUS: 

Pending - In Review 

CREATED DATE: 

4/12/2019 

REFERENCE: 


FIELD CHANGE: 

No 

SCHEDULE IMPACT 


LOCATION: 




TOTAL AMOUNT 

13,173.00 


POTENTIAL CHANGE ORDER TITLE: CE #003 - Bulletin #3 Changes 


CHANGE REASON: Client Requeet 


POTENTIAL CHANGE ORDER DESCRIPTION: (Tfm Contmct /« Chang*? As Follow*) 

CE #003 - Bulletin #3 Chances 

Our quoted prloe for the referenced change Ic stated above. 

Bulletin #3 Changes 

Attached la baok-up to support this addltfonei scope. 

This change proposal Is based on the usual coat elements such as labor, materials, and markup and doaa not Include any amount for Impacts such aa 
Interference, trade stacking, disruptions, rescheduling, changes In the sequence of work, delays, indfor associated acceleration. We expressly reserve 
our right to submit our request for any of these Item should we be faced with performing wort under any of these conditions. 

This cost proposal supersedes all previously submitted cost proposals relating to this sama work. The work of other trades which may be required to 
complete this change order Is not part of this proposal. 

This quote Is valid for 38 calendar days from the above date. Wa raserve our right to re-quote this change proposal should tot approval taka longar than 
30 days. 

EXCLUSIONS: 

1. Removal of all Trench end Aaphatt Spoils 

2. Any shift work, holiday work, or overtime labor, all work Is to be performed during normal working hours Monday-Frfday between 7AM A 3:30PM 

3. Any end all parte and labor not specifically fitted above. 

4. Any abatement Including asbestos removal or containment. 

5. Any permits or few. 

6. Any coals sstodated with the design, engineering (Including wet stamps), or approval process. 


ATTACHMENTS: 

Pjgfissal - FCO 3- BuMfl #3 Changes Taft - Rev 1 .Pdf ConEaLCost Code Report PCO 03 - Taftodf 


toft Electric 


page 1 of 1 


Printed On: 5/3/ 2010 00 37 AM 





TAFT ELECTRIC CHANGE ORDER REQUEST 


project: ITF West Ground Access 


COR DESCRIPTION: 


Bulletin #3 Change* 


TEC COR#: PCO#3 

CUST RFWte__ 

DATE: 5/2/2010 


AKE OFF 


DESCRIPTION 



MATERIAL 


1,64 
$ 0.00 
$ 0.00 
$ 0.00 
$ 0.00 
$0.00 
$ 0.00 
$0.00 
$ 0.00 
$0.00 
$0.00 
$0.00 


$231.04 


HOURS 


22.83 

0,00 




TAKEOFF MATERIAL 


% 

DESCRIPTION 

AMOUNT 

3.00% 

CONSUMABLES 

$6.96 

0.50% 

SALES TAX 

$22.50 

0.00% 

MATERIAL HANDLING 

$0.00 

0.00% 


10.00 


SUBTOTAL MATERIAL 

$1*1.14 

16.00% 

OVERHEAD & PROFIT 

$30.17 


TOTAL TAKEOFF MATERIAL 


pour 


MATERIAL 


AMOUNT 


$0,00 

$0.00 

90.00 

$0.00 

$0.00 

$0.00 


SUBTOTAL QUOTES 

$0.00 

9J0% 

SALES TAX 

$0.00 

3.00% 

MATERIAL HANDLING 

$0.00 

0.00% 


$0.00 

0.00% 


SO.OO 


SUBTOTAL QUOTE* 

*0.00 

0.00% 

OVERHEADS PROFIT 

$0.00 


TOTAL QUOTES 

10.00 




BUBTOTAL SUBCONTRACTS 

$0.00 

5.00% 

OVERHEAD ft PROFIT 

$0.00 


TOTAL SUBCONTRACTS 

$6*0 


TYPE HOURS OTffiATE AMOUNT 


CREW 22.83 $88.33 $2,000.04 

General Foremvr 16% $0.00 $300.01 

0.00 $ 0.00 $ 0.00 

PRECON (8%) 0.00 $0.00 $0.00 

SAFETY OFFICER (2%) 0.00 $0.00 $0.00 

FIELD A88ISTANT [5%) 0.00 50,00 $0.00 



SUBTOTAL LABOR 

$2,mH 



$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


50.00 

0.00% 

_ 

SUBTOTAL LABOR 

OVERHEAD SPROFrr 

njN.01 

$0.00 


$2,380.01 


1.00% 

AS BUILTS / CAM'S 

$20.00 

0.00% 

PERMTT FEES 

$ 0.00 

1.00% 

MISC TOOLS AND EQUIPMENT 

$20.00 

0.00% 

CAD /DRAFTING 

$0.00 

0.00% 

4 PLAN COPES 01 .ME 

$0.00 

0.00% 

SAFETY (GLOVE, GLASSES, ETC) 

$o.oa 

0.00% 

EQUIPMENT RENTAL 

$0.00 

0.00% 

CRANE/FORKLIFT 

$0.00 

1.00% 

JOB TRUCK 

$26.00 

0.00% 

MANUFTS 

$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0,00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

0.00% 


$0.00 

3.00% 

WARRANTY 

$78.01 

0.00% 


$0.00 


SUBTOTAL DJE 

<166.01 

0.00% 

OVERHEAD 4 PROFIT 

$0.00 

™- 

TOTAL DJE 

1166.01 


CHANGE REQUEST SUMMARY 


TAKEOFF MATERIAL 

$300.31 


QUOTED MATERIAL 

$0.00 


SUBCONTRACTORS 

$0.00 


LABOR EXPENSES 

$2,300.06 


DIRECT JOB EXPENSE! 

$166.02 


SUBTOTAL CHANCE REQUEST 

6178641 

18% 

OAF 

$413.46 

0.10% 

C8y or Lee Angete BuMfneas Tax 

$3.17 

0.00% 


$0.00 

0.00% 

BOND COSTS 

<0.00 


CHANGE PROPOSAL TOTAL 

W.173 
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Excel taring Company 

P-O. Box 16405 | 2230 Union Ave. 

long Bench, CA 90806 
P (562) 599-58411 P (562) 591-7485 
Uorae No. 6886591 DIR 1000003391 


lb Julk> Barrlot 
Swlnerton Builder* 


CONTRACT CHANGE ORDER PROPOSAL 

_ Pete April 29,2019 

_ COP No. 2 


__ Excel Project No. 

Project No. lAWA-fSA 


| KomNou 

Description 



Price 

Extension 

1 

; ;- . j ; > B jTjTIt." AT*H ■ /.. ‘ I" f 1 1 t * 

H 

n 


$ 26,89045 

2 

— 




mmm 

$ 

--- TOTAL 

$ 2649045 


AU OWfllNAl TERMS A HP CONPmONS OF ORIGINAL CONTRACT 1 REMAIN IN FUU FORCE AND EFFECT. 


CHANGE ORDER NOTES AND CONDITIONS; 

1 tabor; $3,043.00. 

2 Equipment $l,9&aO0- 

3 material: $ 18',360.00 

4 15N:$ 3,50745 

5 Total: $26,89045 


Admewf edged and Agreed 


Eddie 


4/29/2019 


fddfa RodrffUft* 
Projoet Mtarugtf 


Data 


lulo Barrios 
Construction Miruifv 


Data 










Los Angeles 
World Airports 




Change Directive 


ContractorSwinerton Builders 

Los Angeles World Airports 


Change Directive Number: 0004 


Date: 4/18/2019 


Change Directive Title: 

Field Bulletin No. 3 


Contact: Christian Chang 

Contact No: 

CGMP No: 

Sub Project: 


Terminal: 

Reference Document: 

RFI No: 

Bulletin No: 

CPCN No: 1003A 

Field Directive No: 0002 

Other Reference: 



jx | Contractor is directed to provide a Contractor Change Request(CCR) within 21 days for the 
Extra Work defined herein. 

Changed Work defined herein, 

2 - |x | CPCN No(s) 1003A is determined to have merit. 

* □ Proceed with the work described herein for an amount Not to Exceed $0.00 until such time as work 

is completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to 
be maintained and submitted for all of this work performed prior to completion of the negotiations or 
up to the Not-To-Exceed amount, whichever comes first. Contractor shall provide forty-eight(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorization shall fully comply with General Conditions - ( Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a daily itemization of all such costs in such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


□ 

□ 


4, | | Proceed as described herein on an Agreed/Lump Sum Price Basis in the amount of $0.00. 

5. I I Contractor is directed to Stop/Eliminate the work immediately and provide a credit Contractor 

Change Request(CCR) within 21 days for the applicable work eliminated herein. 














Change Directive 


Change Directive Number: 
Change Directive Title: 


0004 

Field Bulletin No. 3 


Los Angeles World Airports 

7301 World Way West 
10th Floor 

Los Angeles, CA 90045 


Direction: 

Reference is made to ITF-W_A Interim Ground Access (IGA) CPCN No. 1003A, Field Directive No. 0002, and 
Field Bulletin No. 0003. 

CPCN 1003A is determined to have merit. 

Field Bulletin No. 0003 consists of modifications and clarifications to paving and electrical drawings. 

Contractor shall provide labor, materials, and equipment required for paving and electrical 
modifications/clarifications contained in Field Bulletin No. 0003. 

Contractor shall submit a Contractor Change Request (CCR) with cost breakdown, including any CREDIT due to 
LAWAfor Bulletin No. Q003, for LAWA review and approval. 



oy/tlfeotl 

oAiva- PPC? 


Authorization 



LAMP Program Executive 


Note: Standard Board authorized amount 
is up to $150,000 


Title 











TRANSMITTAL 

No, 00045 



Swinerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


Swinerton 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-Self) DATE: 04/11/2019 

TO: Los Angeles World Airports RE: DA#5350A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Fronda JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: | 

"1 Shop Drawings 

~~ Approval 

] Approved as Submitted 

" Letter 

Your Use 

Approved as Noted 

~j Prints 

As Requested 

, ~ Returned After Loan 

i Change Order 

Review and Comment 

Resubmit 

J Plans 


j Submit 

[ 1 Samples 

SENT VIA: 

Returned 

| Specifications 

[^Attached [~^| Separate Cover 

Returned for Corrections 

J Other: 


Due Date: 

] Submittal: 


[7| Other: CPCN 1003A 


Item Package 

Code 

Rev. Qty Date Description 

Status 

CPCN 100| 1 

Field Bulletin 3 

1 04/11/2019 CPCN 1003A Field Bulletin 3 

Open 


DOC CONTROL 


Apr 11, 2019 
8:05 am 



RECEIVED 



REMARKS: 


CC: 


































Click Here 
lo add your logo here 


CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1003A CPCN Title: Bulleting No. 3 

CPCN Date: 04/11/19 


Contractor: Swinerton Address* 865 s> F '9 ueroa St. Suite 300 

LAWA Contract No* DA-5305A Los Angeles, CA 90045 

Contract Title: West Pro i ect - Interim Ground Access Project (IGA) 

TYPE OF CPCN: ^ 

In accordance with Contract Clause: 
a Extra Work - Additional Scope (Explain in detail below) 

B Changed Work - Change in Scope ( Explain in detail below) 

B Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: i LAWA □ Third Party □ Force Majeure ( Explain in detail below) 


Reference Documents: RFI No: CD No: FD No: Other: 


Description of Potential Change: PCI 008 Swinerton is currently evaluating cost and schedule impacts associated with 
Filed Bulletin No.3 plan modifications. The evaluation will consist of scope review and pricing of all plan modifications 
contained in Field Bulletin No. 3. Swinerton is currently gathering pricing from impacted trades/subcontractors. Once 
pricing is gathered and finalized, Swinerton will submit CPCN 1003A-R1 which will indicated the total cost impact 
pertaining to Field Bulletin No.3. 


Rough Order of Magnitude: $ Estimated Time Impact: TBD 


Justification of Potential Change (Why is this necessary?) Scope modifications in Field Bulleting No. 3 include revised 
strategy paving plan clarification, provided additional information on shut off valve for modular office and modular restroom 
water connections, added CAT 6 cable for the modular break room and the modular restroom, provided additional notes to 
Sheets C502 and C503, addressed questions noted on RFI #03 pertaining electrical, irrigation and water connections. In 
addition to adding communication pole & lighting pole details. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the facts or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 

CONTRACTOR: 


Name* Michel Darquea 


Title* Project Executive 


Signature: 



4/11/19 









CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

Continued. 

To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1003A CPCN Title: Fie| d Bulleting No. 3 

CPCN Date: 04/11/19 


Contractor: Swinerton Address: 865 S. Figueroa St. Suite 300 

LAWA Contract No: DA-5305A Los Angeles, CA 90045 

Contract Title: *TF West Project - Interim Ground Access Project (IGA) 


Description of Potential Change: PCI 008 Swinerton is currently evaluating cost and schedule impacts associated with 
Filed Bulletin No.3 plan modifications. The evaluation will consist of scope review and pricing of all plan modifications 
contained in Field Bulletin No. 3. Swinerton is currently gathering pricing from impacted trades/subcontractors. Once 
pricing is gathered and finalized, Swinerton will submit CPCN 1003A-R1 which will indicated the total cost impact 
pertaining to Field Bulletin No.3. 







Los Angeles 
World Airports 


TRANSMITTAL 



TM 


LANDSIDE ACCESS MODERNIZATION PROGRAM 


ITF-W_A Interim Ground Access (IGA) 

Project# DA-5305A 


1 Date: 4/9/2019 



Document Control Number: 0076 | 

Transmitted To 



Transmitted By 


Acosta, Jose 



Fronda, John 


Swinerton Builders 



Los Angeles World Airports 


865 South Figueroa Street 



7301 World Way West 


Ste 3000 



8th Floor 


Los Angeles, CA 90017 



Los Angeles, CA 90045 


Tel: 



Tel: 424-646-5851 


Fax: 



Fax: 


Package Transmitted For 



Delivered Via 

Tracking Number 

FD-0002-PDG Field Bulletin #3 2019-04-09 



FD-0002-PDG 

Item# Qty Item 

Reference 

Description 

Notes 

Status 

0001 

0041 

FD-0002-PDG Field Bulletin #3 2019-04-09 



Cc: Name 

Company 

Phone 

Email 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bernardita 

LAWA 

424-646-6732 

BBERNARDO@lawa.org 

1 

Boboc, Roland 

SWIBUI 


RBoboc@swinerton.com 

1 

Cabanilla, Fernando 

LAWA 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

1 

Chang, Christian 

LAWA 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAWA 


jflores2@lawa.org 

1 

Fronda, John 

LAWA 

424-646-5851 

jfronda@lawa.org 

1 

Gogna, Bernardo 

LAWA 


bgogna@lawa.org 

1 

Guitierrez, Tony 

SWIBUI 


Jgutierrez@swinerton.com 

1 

Harris, Anthony 

LAWA 


aharris@lawa.org 

1 

Hernandez, Christian 

LAWA 

424-646-7549 

chemandez6@lawa.org 

1 

Kiss, Debra 

LAWA 

424-646- 

dkiss@lawa.org 

1 

Lu, Harry 

SWIBUI 


hlu@swinerton.com 

1 

Molina, Viviana 

LAWA 

424-646-7519 

VMOLINA@lawa.org 

1 

Mudragada, Danny 

LAWA 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAWA 

424-646-6738 

cnevarez@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

1 

Rios, Antonio 

LAWA 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAWA 


lsoriano@lawa.org 

1 

Soung, Tony 

LAWA 


tsoung@lawa.org 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swinerton.com 

1 

Traina, John 

SWIBUI 


John.Traina@swinerton.com 

1 







Transmittal 

Standard LAWA Transmittal V3 - Main 


1 
1 
1 

file <5odfefRenianks: 

Please see attached Field Bulletin #3 dated April 5, 2019 to be incorporated into the Contract Documents for ITF-W IGA 
Project. 

11.7 


ITF-W.A Interim Ground Access (IGA) Project # DA-5305A 

Villarreal, Ronnie LAWA 424-646-6735 RVILLARREAL@lawa.org 

Wood, John SWIBUI jwood@swinerton.com 

Woods, Steve LAMP 213-330-9321 swoods@lawa.org 


Received by: (Print name and sign) 


Signed Date 


Transmitted by Fronda, John 


Signed Date 





Los Angeles 
World Airports 

UNIlSIl^f rtCCkii MCHJI&MliATlCN ftlUClkftM 


FIELD DIRECTIVE 


LAWA Contract No: 

DA-5305A 


Contract Title: 

ITF-W_A Interim Ground Access (IGA) 


Contractor: Darquea, Michael Address: 865 South Figueroa Street 

Swinerton Builders Ste 3000 

Los Angeles, CA 90017 


Field Directive No: 

0002 

Date: 04/05/2019 1 

Field Directive Title: 

Field Bulletin #3 

Author: Chang, Christian 

CGMP No.: 

Sub-Project: 

Terminal: 

Reference Document: 

RFI No. 

CPCN No. 

Other Reference Docs: 

Bulletin No. 3 Correction Notice No. 

Doc No. 

I —| Proceed with the Work described herein. CPCN No. N/A is found to be without Merit. 

*— 1 be included in the contract 

fxl Proceed with the direction described herein. 

The subject work is found to 

|~1 Other 
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SECTION 32 11 26 - PULVERIZED MISCELLANEOUS BASE 


PARTI GENERAL 

1.1 RELATED DOCUMENTS 

A. Drawings and general provisions of the Contract, including General and Supplementary Conditions 
and Division 01 Specification Sections, apply to this Section. 

1.2 SUMMARY 

A. The Contractor shall perform all work required by the plans and specifications for Subbase for 
pavement areas as shown on the Plans and in accordance with Section 200-2.8, Pulverized 
Miscellaneous Base and other pertinent sections of the Standard Specifications for Public Works 
Construction, Public Works Standards, Inc., 2018 edition (Greenbook) as modified herein. 

1.3 PERFORMANCE REQUIREMENTS 

A. Any work performed under this section which fails to meet the requirements stated herein will be 
considered defective and, unless another remedy is stated, shall be removed and replaced at the 
Contractor’s expense. 

1.4 SUBMITTALS 

A. Submittals required for this item include, but are not limited to: 

1. Pulverized Miscellaneous Base 

PART 2 PRODUCTS/MATERIALS 

2.1 SUBBASE 

A. Materials for use as untreated base or subbase shall be classified in the order of preference as 
follows: 

1. Crushed Aggregate Base 

2. Crushed Miscellaneous Base 

3. Pulverized Miscellaneous Base 

4. Processed Miscellaneous Base 

5. Select Subbase 

PART 3 EXECUTION 

3.1 All provisions of Section 200-2.8, Pulverized Miscellaneous Base and other pertinent 
sections of the Standard Specifications for Public Works Construction shall apply. 

END OF PULVERIZED MISCELLANEOUS BASE SPECIFICATION 
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MATCHLINE - SEE SHEET G201 
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BUS DROP OFF DEMOLITION 
AND REMOVALS PLAN 1 


GENERAL NOTES: 

1 ALL DEBRIS SHALL BE WET ATTIME OF HANDLING TO PREVENT DUST. 

2. CAU. FOR INSPECTION AT LEAST 24 HOURS BEFORE STARTING WORK. 

3 ALL EXISTING UTILITIES AND STRUCTURES SHALL BE PROTECTED IN PLACE UNLESS OTHERWISE 
NOTED ON PLANS 

4 . AlL PAVEMENT TORE R&JCtfD SHALL HE SAACuT FULL DEPTH AT EDGES AND JOINT LINES. FULL 
DEPTH VERTICAL SAWCUTT1NG IS REQUIRED ALONG ALLADJACENTPAVEMENTTO REMAIN WHERE 
MILLING IS REQUIRED, SAWCUT SHALL BE TO THE DEPTH OF THE REQUIRED MILLING 

5. FOR LAYOUT PLANS, SEE C211 - C2I4 
































































































ABANDON EXISTING UTILITIES LINE IN PLACE 

■ PULVERIZE EX. ASPHALT PAVEMENT SECTION TO A DEPTH OF ± 6', EXISTING SECTION 

vApuflti kpih r .r«Jr*tr era 

REMOVE ASPHALT PAVEMENT SECTION. VARIABLE DEPTH AS NEEDED TO NEW CURB 
AND GUTTER BASE ELEVATION 


REMOVE CONCRETE PAVEMENT/ CURB 


pTjJj MILL EXISTING ASPHALT CONCRETE PAVEMENT ONLY, A m ±, PROTECT IN PLACE DUSTtG C 
7 7 CLEAR AND GRUB EXISTING GRASS AREA. RECONFIGURE EXISTING IRRIGATION 

: SYSTEM AS REQUIRED 

♦X MONITOR WELL «\ SOIL VAPOR EXTRACTION WELL 

*X MONITOR WELL PERCHED ZONE BX TEST WELL 

-1 PROPOSED UTILITIES TRENCH (5T0RM/ ELEC/ COMM/ SEWER t WATER), SAWCUT 

' 1 AND REMOVE EXISTING SECTION VARIABLE DEPTH (3'-6* AC /6' -13 - CTB) 

-PROJECT LIMITS I SAWCUT 


TfPturvj DEtKJ FEATURE 


j) ULVX5E ErtSir-O fiATUfli 

5 «WuSTfIMW TP PttQflQ&a GRADE PER DETAIL 7/CD211 
§ 5H ELECTRICAL DEMOLITION PLANS E201-E203 


STORM DRAIN PER DETAIL 1 / CD2I1 


7 ) KUtST MMTORMTWEU TO GRADE PER DETAIL 4/CD212 


T) Jl! WATER PLANS W201 - W203 


) ADJUST CiltH BASIN PER DETAIL 5/CD211 


[*£) JBMOW QMJ WJAL AND FENCE PER DETAIL B / CD211 


[lTJjni/DVI GW RETAKna AUl Jrt FENCE PER DETAIL 9/CD211 
PCflTAtET.ujiERl romOATlfl’N PH DETAIL 4/CD211 
QpJUMVC *&£ UOOWEJD5EA PSKHTAE. 3 TflHH 

Mft&HWF AM RETURN TO LAWA PNF EQUIPMENT (GATE/KIOSK/RFID/CAMERA/IT EQUIP) 
fry KO/WEJ*0 iALVAflE FfrvCC ■V’PuPTF NANCES PER DETAIL 2 / CD212 


GENERAL NOTES: 

1. ALL DEBRIS SHALL BE WET ATTIME OF HANDLLNG TO PREVENT 0U5T. 

2. CALL FOR INSPECTION AT LEAST 24 HOURS BEFORE STARTING WORK. 

3 ALL EXISTING UTILITIES AND STRUCTURES SHALL BE PROTECTED IN PLACE UNLESS OTHERWISE 
NOTED ON PLANS 

i 4 ALL PAVEMENT TO BE REMOVED SHALL BE SAWCUT FULL DEPTH AT EDGES AND JOINT LINES, FULL 
DEPTH VERTICAL SAWCUTT1NG IS REQUIRED ALONG ALL ADIAC ENT PAVEMENT TO REMAIN WHERE 
MILLING IS REQUIRED. SAWCUT SHALL BE TO THE DEPTH OF THE REOUIRED MILLING 
5 FORLAYOUTPLANS SEEC211-C2I4. 


UTILITY TRENCH 


KEYMAP 
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-JX-Fi IT7S rr/G TZ.MT 

mrawrama, REMOVE EXISTING PAVEMENT MARKING 
XXV.Y.AXXX REMOVE EXISTING UTILITIES LINE 


MATCHUNE - SEE SHEET CD201 


































































REMOVE ASPHALT PAVEMENT SECTION, VARIABLE DEPTH AS NEEDED TO NEW CURB 
AND GUTTER BASE ELEVATION 
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MATCHLINE - SEE SHEET CD202 

—a—— 


KHHEBBmt FENCE 
- r wan e»stmg paytin ,'i r wjk 

xkxxxxxa REMOVE EXISTING UTILITIES LINE 
urn III ABANDON EXISTING UTILITIES LINE IN PLACE 

PV-1 PULVERIZE EX. ASPHALT PAVEMENT SECTION TO A DEPTH OF ±6*, EXISTING SECTION 

, L^—-J VARIABLE DEPTH 3’ - S - AC 1 6" -13' CTB 


“j REMOVE CONCRETE PAVEMENT / CURB 

[TjTjJj mill EXISTING ASPHALT CONCRETE PAVEMENT ONLY, A' *, mUETTNPLJCC D3STW3 Cl 
[-■ : CLEAR AND GRUB EXISTING GRASS AREA, RECONFIGURE EXISTING IRRIGATION ) 

L J : V . Li SYSTEM AS REQUIRED ) 

♦ X MONITOR WELL SOIL VAPOR EXTRACTION WELL i| 

♦ X MONITOR WELL PERCHED ZONE BX TESTWELL 

|—!-1 PROPOSED UTILITIES TRENCH (STORM I ELEC I COMM f SEWER I WATER|, SAWCUT ) 

1——-1 AND REMOVE EXISTING SECTION VARIABLE DEPTH (3’-6' AC I -13' CTB| 

——-—PROJECT UMCS t SAWCUT 

CONSTRUCTION KpTtS: 

QppOTtcr ErtiM feature 

QjfftFuChC EXISTING FEATURE 
©SiiYJfCttTYTnMj FEATURE 

(OWJUlT FEATURE TO PROPOSED GRADE PER DETAIL 7 / CD211 
0iS£5 ELECTRICAL DEMOLITION PLANS E201 - EZ03 

§ rtUOEXHT^ilTIll^Q^fK«T« ITCOJii 

ADJL-1T MCHfTWnG *tU TO GRADE PER DETAIL 4 / CD21Z 
QlBEEYlATDr?LA.‘fl WHi 
© AOfljST CATCH BASIN PER DETAIL 5 1 CDZ11 
©HffcCht CvjvALi AMI F(IICe PR GfTAa. |, CD211 
©ftDKhE OH BETAMVQ VlML HfifEMXnROTALI IHMS1 
©Ilf UWE WlUif IfUi FOUSMTiClMPpt CFM4 *t HH11 
©AdrfwE PM VOwrEOStt WIIICTtt. JJCMI1 

© ||±U0VF JlhQ RETURN TO LAWA PNF EQUIPMENT (GATEKIOSK/RF1 D/CAMEEWTT EQUIP) 

S REMOTE AND SALVAGE FENCE APPURTENANCES PER DETAIL Z/CDZ1Z 

UOMI HB IO Y£ilCCtOx«V<S5X« 0 «0 HI IAMB Jr OTHZ US j 

iENERAL MOTES: 

J l ALL DEBRIS SHALL BE WET AT TIME OF HANDLING TO PREVENT DUST. 

J 2 CALL FOR INSPECTION AT LEAST 2-1 HOURS BEFORE STARTING WORK. 

J 3 ALL EXISTING UTILITIES AND STRUCTURES SHAL1 BE PROTECTED IN PLACE UNLESS OTHERWISE 
J NOTED ON PLANS 

] t ALL PAVEMENT TO BE REMOVED SHALL BE SAWCUT FULL DEPTH AT EDGES AND JOINT LINES FULL 
j DEPTH VERTICAL 5AWCUTTING IS REQUIRED ALONG ALL ADJACENT PAVEMENT TO REMAIN WHERE 
) MILLING IS REQUIRED 5AWCUT SHALL BE TO THE DEPTH OF THE REQUIRED MILLING, 

J 5 FOR LAYOUT PLANS SEEC211-C2M 
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PROPOSED ROADWAY 1, 
SEE SHEETS C224 AND C225 
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SEE SHEETS C224 AND C22S 
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BUS DROP OFF LAYOUT PLAN 1 


MATCHLINE - SEE SHEET C212 


—--PROPOSED GRADING LIMITS 

jV ' PROPOSED RAISED MEDIAN PAVEMENT 

M PROPOSED LIGHT DUTY ASPHALT CONCRETE PAVEMENT 
| r ; | PROPOSED CONCRETE BUILDING PAD SLAB 

GENERAL NOTES: 

' I FOR DEMOLITION PLANS, SEE SHEETS C020I, CD202, ANDCD203. 

2 FOR PAVEMENT PLANS, SEE SHEETS C211-C233, 

3 FOR TYPICAL SECTIONS, SEE SHEETS C241 - C243 

4 FOR PROPOSED WATER LINE. SEESHEETS W20I AND W203 

5. FOR PROPOSED SEWER LINE, SEE SHEETS SS201-SS2D3 

6. FORPROPOSED ELECTRICAL AND LIGHTING. SEE SHEETS E211-E2I4 

NOTES: 

1, FOR PROPOSED GRADING AND DRAINAGE FI5H5KEI5CM1 CKJ.AMCEI 
2 FORENLARGEO LAYOUT, SEE DETAIL 10N SHEETC215. 

J PCflSNLAffiHOlAYOtfl . K£C£T*IOOIIS»£ET d i 

CONSTRUCTION NOTES: 

(T)TtoT05ED^ Curb with \t Gurtot sec rcfuL J <t!« 

(?) PROPOSED 4 - CURB. SEE DETAIL 6 / CZ46. 

0PROPDSED RAISED MEDIAN, SEE DETAIL 4 /C246 

(?) PROPOSED UGHT DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 1 1 C246 
(?) PROPOSED 4’ CHAW LINK FENCE, SEE DETAIL 1 1 C247, 

(T) PROPOSED ASPHALT RAMP, SEE DETAIL G / C24J 
0 FKFCgS ttiWH&f t 0UHO4K*,H£OTM.TJflSl. 

0WLMMT tHUVUrw f Q(CL 21DETM. I f Q*> 

/T\|YBfCSED TRBTQft, BTASCWHO SPEOGyUP. OR EQOf.'a&fl A3 ft ENGICPt OF 

WtWREOTO 

(?) PROPOSED WAYFINDING SIGN FOUNDATION, SEE DETAILS ON 5001. 

(^PROPOSED 6' CHAW LINK FENCE ON CURB. SEE DETAIL 2 1 C247 

(?) PROPOSED FENCE CONNECT TO EXISTING FENCE 

(?) PROPOSED HEIGHT VARIABLE CURB, SEE DETAIL 1 / C243. 

(?) NOT USED 

(?) PROPOSED 6* CURB. SEE DETAIL 6 / C246. 

(?) PROPOSED CONCRETE SLAB FINAL DESIGN SHALL BE PROVIDED BY TRAILER MANUFACTURE 

(?) PROPOSED ARCHWAY STRUCTURE FOUNDATION, SEE DETAIL! I S001 

@PROPOSED PM83:1 DAYLIGHT TO EXISTING GROUND 

0PROPOSED UGHT POLE FOUNDATION, SEE DETAILS ON S003 

(?) PROPOSEDCOMM POLE FOUNDATION, SEE DETAILS ON S0Q3. 
























Auxiliary Curb Project-CTA Roadway and Sidewalk Modifications / Pedestrian Walkway/ Auxiliary Curb 
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Revised plan sheets are shown below, no plans have been removed. 


ft 097.G201.pdf 
1 098_G202.pdf 
® 102_CD201.pdf 
ft 103_CD202.pdf 
Eji 104_CD203.pdf 
BP 107_C211.pcff 
1 108.C212.pdf 
ft 109_C213.pdf 


ft 110_C214.pdf 
111_C215.pdf 
ft 115_C221.pdf 
ft 116_C222.pdf 
ft 117_C223.pdf 
ft 118_C224.pdf 
Bg 119.C225.pdf 
ft 120.C231 .pdf 


ll 121_C232.pdf 
ft 122.C233.pdf 
ft 123_C241.pdf 
0 124_C242.pdf 
If 125_C243.pdf 
Bp 126.C244.pdf 
ft 127.C245.pdf 


ft 128_C246.pdf 
ft 149_W201.pdf 
ft 151_W203.pdf 
ft 165_C502.pdf 
ft 166_C503.pdf 
ft 167_C504.pdf 

ft 196_E213.pdf ft 200_E222.pdf 
ft 199_E221.pdf ft 201_E223.pdf 


No plan sheets have been added under Field Bulletin 3 

The specification 32 1126 Pulverized Miscellaneous Base has been added. 

Description of plan modifications as follows (see revision clouds on drawings): 

G201: Revise paving strategy per discussions with the Contractor. 

G202: Revise paving strategy per discussions with the Contractor. 

CD201: Revise paving strategy per discussions with the Contractor. 

CD202: Revise paving strategy per discussions with the Contractor. 

CD203: Revise paving strategy per discussions with the Contractor. 

C211: Revise paving strategy per discussions with the Contractor. 

C212: Revise paving strategy per discussions with the Contractor. 

C213: Revise paving strategy per discussions with the Contractor. 

C214: Revise paving strategy per discussions with the Contractor. 

C215: Revise paving strategy per discussions with the Contractor. 

C221: Revise paving strategy per discussions with the Contractor. 

C222: Revise paving strategy per discussions with the Contractor. 

C223: Revise paving strategy per discussions with the Contractor. 

C224: Revise paving strategy per discussions with the Contractor. 

C225: Revise paving strategy per discussions with the Contractor. 

C231: Revise paving strategy per discussions with the Contractor. 

C232: Revise paving strategy per discussions with the Contractor. 



C233: Revise paving strategy per discussions with the Contractor. 

C241: Revise paving strategy per discussions with the Contractor. 

C242: Revise paving strategy per discussions with the Contractor. 

C243: Revise paving strategy per discussions with the Contractor. 

C244: Revise paving strategy per discussions with the Contractor. 

C245: Revise paving strategy per discussions with the Contractor. 

C246: Revise paving strategy per discussions with the Contractor. 

W201: Revise per RFI #003 
W203: Revise per RFI #003 
C502: Added additional annotations for clarity. 

C503: Added additional annotations for clarity. 

C504: Added additional annotations. 

E212: Added an addition Cat6A cable for the breakroom and restroom. 

E221: Revise per RFI #003, update references to refer to structural foundation plans 
E222: Revise per RFI #003, update references to refer to structural foundation plans 
E223: Revise per RFI #003, update references to refer to structural foundation plans 
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AUXILIARY CURB PROJECT 
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■etwevuu 
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LEGEND: 

- frO-OSEOGm 


1 r H 1MV11M 
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Hill 

f \ NEW FENCE uwrr 
f '-N IB0344T.69 

1 E: 644077952 

\ YWFDtfrLiVfr 
L J-H 1BMF4? 
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- --PROPOSED GRADING LIMITS 

jV- \ PROPOSED RAISED MEDIAN PAVEM0TT 

PROPOSEDLIGHTDUTYASPHALTCONCRETEPAVEMENT 
[ T j HWPOXQOJhJFCiEBUtlD^ 

GENERAL NOTES: 

1 FOR DEMOLITION PLANS. SEE SHEETS CD201, CD202, AND CDZD3 

2 , FOR PAVEMENT PLANS, SEE SHEETS C231 - C233 

3. FOR TYPICAL SECTIONS. SEE SHEETS C241 - C243 

for ssreassn wars lrc see s*snt wsoj wv«a 

5 FOR PROPOSEO SEWER LINE. SEE SHEETS SS2DI-SS2Q3. 

- - 6 FOR PROPOSED ELECTRICAL AND LIGHTING. SEE SHEET5 E211-E214 

NOTES: 

1. FOR PROPOSED GRADING AND DRAINAGE FEATURES, SEE SHEETS C301.C302.ANOC303 

^_ 2. FOR ENLARGED LAYOUT, SEE DETAIL1 ON SHEET C2I5. 

3. FOR EN LARGED LAYOUT. 5EE D ETAIL 3 ON SHET C215. 

CONSTRUCTION NOTES: 

0 PROPOSED 4-CURB WITH ir GUTTER SEE DETAIL T/C24B. 

0 PROPOSED 4- CURB, SEE DETAIL 6/C246. 

0 PROPOSED RAISED MEDIAN. Sffi DETAIL4 1 0246 

0 PROPOSED UGHT DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 1 / C246. 

0)PROPOSEO 4- CHAW UNK FENCE, SEE DETAIL 1/CZ4T. 

0PROPOSED ASPHALT RAMP, SEE DETAIL G / C243 

(7) PROPOSED MONUMENT FOUNDATION. SEE DETAIL 1 /S002. 

0PROPO5ED CHAIN UNK FENCE. SEE DETALI /C249. 

© PROPOSED TREETOP, STANDARD SPEED BUMP, OR EQUIVALENT AS APPROVED BY ENGINEER OF 
THE RECORD. 

0 PROPOSED WAYFINDING SIGN FOUNDATION SEE DETAILS ON S001. 

0 PROPOSED 6* CHAW UNK FENCE ON CURB. SEE DETAIL 2/C24T. 

@ PROPOSED FENCE CONNECT TO EXISTING FENCE 
0PROPOSED HEIGHT VARIABLE CURB. SEE DETAIL 1 / C243. 

0NOT USED 

0 PROPOSED 6* CUfffl, SEE DETAIL 6/C246. 

@ PROPOSED CONCRETE SLAB FINAL DESIGN SHALL BE PROVIDEO BY TRAILER MANUFACTURE 

@ PROPOSED ARCHWAY STRUCTURE FOUNDATION. SEE DETAIL! I S001 

0PROPOSED PMB 3:1 DAYUGHTTO EXISTING GROUND 

0) PROPOSED UGHT POLE FOUNDATTON, SEE DETAILS ONS003 

0PROPOSED TOI^ FOtJf^TlpN, SEE DETAJJ.S ON SJ03. ^ 
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LEGEND: 


FROPOSEO CURB 
PROPOSED CURB AND GUTTER 
PROPOSED GRADING LIMITS 


PROPOSED RAISED MEDIAN PAVEMENT 


PROPOSED LIGHT DUTY ASPHALT CONCRETE PAVEMENT 


PROPOSED CONCRETE BUILDING PAD SLAB 


GENERAL NOTES: 

1. FOR DEM0LTT10N PLANS, SEE SHEETS CD201. C02D2, AND CD2D3 

2 FOR PAVEMENT PLANS. SEE SHEETS C231 - C233 

3 FORTYPICAL SECTIONS. SEE SHEETS C241 - C243 

A. FOR PROPOSEO WATER LINE, SEE SHEETS W231 AND W203 

5 FOR PROPOSED SEWER LINE 5EE 5HEETS SS20I-SS203 

6 FOR PROPOSED ELECTRICAL AND LIGHTING SEE SHEETS E211 - E214 

NOTES: 

I. FOR PROPOSED GRADING AND DRAINAGE FEATURES, SEE SHEETS C301 C302. AND C3S3 

2 FOR ENLARGED LAYOUT, SEE DETAIL 1 OH SHEET C2I5 

3 FOR ENLARGED LAYOUT, SEE DETAIL 3 ON SHEET C2I5 

C ONST RU CTION NOTES: 


I PROPOSED 4' CURB WITH 12' GUTTER, SEE DETAIL 7 / C246 


I PROPOSED 4- CURB, 5EE DETAIL 6/ C246 


I PROPOSED RAISED MEDIAN, SEE DETAIL A I C246 


DUTY ASPHALT CONCRETE PAVEMENT* SEE DETAIL 1 / C215 


| PROPOSED I 


| PROPOSED 4' CHAIN LINK FENCE, SEE DETAIL 1 1 C247. 


(PROPOSED ASPHALT RAMP, SEE DETAIL G I C243. 


(PROPOSED MONUMENT FOUNDATION, SEE DETAIL 1 1 5002. 


(PROPOSED CHAIN LINK FENCE, SEE DETAIL 1 1 C249 

. PROPOSED TREETOP, STANOARD SPEED BUMP, OR EQUIVALENT AS APPROVED BY ENGINEER OF 
'THE RECORD. 

) PROPOSED WAYFINDING SIGN FOUNDATION SEE DETAILS ON S001. 


I PROPOSED 6 CHAIN LINK FENCE ON CURB.SEE DETAIL 2 1 C247* 


(PROPOSED FENCE CONNECT TO EXISTING FENCE 


(PROPOSED HEIGHT VARIABLE CURB. SEE DETAIL I / C243 


(NOT USED 


(PROPOSED 6- CURB, SEE DETAIL 6/ C246 


I PROPOSED CONCRETE SLAB FINAL DESIGN SHALL BE PROVIDED BY TRAILER MANUFACTURE 


I PROPOSED ARCHWAY STRUCTURE FOUNDATION, SEE DETAIL1 / S001 


I PROPOSED PMB 3.1 DAYLIGHT TO EXISTING GROUND 


(PROPOSED LIGHT POLE FOUNDATION. SEE DETAILS ON 5003. 


(PROPOSED COMM POLE FOUNDATION, SEE DETAILS ON S003 
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LEGEND: 


PROPOSED CURB 


PROPOSED CURB AND GUTTER 


PROPOSED PROJECT LIMITS 


NEW FENCE LIMIT 
■ N-1803593 21 


PROPOSED LIGHT DUTY ASPHALT CONCHETE PAVEMENT 


PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT 


E 

FL lOfl-M 

ft 

^£:tt4ailH 


PROPOSED SIDEWALK PAVEMENT 


FL 105.61' 


N WH 9 Z 2 

£ tuoti&r 

FL; 105.30' 


N 1803534 07 
FL; 109.74' 


EC 

ft-1603548.07 
E.Wtaflatf 
FL IW.IT 
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r L «W4LiCJ ft ttiUT 
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h UC3S5GU 
'ttuctua 
ft 1DM3 


1802997.62 


N; ISO3534.07 


feHCGSaK' 

FL 105.05 
If 

FL 10455 
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«wFS££UifT 
■N ’-K2JS13t 

E; 6440633 56 


ft, 1803571.37 
f tWWD 
t FL; 1O8,90f 


AEWfEtfSlUT 

-Jf.lfitilUT 

E wm*>3 „ 


KifiCJSJJtn 
frtuattr 
FL 109.06 


l EC 

|ft 1603523.52 


N; 1803559 34 
FL; 109.16' 


N: 180293226 
ft lOUf 


N 1931334.13 
t.WASBiK 
FL109-37 1 


N: 1603615.10 

.EUMFift 

FL: (110 67| 


^.1^ WtyjjAtrj^n 
AUXILIARY CURB PROJECT 


:TA WMDft AY AM) SD&YAIX HCCFEATtONS ( 


c:i5 




ir ieQBe« / % L* 

ESUftHAJ ENtiHMI 

FL 109317 . FL10a» 

\ BUS WAY EXIT LAYOUT ENLARGED VIEW 


GENERAL NOTES: 

I. FOR EXISTING FEATURE DISPOSITION. SEE SHEETS CD201 - CD203 
2 FOR PROPOSED PAVEMENT SECTIONS. SEE SHEET C246 

NOTES: 

1 Fcfl LAYiwT KtAjL SE5 CPJCwC 4r,5 hJi - CK3 

CONSTRUCTION NOTES: 

O PROPOSED RESTORATION PAVEMENT. CONTRACTOR SHALL RESTORE INDICATED 
PW*l*rt PER LHVTK PAVtMEKT ULCHGAi 
@ PROPOSED LONGITUDINAL GUTTER, SEE DETAIL B/C246 
( 3 ) PROPOSED 6‘ CURB, SEE DETAIL 6 JC246 
(7) PHDPOSED 5" CURB wilh 24'GUTTER, SEE DETAIL 7 / C246 
( 5 ) PROPOSED RAISED MEDIAN PAVEMENT. SEE DETAIL 4/C246 
@ PROPOSED UGHT DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 1 1 C246 
(T) PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT , SEE DETAIL 2/ C246 
(?) PROPOSED CONCRETE BOLLARD POST, SEE DETAIL 2/$002 
@NOTUSEO 

0 PROPOSED 4" CURB SEE DETAIL 6/ C245 
0 PROPOSED 4' CHAIN LINK FENCE, SEE DETAIL 1 1 C247. 

@ PROPOSED PLANTER AND STORMWATER TREATMENT. SEE DETAIL 11C322 
0 PROPOSED SIDEWALK PAVEMENT, SEE DETAIL 5 1 C246 


( 3 TRAFFIC ISLAND LAYOUT ENLARGED VIEW 

C213 NTS 


BUS DROP OFF ENLARGED 
LAYOUT PLAN 2 OF 2 


^ RAISED MEDIAN MODIFICATION ENLARGED VIEW 


7.05 Angeles 
World Airports 
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NOTES: 

1. FDR LONGITUDINAL GUTTER LAYOUT DETAIL, SEE GRADING AND DRAINAGE SHEETS CJ01 - C303 


PROJECT 

PROPOSED BUS WAY PLAN AND 
PROFILE 1 




Los Angeles 

World Airports 
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TTF 
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AS NOTEO 

'Ixi 26/2019 

”“"“20180516 


LEGEND: 

- PROPOSED CURB 


CONSTRUCTION NOTES: 

(7) MATCH EXISTING PAVEMENT 
(7) PROPOSED 4‘ CURB AND 12' GUTTER, SEE DETAIL 7 / C246 
(?) PROPOSED 4' CURB, SEE DETAIL 6 / C246 
@ PROPOSED 4’ RETAINING CURB, SEE DETAIL 9/ C246. 

(?) PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 2 / C246. 

(?) PROPOSED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY, SEE DETAIL 3 1 C246 
0PROPOSED PMB3 1 DAYLIGKTTO EXISTING GROUND 
(T)PR0P0SED LONGTIUDINAL GUTTER, SEE DETAIL B/C246, 

(?) PROPOSEO 6" CURB AND 24’GUTTER, SEE DETAIL 7 / C246 


GENERAL NOTES: 

1 FOR EXISTING FEATURE DISPOSITION SEE SHEETS C201-C203 

2 FOR LANDSCAPE, SEE SHEETS LI200- U202 

3. FOR PROPOSEO BUS DROP OFF SITE LAYOUT, SEE SHEETS C2I1-C213 

4 FOR TYPICAL SECTIONS SEE SHEET C245 

4. FOR PAVEMENT SECTIONS, SEE SHEET C246- 

5 FOR PROPOSED WATER UNE SEE SHEETS W201 AND W203 

6 FOR PROPOSED SEWER LINE, SEE SHEETS SS2QI, SS202 AND SS203. 

7 FOR PROPOSED ELECTRICAL AND LIGHTING, SEE SHEET5 E211-E214 






MATCHLINE - SEE SHEET C221 



PROPOSED CURB AND GUTTER 
PROPOSED GRADING LIMIT 


SCALE: H0R.r=2ff 
VER. T=2' 


htwsiicEiur 

h 

E: 6440779 52 
NEW FENCE LIMIT 
■N 1003447,99 
E: 6440779.52 


NEW FENCE LIMIT 
-IT rEtJit?5> / 

etnefts L- 


KEYMAP 


CURB OPENING 


E: 6440779.52 


<C PROPOSED ROADWAY 2 




icaifFi 

roii 


PROPOSED BUS DROP OFF SITE 
SEE SHEETS C211 H C212. AND Q2t 


PROFILE 


1 PROPOSED H EAVY DUTY ASPHALT CON CRETE PAVEMENT 
j PROPOSED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY 


GENERAL NOTES: 

1 FOR EXISTING FEATURE DISPOSITION, SEE SHEETS C201-C203 

2 FOR LANDSCAPE. SEE SHEETS LI20D- LI202. 

\ FORPROPOSED BUS DROP OFF SITE LAYOUT. SEESHEETS C211-C213 
4, FOR TYPICAL SECTIONS, SEE SHEET C245. 

4. FOR PAVEMENT SECTIONS. SEESHEET C246. 

5 FOR PROPOSED WATER UNE SEESHEETS W20i ANDWZ03, 

6 FOR PROPOSED SEWER LINE. SEE SHEETS SS201, SS202. AND SS203. 

7. FOR PROPOSED ELECTRICAL AND LIGHTING. SEE SHEETS E211 - E214 


NOTES: 

1 FOR LONGITUDINAL GUTTER LAYOUT DETAIL. SEE EMM MDIWMi S4BT3 CXL 


CONSTRUCTION NOTES: 

0 HATCH EXISTING PAVEMENT 

0p«jpass3r aw **e ir SJTfltHE kmii. t j cw 

0PHOPOSED4-CURB SEE DETAIL 6 i C246 
0PROPOSEO 4- RETAINING CURB SEE DETAIL 9IC246. 

0 PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 2 1 C246. 
0PROPO5ED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY, SEE DETAIL 3/C246 
0PROPOSED PMB3:1 DAYUGHTTO EXISTING GROUND 
0 PROPOSED LONGTIUDINAL GUTTER, SEE DETAIL B I C246. 

0PROPOSED F Of* «®3r«|TTlK, CJTril I fffli 




























HATCHLINE - SEE SHEET C222 



PROPOSED CURB AND GUTTER 
PROPOSED GRADING LIMIT 


50 0GVC 


NOTES: 


FOR LONGITUDINAL GUTTER LAYOUT DETAIL. SEE GRADING AND DRAINAGE SHEETS C30I ■ COO]. 




KEVMAP 


iln.-W 
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(UUnrSdUic 


AUXILIARY CUHB PROJECT 


CURVE DATATABLE 


BEG OF ROADWAY 2 
.CENTERLINE 


E: 64A064B 73 


■FORLAYOUT DETAIL, SEE 
DETAILAON SHEET C2H 


PLAN 


LEGEND: 

-— FmpDitDGLFa 


_l— 


- I- l- l -I IXI n H I M 


GENERAL NOTES: 

1. FOR EXISTING FEATURE DISPOSITION SEE SHEETS C20t - C20D. 

1, FOR LANDSCAPE, SEE 5HEETS LI200 -LI202 
1 FOR PROPOSED BUS DROP OFF SITE LAYOUT SEE5HEETS C211-C213 

4. FOR TYPICAL SECTIONS, SEE SHEET C245. 

4 FOR PAVEMENT SECTIONS. SEE SHEET C246. 

1 FOR YMfEft L*E St Sf'KUiWSi AMfWEi 

I FOR PROPOSED SEWER LINE, SEE SHEETS SS201, SS202, AND SS203 

r, FOR PROPOSED ELECTRICAL AND LIGHTING, SEE SHEETS E2II - E214 


PROFILE 

SCALE; HOR r=2ff 
VER.r=Z 


ClTSOPEWMI NiW FENCE 1441 

f “ Htwraue 

/ E-6440779 52 


PROPOSED ROADWAY 2 


PROPOSED BUS DROP OFF SITE 
SEE SHEETS C211, C212, AND C213 


CONSTRUCTION NOTES: 

MATCH DEIHG PAVEMENT 

QwqfgSeb a- cun no lrtunmiffi'MTM, jtchi 
5HJ 4'Ora.SCS DETAIL 61CZA6 
(T) PROPOSED A" RETAINING CURB, SEE DETAIL 9 1 C246. 

( 5 )PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT. 5EE DETAIL 2 1 C246 
(T) PROPOSED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY 5EE DETAIL 3/ C246 
(?) PROPOSED PMB 3:1 DAYLIGHT TO EXISTING GROUND 
(?) PROPOSED LONGTIUDINAL GUTTER, SEE DETAIL 0 1 C2J6. 

(?) PROPOSED 6" CURB AND 24' GUTTER, SEE DETAIL 7/C2A6 


Los Angeles 
World A irports 


PROPOSED BUS WAY PLAN AND 
PROFILE 3 

iftaum aai 















LEGEND: 


PROPOSED CURB 
PROPOSED CURB AND GUTTER 
PROPOSED GRADING LIMITS 


GENERAL NOTES: 

1. FOR EXISTING FEATURE DISPOSITION, SEE SHEETS CD2D1-CDZ03 

2. FOR LANDSCAPE, SEE SHEETS U2D0, LI20I, AND U202 

3 FOR TYPICAL SECTIONS, SEE SHEET C244. 

4. FOR BUS DROP OFF SITE LAYOUT, SEE SHEETS C211, C212, AND C213 

4 FOR PAVEMENT SECTIONS, SEE SHEET C246 

5. FOR PROPOSED WATER LINE SEE SHEETS W201 AND W203 

6. FOR PROPOSED 5BYER LINE, SEE SHEETS SS201, SS202, AND SS2D3 

7. FOR PROPOSED ELECTRICAL AND LIGHTING, SEE SHEETS E2I1 - E214 


■FINISH GRADE® CL 


- EAL5TM1 GRADE @ CL 


NOTES: 

1. FOR LONGITUDINAL GUTTER IATWT E£ AVD £*££?£ CKi. GB1 WO 

C302 

2. FOREXISTING RAISED ISLAND MODIFICATION. SEE DETAIL 2 ON SHEET C215. 


CONSTRUCTION NOTES: 


(NOT USED 


(MATCH EXISTING PAVEMENT 


(PR0P05E0 4'RETAINING CURB SEE DETAIL 9/C246, 


(PROPOSED 4' CURB, SEEDETAIL6/ C246 


PROFILE 

SCALE: HOR. 1"=2ff 
VER. 1‘=2 


(NOT USED 


) PROPOSED LIGHT DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 11C246, 


(PROPOSED 6" CURB WITH 24' GUTTER, SEE DETAIL 7/ C24B 


(PROPOSED PMB 3:1 DAYLIGHT TO EXISTING GROUND 


QT) PROPOSED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY. SEE DETAIL 3 1 C246, 
© PROPOSED RAISED MEDIAN PAVEMENT. ^ ^ 


FK* LAYOUT DETJUL. ■ 

QETALCOH&EETnU 


roc 

AIRPORT POLICE PARKING FACILITY (110 53) 


KEYMAP 


BEG OF ROADWAY 1 
CENTERLINE 
N: 1603936 IB - 
E:B44048330 


MIMA ''HlUflTI 


X 

iTiJoXm ■* 

! liMfM , 

r cn 


PROPOSED ROADWAY 1 


aJgftvFt 


- PROPOSED ROADWAY 2 ’^. 
SEE SHEETS C221, C222, AND C223 


PROPOSED ROADWAY PLAN AND 
PROFILE 1 


LINE DATA TABLE 


CURVE DATA TABLE 


Los Angeles 
World Airports 


32.640 


C224 


PLAN 


'20180516 


03129/2019 


AS NOTED 







(110.52) 


(iiiiSpf 


Tt a+cw 


■:.r“T 


_T *'Oi 


TfiCwwB 




N: 1803633 SO 
E: 61 <10765.02 - 

WOrtT J a --- 

-WMta'Airejimtau'rfi 

6+11.07 _ _J 

tHUrt&K J 

smuayicuummU’ 

f ROADWAY CONTROL LINE 2 53+06.59 

' m i as . 


r PROPOSED ROAD WAV % 

SEE SHEETS 0221,0223, AND €223 


PROPOSED BUS DROP OFF SrTE 
SEE SHEETS C211, C212, AND C213 


KEYMAP 


I I I- 


swJm 


"t-t—I—I—I—I—I—I— i—I—HrlrT - I- 

f ROADWAY 1 CONTROL LINE 2 PROFILE 






NOTES: 

1 FOR LONGmiDINAL GUTTER LAYOUT, SEE GRADING AND DRAINAGE SHEETS C301 CM2, AND 
CM2 

2 FOR EXISTING RAISED ISLAND MODIFICATION, SEE DETAIL 2 ON SHEET C215. 


CONSTRUCTION NOTES: 

(7)noTU5ED 

@ MATCH EXISTING PAVEMENT / 

(T) PROPOSED A' RETAINING CURS SEE DETAIL 9 / C246 
(7) PROPOSED A' CURS, SEE DETAIL 6 1 C246 
@NOT USED 

@ PROPOSED LIGHT DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 1 1 C246, 

(7) PROPOSED 6- CURB WITH 2V GUTTER, SEE DETAIL 7 1 C246 
@ PROPOSED PMB 3:1 DAYLIGHT TO EXISTING GROUND 

(?) PROPOSED ASPHALT CONCRETE PAVEMENT MIL! AND OVERLAY, SEE DETAIL 3) C24G, 

(iD) PROPOSED RAISED MEDIAN PAVEMENT. 


AUXILIARY CURB PROJECT 

PROPOSED ROADWAY PLAN AND 
PROFILE 2 


-mo 

1tf26 

wfi 

3U0 


LEGEND - 

— - PROPOSED CURB 

- ■ J— PROPOSED CURB AND GUTTER 
-PROPOSED GRADING LIMITS 

PROPOSED RAISED MEDIAN CONCRETE PAVEMENT 

PROPOSED LIGHT DUTY ASPHALT CONCRETE PAVEMENT FULL DEPTH 

PROPOSED A5PHALT CONCRETE PAVEMENT MILL AND OVERLAY 


GENERAL NOTES: 

1. FOR EXISTING FEATURE DIS POST ION, SEE SHEETS CD201 - C0203 
i fO« ULNCSCWS. SEE SHLETS LEM, LI201, ANOLI2D2. 
i ^MTinytsECTirxii7L.nE^»fFic}«J. 

I FOR BUS DROP OF fclt MfilS Olt. QU, FAOQU 

4 FOR PAVEMENT SECTIONS, IFESHEET CSH 

5 FOR PROPOSED WATER LINE, SEE SHEETS W201 AND W203 

6. FOR PROPOSED 5EWER LINE, SEESHEETS SS201, SS202, AND SS203. 
7 FOR PROPOSED ELECTRICAL AND LIGHTING SEE SHEETS E2I1 - E214 


0 

LAX 

Los Angeles 
U'or/d Airports 






Airport POLICE 
PARKING FACILITY 


PROPOSED 
ROADWAY 1 


HONEYWELL 

TREATMENT 

FACILITY 


PROPOSED 
ROADWAY 2 


PROPOSED BUS DROP OFF SFTE | 


MATCH LINE * SEE SHE ET C232 



PROPOSED CURB AND GUTTER 


PROPOSED GRADING LIMITS 

PROPOSED RAISED MEDIAN PAVEMENT. SEE DETAIL I 1 C246. 


PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 21C246 
PROPOSED LIGHT DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 1 1 C2I6, 


PROPOSED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY, SEE DETAIL ZIC24S. \ 
PROPOSED RESTORATION ASPHALT PAVEMENT (UTILITY TRENCHING], StE «tNt ■. iW 
PROPOSED RESTORATION ASPHALT PAVEMENT (CML WORK, MATCH EXISTING 
PAVEMENT) < 


KEYMAP 


Los Angeles 

World Airports 


AS NOTED | 03/ZB J 2019 


GENERAL NOTES: 

1. FOR EXISTING FEATURE DISPOSITION, SEE SHEETS CD201 - C02Q3 

2. FOR PROPOSED PAVEMENT LAYOUT PLANS, SEE SHEETS C211-C213 UNLESS OTHERWISE / 

NUTEQOSTrtRLAAi \ 

3. FOR PROPOSED ROADWAY I PLAN AND PROFILE, i£( SKtEYSCU* AND CTJ1 

<1 FOR PROPOSED ROADWAY 2 PLAN AND PROFILE, SEESHEETS C221-C223 < 

5. FOR RESTORATION ASPHALT PAVEMENT (UTILITY TRENCHING) LAYOUT, SEE «V9LfI*kd TW r 

CD201, CD202, AND CD203 / 

6. FOR PROPOSED ROADWAY 1 AND ROADWAY 2 TYPICAL SECTIONS. SEE SHEETS C244-C245 \ 


PROPOSED 
ROADWAY 1 


PARK AND FLY PARKING 


PROPOSED PAVEMENT 


PARK AND FLY 
PARKING EXIST 


liau 





















MATC HLtNE'SEESHEET C231 


AUXILIARY CURB PROJECT 


Los Angeles 
World Airports 


WATCHUNIE - SEE SHEET C2H 


03/28/2019 


AS NOTED 


■Mr-:San o<p® i^ae ;; 

gj : ; fog; ;^jj : •' b^yjj i : j •:•; 

rK 

03 U ';0y> : ;' 

U ; | | 

8 § • 

S | 

| | | 
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--W«?B5tDCUlta 

~ ■•" PROPOSED CURB AND GUTTER 

-PROPOSED GRADING LIMITS 

|TT7| PROPOSED RAISED MEDIAN PAVEMENT, SEE DETAIL A1 C246. 

[> A y X] PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT, SEE DETAIL 2/C24G 
| ig>4 PROPOSED LIGHT DUTY A5PHALT CONCRETE PAVEMENT, SEE DETAIL 1 1 C246. 

j PROPOSED ASPHALT CONCRETE PAVEMENT MILL AND OVERLAY, SEE DETAIL 3 / C246. 
Y///\ PROPOSED RESTORATION ASPHALT PAVEMENT (UTILITY TRENCHING) Sti DCTHfl, * C 
PROPOSED RESTORATION ASPHALT PAVEMENT (CIVIL WORK, MATCH EXISTING 
PAVEMENT) 


GENERAL NOTES: 

1. FOR EXISTING FEATURE DISPOSITION SEE SHEETS CD201 - CD203. 

2 FOR PROPOSED PAVEMENT LAYOUT PLANS. SEE SHEETS C211 - C213 UNLESS OTHERWISE / 

NOTED ON THE PLANS \ 

3 FOR PROPOSED ROADWAY 1 PLAN AND PROFILE, SEESHEETS C224 AND C225 

A FOR PROPOSED HOADWAY 2 PLAN AND PROFILE, SEE SHEETS C221 -C223 \ 

5 FOR RESTORATION ASPHALT PAVEMENT (UTILITY TRENCHING) LAYOUT, ME 0EM&.m3N RJUi|j 

00201, CD202, AND CD203 / 

8, FOR PROPOSED ROADWAY 1 AND ROADWAY 2 TYPICAL SECTIONS, SEE SHEETS C244 - C245. \ 


» JULlS 
0 


PROPOSED PAVEMENT PLAN 2 
















- PROPOSED CURB 

• '• ■ PROPOSED CURB AND GUTTER 

rac™ssDay,DTvaiivm 

l^-Q] HtOPKiU KAJIED UIDWI WUtH&N t, S^DtlAL *TCJ« 
l^xl PROPOSED HEAVY DUTY ASPHALT CONCRETE PAVEMENT. SEE DETAIL 2 / C246 
] j PROPOSEO LIGHT DUTY ASPHALT CONCRETE PAVEMENT, 5EE DETAIL 1 i C2T6, 
□ PSOPCffiO ASPHALT CIKAEIE PA'-MEWT MILL AND OVERLAY, SEE DETAIL 31C246. 
Y/J'-’X PROPOSED RESTORATION ASPHALT PAVEMENT (UTILITY TRENCHING] SEE DETAIL 9, P 

V//A PR0P0SEDREST0HAT10NASPHALTPAVEMENT(CIVILW0RK MATCH EXISTING 
PAVEMENT] 


MATCH LiNE-S£ESHE£T C232 


GENERAL NOTES: 

1- FOR EXISTING FEATURE DISPOSITION, SEE SHEETS CD201 - CD203 

2. FOR PROPOSED PAVEMENT LAYOUT PLANS, SEE SHEETS C211 - C213 UNLES5 OTHERWISE / 
NOTED ON THE PLANS. '( 

1 FOU KWJAAT l Plan aVTH&U. H£ E^ETSCHANOCMi 

5 f« Risi^xTiOi *js«H t FMtMEvr rrm r> ttufow-i iaujut, hi K'OunONflji.y 

ca?si tnjjj.A-ausm 

6. FOR PROPOSED ROADWAY 1 AND ROADWAY 2 TYPICAL SECTIONS, SEE SHEETS C2W-C245 / 
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PROPOSED PAVEMENT PLAN 3 
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EXClIttFi 

CEMENT TREATED BASE 


EAfUncri 

OHEN1 fflEftTtowtt 


PROPOSED EAST 
ROADWAY 2 TOC 


VARIES 




fMw- 


EXISTING •* l 
CEMENT TREATED BASE 


EX'SONG SUBGRADE 


VARIES 


AS NOTED 


20180516 


D ^ BUS DROP OFF SITE SECTION D 

AS NOTED 


E ^ BUS DROP OFF SITE SECTION E 

AS NOTED 


F > BUS DROP OFF SITE SECTION F 


LAX 

Los Angeles 
World Airports 


TYPICAL SECTIONS 2 











PEDESTRIAN WALKWAY 


PEDESTRIAN WALKWAY 


SEE LAYOUT 
PLANS 




EXISTING WJ0WS- 


S7 VARIES 

wetea TOftAH 


(LBJGTH VARIES) 


BUILDING- 

PAD 


HEIGHT VARIES 


-fUWTHHX 
V-2 FROM RETAINING 
CURB 




l-M- 

ftlrudv'ESdyWfiS 


EXISTING SUBGRADE- 


EXISTING SUBGRADE- 


AUXILIARY CURB PROJECT 


f 6 \ SfTE TYPJC fll. SECTION B 

A5MJSID 


( H > SfTE TYPICAL SECTION C 

C211-C213 AS NOTED 


I t SITE T YPiCA l SECTIONS 

riM513 A3 NOTED 


' J "•■SITE TYPICAL SECTION D 

IMJC2U AT WILD 


Los Angeles 
World Airports 


TYPICAL SECTIONS 3 










ROADWAY 2 


NORTH 

AIRPORT ROUGE T0C 


WWDMII' 

DAYLIGHT TO EG 


FRQPOHOlVaiJ 
DAYLIGHT TO EG 


DAYLIGHT TO EG 


' PROPOSEDPMB 3; 
DAYLIGHT TO EG 


ASPHALT CONCRETE 


EXISTING B'f 
CEMENT TREATED BASE 


orerrori 

CEMfhT TflEAl PB EASE 


ROADWAY 1 TYPICAL SECTION A 
STA: OQ+Q2A7 TO STA: 01+44 31 

AS NOTED 




ROADWAY 1 
CPNTROL LINE 2 


ROADWAY 1 
CPHTROL LINE' 


ROADWAY I 
CHTllttXllAE? 
TOC 


ROADWAY 1 
DWHOLLKET 
TOC 


SOUTH 

ETW 


SOUTH 

TOC 


SOUTH 

TOC 


I’KQPSSEflFMfl Jtn 
DAYLIGHT TO EG 


■ PRESSED PUB 3 
DAYUGHTTOEG 


EXISTING 4' i 
ASPHALT CONCRETE 


EXISTING I* »■ 
ASPHALT CONCRETE 


■ PROPOSED FtB 31 
DAYUGHTTOEG 


EXISTING fl' *■ 
CEMENT TREATED BASE 




Ijfl Afffii t b'lMlJ tirf+irn 

AUXILIARY CURB PROJECT 


03/20/2019 


AS NOTED 


SOUTH HONEYWELL 
TOC 1MSAIMCU 
/UM^n . 


ROADWAY 1 
CftffitQLLfif 2 

SOUTH TOC 

BUS DROP OFF SITE EXIT E™ * i 


ROADWAY 1 TYPICAL SECTION B 
^ STA: 0348071 TO STA: P4+09.S5 

AS NOTED 


ROADWAY 1 TYPICAL SECTION C 
STA: DT*38.B7 TO STA: 03+30,71 
' CN STA: EM *09.35 TO STA: 05*74 62 

AS NOTED 


ROADWAY 1 TYPICAL SECTION P 
\ STA; E15*74.62 TO STA: 0B+33G7 

AS NOTED 


Los Angeles 
World Airpons 


TYPICAL SECTIONS 4 







NORTH 


SOOTH 

TOC 


BUS DROP 


EXISTING 4" i ■ 
ASPHALT CONCRETE 


DAYLIGHT TO EG 


■ FHQFTHEDFW] \ 
DAYLIGHT TO EG 


CEMENT TREATED BASE 


ROADWAY 2 TYPICAL SECTION A 
STA: 102*35.80 TO STA: 103+S2AI 


ROADWAY 2 TYPICAL S ECT1QW A 
STA: lOOtAIJOKI STA: 100*76.12 


ROADWAY 2 TYPICAL SECTION A 
sta: ioi*a;.5T to sta: 103493 JO 


AS NOTED 


ROADWAY 2 


BU50ROP 


EKlMl'l' 
ASPHALT CONCRETE 


ASPHALT CONCRETE 


EXISTING B 1 1- 
CEMENT 
TREATED BASE 


ROADWAY 2 TYPICAL SECTION F 
STA: 105+26.11 TO STA: 107+84.60 


ROADWAY 2 TYPICAL SECTION A 


.34 TO STA: 105*26.11 


STA: 1&8+S9,GO TO.STA: Tjgm» 


STA: 11&W2 D7 TO S TA: 11Q»M .91 


ROADWAY 2 


ASPHALT CONCRETE 




CEMENT TREATED BASE 


AUXILIARY CURB PROJECT 


EXISTING 8’f 
:EMENT TREATED BASE 


TYPICAL SECTIONS 5 


AS NOTED 


STA: 109+59.97 TQ STA: 110*72.37 


Los Angeles 
Wor/d Aifports 


„ ROADWAY Z TYPICAL SECTION H 
TO STA; 11141W 


AS NOTED 


20180516 


FTft 

* >w 

TJ 

L t t, v BUS DROP 

1 WFSS I * 




--v- 

EXISTING -I 1 




ASPHALT CONCRETE \ 



fen 

L 




















SKYWAY 





•PROPOSED V STEEL LANDSCAPING WATER LINE 
-SANITARY SEWER LINE, SEE SHEETS SS201 - SS203 
-ELECTRICALLINE,SEE SHEETS E211-E21S 
-COMMUNICATION UNE, SEE SHEETS E2I1 - E215 


'DEMOLISH EXISTING 6‘ FIRE HYDRANT LATERAL WATER LINE 


WATER CONSTRUCTION NOTES: 


- H STALL i'CCiePER TYPE L DOMESTIC WUER PER ASH I fi tj. AS Tit 0- ft AS! U R « IJTM B251 
A ASTM B 302, SEEffiMtE SHEET Will , BAOflTLL ?ER I3ETAL ISSZIL 


I nSTJUL Wtrst BLOCK PER DETAIL 1IW22I 


■ Cttr^Cl T0ESJSTW0 [>J-5’rTr WATER LINE PER DETAIL 3AY221 


■ KSTJia rvO*> 5U§du£TtB.r 5*11 vvil¥t wtfr&ACtflW A£BfltT5Ei DETWl arolt, 
MANUFACTURER OF BACKFLOW ASSEMBLY SHALL BE MODEL ZURN 375 |OR APPROVED EQUAL) AND 
PRV SHALL BE V ZURN 500 XL (OR APPROVED EQUAL) 


CONNECT TO BREAK ROOM BUILDING DOMESTIC WATER PROV1DEREKEMJ rtmffG AM3 iXUW] 


i LCHMil TOftSIWOU DOMESTIC WATER, PROVIDE REDUCING FITTING AND COUPLING 


I INSTALL REDUCING FITTING AND WATER SPIGOT, 


I CONNECT TO IRRIGATION. SEE IRRIGATION SHEETS LI200-U202 


Q) SALVAGE EXISTING FIRE HYDRANT 

@ xaiusr exsn vj waha wive tdgivh: ratcETAi jyv?# 

(n) REIN STALL SALVAGED FIRE HYDRANT AND LATERAL PER DETAIL AN/222 


I INSTALL 6- DIP FIRE WATER LINE PJH AWl* Clil.-MO PTTIWSFER AVfAAC [1J, *WAA C kSS, 1 
ASMEB16.4. 


tsto tm sm wnc sheet vw \bamfei per detail 1155221 


(INSTALL yxr HEOUCER/EN LARGED COPPER TYPE L DOMESTIC WATER LINE PER ASTM B 42. ASTM 
B75. ASTM BBS. ASTM B251 S ASTM B302, SEE PROFILE SHEET W211, BACKFILL PER DETAIL 1/5S221 


(INSTALL 2-4’ HDPE PIPE FOR FUTURE USE 


' ftHHO FWHhf AND INSTALL 12W TEE 


(m) CAP PIPE PER DETAIL 4 AY221 

NOTES: 

1 ALL COPPER PIPING AND FITTING SHALL CONFORM TO LARR ANO STANDARDS: ASTM B 42, ASTM B 75, 
ASTM B88, ASTM B251, ASTMB302.ASTMB477, ASMEBI615, ASME BIG IB, ASMEB16.22,a ASME 
B 16.26 

! 2, ALL GALVANIZED STEEL PIPING 5HALL CONFORM TO LARR AND STANDARD ASTM A 53 
3 ALL DIP PIPING AND FITTING SHALL CONFORM TO LARR AND STANDARDS AWWA Cl 10, AWWA Cl53 a 
ASME BIS 4, 


KEYMAP 


BUS DROP OFF UTILITIES 
WATER PLAN 1 


Los Angeles 
World Airports 


WPM 


MATCHLINE - SEE SHEET W202 


AS NOTEO 



































MATCHLINE - SEE SHEET W202 


item: 

Vi PROPOSED 2* STEEL WATER PIPE 

' -- >■-*< -■PWPOSSO r STIEl LMBWHOWTOII** 

-$C--SANITARY SEWER LINE, SEE SHEETS SSZOI - SS203 

-t-ELECTRICAL LINE, SEE SHEETS E211 - E215 

--COMMUNICATION LINE, SEE SHEETS E211 - E215 

..■~<a*wxiSH Dgnitf v mtJiiWMr iatovi vwitntM 

jww MMfTBlICTEItHQTEE: 

(?) install rcQfWfl mi l dome snc watealhe wn ajtm it «, as rw a u. aitm n ■* eai F 

W A ASTM B 302, SEE PROFILE SHEET W211, BACKFILL PER DETAIL L5S221, 

( 2) INSTALL CONCRETE THRUST BLOCK PER DETAIL 1/W221 
(7) CONNECT TO EXISTING ON-SITE WATER UNE PER DETAIL 3W221 

© INSTALL r LADWP SUB-METER, T BAU. VALVE, AND V BACKFLOW ASSEMBLY SEE DETAIL 2/W22I. 

^ MANUFACTURER OF BACKFLOW ASSEMBLY SHALL BE MODELZURN 375 (OR APPROVED EQUAL) AND 
PRV SHALL BE 2* ZURN 500 XL (OH APPROVED EQUAL). 

M BUILDING DOMESTIC WATER PROVIDE REDUCING FITTING, COUPLING, 


mem tvater,wkide reducing fitting 

©NST«i K DUONG FTT1M AMTlM TEA SHQQ] 


LAX 

Los Angeles 
World Airports 


BUS DROP OFF UTILITIES - 
WATER PLAN 3 


(a) CONNECT TO IRRIGATION, SEE IRRIGATION SHEETS LI20CMJ202 
© SALVAGE EXISTING FIRE HYDRANT 

© ADJUST EXISTING WATER VALVE TO GRADE PER DETAIL 3W222 
© REINSTALL SALVAGED FIRE HYDRANT AND LATERAL PER DETAIL 4/W222 
©NOT USED 

©INSTALLFDIP FIREWATER LINE PER AWWA Cl 51, AND FITTINGS PER AWWA Cl 10. AWWA Cl 53. a 
ASME BIG-4 


©INSTALLS* COPPER TYPE L OOV0TIC VMLTEftl Jt£ P£fl AgipiQlOTtlBf XSJ« AST* BH1 K 

ASTM B302, SEE PROFILE SHEET W211, BACKFILL PER DETAIL *,3521* 


©INSTALL3*X2*REDUCER£NLARGE0 COPPER TYPE L DOMESTIC WATER LINE PER ASTM B i2 ASTM 
B75 ASTM B68, ASTM B25I a ASTM B3D2 SEE PROFILE SHEET W211 BACKFILL PER DETAIL 1JS5221 


© INSTALL 2-4* HDPE PIPE FOR FUTURE USE. 

© INTERCEPT EXISTING FW LINE AND INSTALL 12V6* TEE 
© CAP ^ E PER DETAIL 4/W221 

ROTES: 

1 ALL COPPER PIPING AND FITTING SHALL CONFORM TO LARR AND STANDARDS: ASTM B42, ASTM B 75, 
ASTM B Bfl, ASTM B251, ASTM B 302. ASTM B 477, ASME BIS 15. ASME B16 IS, ASME B 15.22, a ASME 
B16.26 

2, ALs 04.VAW53 nm WE SHU.L CC'iWJJ 10 lAAfi AND VA'-LXRfl ASTM a y 
3 ALL DIP PIPING AND FITTING SHALL CONFORM TO LARR AND STANDARDS AWWA Cl 1D, AWWA C153 a 
ASME B16.4, 




























































































































































































































































GENERAL WqTE: 


MATCHUNE - SEE SHEET CM 1 


CONSTRUCTION NOTES: 

T) CONSTRUCT PARKING STALL STRIPE 


i CONSTRUCT DIRECTIONAL ARROW PER TYPE I Iff ARROW, STD 171-0, SSPWC 2012 


jJMi H33P1J* 
L(+dMy3* 
J B7X&E3 
W4JWJH- 


CONSTRUCT 1' SOLID WHITE TRAFFIC STRIPE 


n ixamu 

E 


CONSTRUCT RED PAVEMENT PAINT 


k icjuiiJ 
LHIWI9 
u lfiJifj.TS 


■ CONSTRUCT SOLID YELLOW TRAFFIC STRIPE 


fr 

E.tlJMMJH 


' CONSTRUCT DIRECTIONAL ARROW PER TYPE II (R) ARROW, STD 171-0, SSPWC, 2012. 


A 1803013,15 

'lmxjj.u 


Ft. 

Ltwancr 


' CONSTRUCT 12- SOLID WHITE TRAFFIC STRIPE 


N: 1003800.15 
E: 6440663.09' 


E: 6440795.31' 


' CONSTRUCT YIELD MARKING PER STD 171-0, SSPWC, 2012 


' CONSTRUCT BUS MARKING PER STD 171-0, SSPWC, 2012. 


i i 

N tKISIOrt 

£ iAWiiM - 


i CONSTRUCT ONLY MARKING PER STD 171-0. SSPWC, 2012 


N 1803707.15 
E: 6440795.31' 


If. lM3774.ll 

'c iMjaiw 


CONSTRUCT TAXI MARKING PER STD 171-0, SSPWC. 2012 


Ji 1*5377*11 
£ 6440532.97 

E WUDU 


iy i*a?r.n 

'£ WWGtJt 


CONSTRUCT SIGN AND POST PER DETAIL 1 ON SHEET C505 


NHOWSUI, 


[H IfcjOJJJiJ* 

e tutoUK 


CONSTRUCT 24' SOLID WHITE TRAFFIC STRIPE 


■ CONSTRUCT DEUNEATOR PER DETAIL 2 ON SHEET C505 


V -63JFU20 


h IBJjJLE 

■f 


Qy CONSTRUCT 0- SOLID WHITE PER DETAIL 30A, STD 17M, S5PWC, 2012 

@ KW4FRUCT tPSO&Ul ARfiSfi PCR Trp£ H BjJWSOfY STD 1 ti*. SffflCJSii 


»tnuiiri 

i 6440920 09 


( UMIU' 


H: 1B03T62J98 


K 1S5UT2H 
E.6W47U1J 


i CONSTRUCT DIRECTIONAL ARROW PER TYPE III (R) ARROW, STD 171-0, SSPWC, 2012 


N IKJUJJf 

LlUXttZF 


H UO-T-JiF? 


KEYMAP 


K 1803708 64 
*£ (JJtfJUT 


N K 

£ &U0M05’ 


fetMffgJa' 


H. 16UUIA6 

e tuasj.u' 


H 1003646.50 

V 6UGE3457 


k HOSJJ.7*, 
tU 


160359321 


ti 100359321 

E:UUCfU24 


4/ N. ISBSUt 

Y t 

Ff.UCDBUH J 
f tnUMiill jy 


E' ( 443541 .Ti | 


k wxiuo 


AUXILIARY CURB PROJECT 


h LKM47E. 
t;tliaiU4 


Ji I1M5HW 
C«iDCUfll 


N 1KSUII 

f cwam m" 




.N tt&MW 

rfnitowttj 


fc tMi34Al» 

'EWKUifl 




MATCHUNE - SEE SHEET C503 


1/2019 


AS NOTED 


BUS DROP OFF PAVEMENT 
MARKING & SIGNAGE PLAN 2 


Los Angeles 
W'or/d Airports 



















I (0*5 ITiXT Cs-tidTJO* JL AWBW PSff TYPE MOf ARROW, STD 171-0, SSPWC 2012 


' CONSTRUCT DOUBLE STRIPE PER DETA1L2I.STD 1700. SSPWC, 2012. 


■ CONSTRUCT 4' SOLID WHfTE TRAFFIC STRIPE 


STD 171-0 SSPWC, 2012. 


I CONSTRUCT DIRECTIONAL ARROW PER TYPE II (R) ARROW. STD 171-0, SSPWC, 2012. 


' CONSTRUCT LANE TRAFFIC STRIPE PER DETAIL 8, STD 17(H), SSPWC. 2012. 


N 1803407.00 
S' ElW-'lltt 


' CONSTRUCT STOP MARKING PER STD 171-0, SSPWC. 2012 


' CONSTRUCT 12'SOLID WHITE TRAFFIC STRIPE 


Qj) CONSTRUCT YIELD MAH KING PER STD 171-0, SSPWC, 2012 
@ CWiSinWTBlflUAfliW.OPESSTD ffl-O. KM* #12. 

(15) CONSTRUCT ONLY MARKING PER STD 171-0. SSPWC, 2012 

(16) CONSTRUCT TAXI MARKING PER STD 171-0, SSPWC, 2012 


H 1UGJVS 


' CONSTRUCT SIGN AND POST PER DETAIL 10N SHEET CS05 


k lecisi^ 

£ c: 


' CONSTRUCT24- SOLID WHITE TRAFFIC STRIPE 


*05*02 


1 CONSTRUCT DEUNEATOR PER DETAIL 2 ON SHEET C505 


I CONSTRUCT B' SOLID WHITE PER DETAIL 38A. STD 17(H). SSPWC 2012 


CONSTRUCT DIRECTIONAL ARROW PER TYPE III (L) ARROW, STD 171-0, SSPWC, 2011 


CONSTRUCT DIRECTIONAL ARROW PER TYPE HI (R) ARROW. STD 171-0, SSPWC. 2012 


KEYMAP 


v m-i’Ai 


Los Angeles 
World Airports 


GENERAL NOTE 


WATCH LINE - SEE SHEET C502 


CONSTRUCTION NOTES 


BUS DROP OFF PAVEMENT 
MARKING & SIGNAGE PLAN 3 


HATCHLINE - SEE SHEET CM* 

















































MATCHLINE - SEE SHEET C503 


LAX 

Los Angc/es 
World Airports 


BUS DROP OFF PAVEMENT 
MARKING & SIGNAGE PLAN 4 


CONSTRUCTION NOTES: 

© CONSTRUCT PARKING STALL STRIPE. 

@ CONSTRUCT DIRECTIONAL ARHOW PER TYPE I Iff ARROW. STD 171-0, SSPWC2012 
(?) CONSTRUCT DOUBLE STRIPE PER DETAIL 21.STD 17(H), SSPWC, 2012. 

(?) CONSTRUCT 4* SOLID WHITE TRAFFIC STRIPE 
(?) CONSTRUCT RED PAVEMENT PAINT 
(?) CONSTRUCT 4" SOLID YELLOW TRAFFIC STRIPE 
(?) CONSTRUCT 12' SOLID YELLOW TRAFFIC STRIPE 

(?) CONSTRUCT DIRECTIONAL ARROW PER TYPE II (L) ARROW, STD 171-0, SSPWC, 2D12 
© CONSTRUCT DIRECTIONAL ARROW PER TYPE II (R) ARROW, STD 171-0. SSPWC, 2012 
©CONSTRUCT LANE TRAFFIC STRIPE PER DETAB. 8, STD 1700, SSPWC. 2012, 
©CONSTRUCT STOP MARKING PER STD 171-0 SSPWC 2012 
© CONSTRUCT 12* SOLID WHITE TRAFFIC STHIPE 
© CONSTRUCT YIELD MAHKING PER STD 171-0, SSPWC, 2012. 

© CONSTRUCT BUS MARKING PER STD 171-0, SSPWC. 2011 
©CONSTRUCT ONLYMARKING PER STD 171-0.SSPWC 2012 
© CONSTRUCT TAXI MARKING PER STD 171-0, SSPWC. 2011 
© CONSTRUCT SIGN AND POST PER DETAIL 1 ON SHEET CMS 
© CONSTRUCT 24* SOLID WHRE TRAFFIC STHIPE 
© CONSTRUCT DELINEATOR PER DETAIL 2 ON SHEET C505 
© CONSTRUCT 8* SOLID WHITE PER DETAIL 3BA, STD 170-0, SSPWC, 2012 
© CONSTRUCT DIRECTIONAL ARROW PER TYPE III (L) ARROW, STD 171-0, SSPWC, 2012 
© CONSTRUCT DIRECTIONAL ARROW PER TYPE III |R) ARROW, STD 171-0,5SPWC, 2012 













































































































































































fl] WATERPROOF, A PORTS USB PHONE CHARGERS 
jEHERAL motes 

1 UNLESS DOTED OTHERV/1SE, PROTECT IN PLACE ALL POWER/COMM DUCTBANKS 

2 REFER TO CIVIL PLANS FOR INFO PERTAINING TO OTHER UTILITIES WITHIN THE AREA OF WORK 

3 PROVIDE FIRE SEALS AT EACH LOCATION WHERE THE CEILINGS OR WALLS ARE PENETRATED 
fl, REFER TO SINGLE UNE FOR WIRE AND CONDUIT SIZES 

5 REFER TO DETAIL 5. SHEET E221 FOR LIGHT POLE DETAIL. THIS NOTE APPLIES TO ALL NEW AND 
RELOCATED LIGHT POLES 


I POLE MOUNTED SECURITY CAMERA1S) SEE 
CE201 TO CE204. 


1(1)2- CONCRETE ENCASED DUCT W 1-12PR 
SMF FIBER CABLES TO EACH CAMERA 


)3'X5'X4' 1,1 H PER DETAIL 31E222, WIIOCT (2) 12 
PAIR SMF & INNER DUCT SLACK 


( TRAFFIC WHO 36-X24" POWER PULL BOX 


■rtWHIKrtD J 

yc+sia'mSfip < 
iarP3fl*uir(mVjf 


(INSTALL 12' COMMUNICATION POLE, PER 
DETAIL 1A/E222 


)(1)2- CONCHETE ENCASED DUCT W I CAT6-A 
CABLES TO EACH ACCESS POINT AND'OR 


(T)TTn?|2j ttJt£«wiiittDas™ 15» Series 
D flJlGffiM ACCESS PGMTSWH (AIM CABLEj 


J-CflMJvnWILY 


jr&aw-fltKw ■ 

W4|T**W2CH0 


WWjHD 


I IPtoCKJfcA. «£v, 




; Angeles 
trld Airports 


HATCHUHE * SEE SHEET E2*2 


LOCATED LIGHT POLE 1 ™ irCT fjr, ‘ ifl-ECTS 

tHSftVCt&WMIH mOItCTTiPLACE 

fMJf'fStPOStO ALPfi CAMERA(S) SEE CE201 TO CE23fl 2 WKWSOUfiM H HkSIflUCTICH 


-a Jc ,V WW3LE HtAO LED LCSfl IU£ (ggk PROPOSED MULTI-SENSOR SECURITY 

W.OiJTfcS STTHET LIGHT POLE TO REMAIN AS ^■^CAMERA(S), SEE CE201 TO CE2W 
«l RtUKASEOEKSrKi 5H2E( LHHf FEU 0 PROPOSED HARDSCAPING LIGHTING 
■ irairiWFfllNCfiBlIfNlJrttJ. _ n trx to ran*.* 

*H CM A! ItfEOOH Trt ftAJr. “SJ5£^ C ' W ° 

□ fl^HTrtr NT HA W StPffMC KMT J-BOX CA*l£l FBEfl FWWOATfrA. 

□ CHMGNG STATXJfltWmi 1" STUD LPPVC CONDUIT ^fjRSP |AJ LtHtH COvv. CA3LE 

m NEI.IA AX IN GROUND 50A POWER OUTLET TYPE FROM REFERENCE NOTES 

IfH TWO 1* 5TLI3 UPS WITH PULL STRINGS IN A 12X12 2ND LETTER (N) FOR QUANTITY OF THE 


(iWHfiSREOWi DISTRIBUTION ZONE PER 
FJQ21 


(jyihiTiMl HELOHtfD STREET lBHI POLE Ot 
N^FCVSCATCN FSt APAA5TJU-WC PLAN 
WSTAU PdLC WfTH r=WGaLW 4*Q 
HffiHMUOLl5(fl)1-X35-XA- 


©IAS1AU » CDUWrttflGN POLE, PER DTfWL 


MOMiltewaApuST |hi LAiOttt PAWflRhO '^eiCXBawiKlWLATL 
WTfM ftHJLStWRl, Vtf 7<W> ill raFBSft 
0AflCCASjiAW«U,^3EaLF«iOC (TiUirw 
r+ktEffiATT UuKTO TliflFCf FlRCOAlTr V 

™ ©IHSTA1L, A |KU*KK fCMU.Lt WWW 

n Airegio«JWLfjcAT»aN mu: mmv un 

®TDoSl ^ ^ m ffia ’ WUflRTOA JS CSTAIL i (BE. 

®R£CC^T^£SiS-EtN5SLA)E^TELH^T0fi 

PitA,t-Li«flOBifl itAim v iq mar for cvmess tin teftiss traffic 

J itiScrBH tiA?C 

njJrAturs locum*. neua at ka smiiich 

hiTALL DNTHE EATIRCfl UOL®Mt*&rtVWl*i S«£lT TIGHT LW3VH 

wau OF EACH IflAlSR AJO lytlAil NfW HjLSatTWf ! PWOrt Of 

LMWflEIW OF 51 nil T L EUTEVD iTAM>?n 


BUS DROP OFF PROPOSED 
ELECTRICAL LAYOUT PLAN 3 









































































EEflCl U&f 

TAPE, TO HUN LENGTH OF 
TRENCH, MAXIMUM F BELOW 
FINISHED SURFACE 


PEDESTAL 


COMMUNICATIONS I ■ V GOdUir ■ 
TYPICAL 


■RW®n*.r-H>BUIT 

TYPICAL 


inra.- 

FITTtiG, TYP 


BASE PLATE MOUNT 


1. SEE DETAIL 6.1WJ SniiEI IO»VA|Wi(S DlKtf K4 hMAtlAfC* CONFIGURATIONS 


Z SEE PLAN SHEETS E211-E215 FOR LOCATION 


■CUA(U4tM9t^ 
1 IMt LT«n<«N. 


HANPHOIE DETAIL 


BOTTOM VIEW 


Ufws tmi ftu 

WITH H BOLT FIXED BASE 


ADEQUATE DHAhAGE MUST BE PROVIDED I 
CONCRETE FOUWJATION OR GROUT. 


‘('Cflwi- 

CONDUITS 


CfAOWrS 

TYPICAL 


SEE PLAN SHEET FOR 
LOCATION AND LIGHT TYPE 


Z SEE STRUCTURAL POLE I FOUNDATION FOR 
ADDITIONAL INFORMATION AND 
REQL IHEMfflTS Rffl DETALS ON SHEET SKKJ 


CONDUITS 

TYPICAL 


■Urtl - POWER 
CONDUITS. TYPICAL. 


■ kin hfrifll WO CAHH»AN 

CASES INSIDE POLE UP TO THE 
KCnl IhOah CHlViY 


'017KUWSltlLHVP 
SEE DETAILS ON SLEET SHJ3 


Ekp.8/»/lB 


CONDUIT 


POWER T ■ Y‘ 
CONDUIT 


CONDUIT 


CONDUIT 


Potwas.r 

CONDUIT 




GENERAL NOTES 

1. SEE DETAIL 1, THIS SHEET FOR ADDITIONAL TYPICAL 

CONDUIT INSTALLATION REQUIREMENTS 


Z SEE PLAN SHEETS E2I1- E215 FOR LOCATION 


MINIMUM 6- DISTANCE GAP BETWEEN O.D, POWER 
CONDUIT AND O.D. COMMUNICATION CONDUTT. 

AIL UNDERGROUND DUCT BANK CONDUCTORS SHALL 
BE DERATED AT 0.65. ADJUSTMENT FACTOR IS BASED 


WkUWfWL- 
[ULG1LOO*» 
J ICLOUr HAEX 


CONDUIT 


power i -r- 
condut 


POWERJ-?' 

CONDUIT 


CifflXTT 


■ODUM ii- 
CONDUIT 


-QPTMAML CHARHNS 

KATTHMttAOtiff 

LIGHT, LED LIGHT |7W, 
4O0K) NEMA3R 


>- AUUWtW BODY 0 IBff 
THICK AND 

POWDER-COATED WITH 
DURABLE OUTDOOR 
RATEO PAINT, MOUNT 
INTO CONCRETE WITH 
FOUR (A) *f BOLTS 


AT. PUCrgAHK QgTAJL 


hqtes: _ 

■ I 




NOTE 

CHARGING STATION OUTDOOR 
POWER SHALL BE -LANDSCAPE 
FORMS: OR APPROVED EQUAL, 
WTTH OR WITHOUT ACCENT 


3ii-E7is jZ^FTTii? 


OUTDOOR FLOOR BOX WITH STAINLESS COVER, HEX KEY (v* IL G-ii 

OPEN, FULLY IP66RATED WATER PROOF (WHEN IN CLOSED IhQ/ 

/T^ FOOD TRUCK HQQR SOX ElECTRJCM, CONNECTION 

fijlTSii kale r* 


f 7 \CQMM, CflBtNETS & POWER ZQHES 


HNTB 


Los Angeles 
World Airports 


ELECTRICAL DETAILS 1 

















EXISTING 2NDtf’Jft ■ 
ROADWAY DECK 


LjuS Aniprlei 
\tinld Airports 


IT IXFRASTKL’CTTRE SID'S OF PRACTICE 20 IK - VOL I 


Nt>\i-s_ : r allm nuw 
IhCJIVNIAi IftAH r. 
COST* Tfrfgirih 
AS!ilST£D 


fl' 3JJCT TEPMfNATOn' 
l EACH Elio WALL 

H io:al : 


Appqov z rrn sm 

(JOUI’ACTLO in* J 
AUl^tLAIt 


r CONCRETE ENC 
PVC CONDUIT 


vsyyyyv. 


CONDUIT ROUTING DETAIL 


LAWA APPROVED COMMUNICATION PULL BOX 


STEEL DIAMOND 
PLATE UD 
HT173Q-L01 


'///// 


'////?//* | 


NOTE: 

BOX SHALL BE H2D RATED HT1730 
PRECASTBYJENSEN OR 
APPROVED EQUAL 


■GAtWflffiD STEEL 
WELDED FRAME 


Jj-i .iTV Li 


ELECTRICAL DETAILS 2 


Los Angeles 
World Airports 


MAIN POWER DISTRIBUTION PULL BOX 


20180516 


PART NUMBER 

PfiOOUCT 

KSCFBPtHJN 

HT1730-B 

BOX 

17-X30-X12- REINFORCED CONCRETE 
TRAFFIC RATED BOX 

HT1730-E 

EXTENSION 

17-X30-X12- REINFORCED CONCRETE 
TRAFFIC RATED EXTENSION 

HT173Q-L01 

LID 

STEEL DIAMOND PLATE BOLT DOWN UD 


HOLDDOWN BOLT 

WiWrW PENTAHEAD BOLT-2TOTAL 





































































































































iKiiiWiil 


ril!l!i!B!l 


{existing pull section 


{existing gooa main 


{EXISTING 40DA METER F/AIM 


{EXISTING 200A METER MAIN 


{EXISTING TIME CLOCK 


Qy EXISTING PANEL D-l 
(TjjtJStt* OUS5JOflATfl?Tf£ti IF 
©fKSTNGWaRKEf'lKLE & 


(gfsjrrwe tawitiwtsriHVE* 

©EXISTING PANEL G (REGENCV) 
©existing PANEL CC-1 
©WORK AREA CLEARANCES 


{EXISTING TIN ROOF SUPPORT MEMBER 


{NEW 2' NEW RIGID STEEL GALVANIZED CONDUIT. 


{NEW 2" CONDULET TYPICAL 


{NEWNEMA3R 200A,208J120V, 3PHASE, 4W PANEL 


M/I20V TRANSFORMER 


|nEWNEMA3R,200A, 4BQ/277V, 3PHASE W PANEL 


{NEW HEUIA 3R OIGITAL POWER METER. 


{NEW UNISTRUTS PANELS SUPPORT ASSEMBLY 
SEE WEST SIDE ELEVATION FOR INFORMATION 


{PROVIDE AND INSTALL MISSING CHAIN-JNK SECTION 
COMPLETE WITH GATE. SUPPORT AND HARDWARE 


{RUN NEW r RIGID STEEL CONDUIT AGAINST THE CEILING 
AND SUPPORTED BY EXISTING ROOF SUPPORT MEMBER. 


{EXISTING COMM.BOX 


{EXISTING J-BOX 


REFRENCE NOTES: 


EXIST NG SOUTH S DE ELECTR CAL SHED FLOOR PLAN 


EXISTING SOUTH SIDE ELECTRICAL SHED EAST SIDE ELEVATION WALL 


ELECTRICAL DETAILS 3 
































































RECORD OF NEGOTIATION 

PROJECT: LAX ITF-West Enabling - Interim Ground Access (IGA) 


Los Angeles 

World Airports 

CONTRACT: 

DA-5305A 

CONTRACTOR: 


Swinerton Builders 

865 S. Figueroa Street, Suite 3000 

DESCRIPTION OF CHANGE NEGOTIATED PER CD: 

Swinerton to provide labor, material and equipment for the repair of damaged 4" 0 PVC line. This unforseen storm drain line was 
not detected during the scanning of utility lines due to line not containing water any water at the time. 


CPCN 


1011A 


CCR 

1011A 



Justification: 



Code Requirement 


Allowance No. 







Document Correction 

RFI No. 

X 

0053 





Field Condition 


Change Directive 







Owner Betterment 


Field Directive 







Design Evolution 


Task Order 



SUMMARY OF PROPOSALS: 

Item # 

Contractor(s) 

Proposal Amt.[ 

PDG Estimate Offer*! 

Negotiated Amt. 

001 

INPUT SUBCONTRACTOR(S) 
Subcontractor Bond/Tax(?,Input 

$2,875.00 

$34.50 


$2,039.29 

$24.47 


$2,039.29 

$24.47 

002 

Subcontractor Subtotal 
GENERAL CONTRACTOR 
Markups (?, Input %) 

Tax(?, Input %) 

Bond (?, Input %) 

$2,909.50 

a 

$157.23 

$3.43 

$74.36 


$2,063.76 

$111.53 

$2.43 

$52.28 


$2,063.76 

$111.53 
$2.43 
$52.28 

* This amount is 

Grand Total $3,144.52 

per the final PDG estimate. 


$2,230.00 


$2,230.00 

SUMMARY OF DISCUSSIONS: 

05/28/19 Swinerton (SBI) is requesting approval for CCR lOIIAforthe repair of damaged 4" 0 PVC Storm drain line at the 
Auxiliary Curb Project per RFI0053. SBI submitted a cost proposal in the amount of $ 3,727.27. On 06/04/19 PDG Estimator 
reviewed the cost proposal. On 06/06/2019 meeting, PDG Estimator informed SBI that the cost proposal is high for the task and 
there is no back up documents to substantiate the cost, SBI agreed that there are missing documents and will provide back 
documents to substantiate the cost. On 06/11/19, SBI submitted a revised cost of $ 3,144.52. On 06/14/19 PDG Estimator 
reviewed and validated the cost of $ 3,144.52 and make an offer to SBI in the amount of $2,230 for the task. On 06/18/19 
Swinerton accepted PDG offer. Swirinerton and PDG Team agreed amount for Repair Damaged PVC Line is is $ 2,230.00. 

Item # 

001 


Discussions Started 

6/6/2019 

Discussions Concluded 

6/18/2019 

Proposal was tracked on signed LAWA T&M Reports 

Ives 

No 

This subcontractors proposal for this CCR was analyzed and found to be: 


Fair and reasonable as submitted for the scope defined in this OCR's CD. 



Comments: 


Not fair and reasonable for the following reasons: 



Materials: 



Labor: 



Eauipment: 



Other: 

Present at Discussions: 
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Item # | 002 Discussions Started 6/6/2019 

Discussions Concluded 

6/18/2019 

Proposal was tracked on signed LAWA T&M Reports 

Yes X 

No 

This General Contractor's proposal was analyzed and found to be: 


Fair and reasonable once markups were adjusted per negotiated subcontractor proposals in items above. 



Comments: 


Not fair and reasonable for the following reasons: 



Materials: 



Labor: 



Eauipment: 



Subcontractor Markups: 



Other: 

Present at Discussions: 

Ditas Bernardo Christian Chang 

Zach Sturgis Fernando Cabanilla 

The highlighted amount is the final negotiated price for this change, including all pertinent markups: $2,230.00 

No additional time has been requested, discussed, nor granted for this change. 

Please note that the PDG estimate utilized labor rates approved by PDG, productivity rates referenced against RS 
Means/local construction marketplace , material unit rates referenced against RS Means/local construction 
marketplace, and equipment rental rates referenced against the Rental Blue Book/RS Means/local construction 
marketplace , respectively . Lastly, all estimates are reviewed with the LAWA PM responsible for this contract prior to 
being transmitted to the General Contractor. ^ -\ 

The above constitutes the summary of formal negotiations held o 
my knowledge, this negotiated settlement provides fair and reaso 

n the date(s) Itet^d iotAbe crtaulge item described. To the best of 

nable compensatorffljUbe/wig^item described. 

pit^s Bern arjji 6/20/2019 

Estimator!/Negotiator Date 


Page 2 of 2 

































CONTRACTOR CHANGE REQUEST (CCR) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CCR No. 1011A CCR Title: AuxCurt Repa ir Damag ed PCV Una Per RFI0053 

CCR Date: 6/26/2019 


Contractor: Swlneiton Builders 

Contract No.: DA-5305A 

Contract Title: ITF West - Interim Ground Access Project (IGA) 


Address: BBS 8. Figueroa Street 
Suite 3000 

Los Angeles, CA 90045 


Reference Document: RFI No.; 0053 CPCNNo.: 1011A rn NO;__Other: 


Scope: Swinerton was directed to repair a damaged four Inch (4") PVC storm drain line as noted on CPCN1011A Please i 
attached cost breakdown 




Cost: $ 3 , 7 tfsn fp c$jD ' ^ Jfl 

\ ^^C\/wr 

- 

1 

Schedule: 

m 


at the time. 


The signatory below certifies that the Information in tius CCR is a true and accurate representation of the fads or the 
circumstances and that the requested time and/or compensation is a fair and accurate assessment of the to the best of 

his/her ability to establish at the time of signing. 

CONTRACTOR 


Signature: 



Date. 5/15/2019 


Name: Danlol Thlesmsyer 


Title: Project Manager 





































Los Angeles 
World Airports 

uvt*, fi= cuter mt (sukutofl 


LPCE 



Change Order Analysis 


Contract: DA-5305SwinertonBuilders TaskOrder: CPCN1011A Date: 6/13/2019 

Title : Aux Curb Repair Damaged PVC Line per RFI53 Project Manager : Christian Chang Estimator : BERNARDUA BERNARDO 

Estimate Scope : Swinerton is directed to repair a damaged four inch (4" 0) storm drain line as noted on CPCN 1011. The unforeseen storm drain line was not detected during scanning of 
utility lines due to line not containing any water at the time. The existing unforeseen storm drain line was damaged during initial excavation for sewer line connection as noted on RFI 53. 

Negotiated Amount : $2,230.00 

Subcontractor Surrmary 

ESTIMATE ICE - DIHECTCOSTS CONTRACTOR - ANALYZER 


SU BCCNTH/CTOR 

MMER1AL 

LABOR HOURS 

LABCJRCOST 

EQUIPMENT 

OTHER 

ITEM TOTAL 

MATERIAL 

LABOR HOURS 

LABOR COST 

EQUIPMENT 

OTHER 

ITEM TOTAL 

VARIANCE 

Mjrray 

$49.80 

21.00 

$1,607.80 

$381.69 

$0.00 

$2,039.29 

$49.80 

28.00 

$2,168.03 

$657.25 

$0.00 

$2,875.08 

$835.79 

Subtotal Direct Cost 

$49.80 

21.00 

$1,607.80 

$381.69 

$0.00 

$2,039.29 

$49.80 

28.00 

$2,168.03 

$657.25 

$0.00 

$2,875.08 

$835.79 

Markups 






$191.18 






$269.53 

$78.35 

GRAND TOTAL 






$2230 






$3,145 

$914 


Page 1 of 3 














l.os Attgeles 
World Airports 


Ll’CE 


Change Order Analysis 



Contract : DA-5305 Swinerton Builders 


Title : Aux Curb Repair Damaged PVC Line per RFI53 


TaskOrder : CPCN 1011A Date : 6/13/2019 

Project Manager : Christian Chang Estimator : BERNARDTTA BERNARDO 


ESTIMATE ICE - DIRECT COSTS CONTRACTOR - ANALYZER 


subcontractor csi 

ITEM DESCRIPTION 

TIER TYPE 

QUANTITY 

uNrr 

RATE 

fTEM 

TOTAL 

QUANTITY 

RATE 

ITEM 

TOTAL 

VAKWNCS NOTES 

Mjrray 

02 

Pipe Lajer 

No IVbrkup Labor 

12.00 

Hr 

61.99 

743.88 

16.00 

61.99 

991.84 

247.96 number of hours for the task is not reasonable. 

Mjrray 

02 

Pipela^er- Foreman 

No IVbrkup Labor 

4.00 

Hr 

63.89 

255.56 

4.00 

63.89 

255.56 


Mirray 

02 

Operator 

No IVbrkup Labor 

5.00 

Hr 

79.73 

398.65 

8.00 

79.73 

637.84 

239.19 number of hours for the task is not reasonable. 

Mirray 

02 

Backhoe410 

No IVbrkup Equipment 

5.00 

Hr 

46.14 

230.70 

8.00 

46.14 

369.12 

138.42 number of hours for the task is not reasonable. 

Mjnay 

02 

Foreman Truck 

No IVbrkup Equipment 

4.00 

Hr 

25.30 

10120 

8.00 

25.30 

202.40 

10120 hours for 

foreman truck should be the same as (he foreman. 

Mirray 

02 

Pipe IVbterial 

No IVbrkup Material 

20.00 

LF 

1.25 

25.00 

20.00 

125 

25.00 


Mjnay 

02 

Couplings 

No IVbrkup IVbterial 

2.00 

Ea 

7.50 

15.00 

2.00 

7.50 

15.00 


Mjrray 

02 

Labor Mark-Up 15% 

No IVbrkup Labor 

1.00 

LS 

209.71 

209.71 

1.00 

282.79 

282.79 

73.08 

Mirray 

02 

Equipment l\ferk-Up 
15% 

No IVbrkup Equipment 

1.00 

LS 

49.79 

49.79 

1.00 

85.73 

85.73 

35.94 

Mirray 

02 

Material Mark-Up 15% 

No IVbrkup IVbterial 

1.00 

LS 

6.00 

6.00 

1.00 

6.00 

6.00 


Mirray 

02 

Wbterial Tax 

No IVbrkup IVbterial 

1.00 

LS 

3.80 

3.80 

1.00 

3.80 

3.80 


SUBTOTAL 







$2,03929 



$2,875.08 

$835.79 


ESTIMATE ICE - DIRECT COST MARKUPS (CHANGE ORDER) CONTRACTOR - ANALYZER 


CSI 

TIER TYPE 


SUBTOTAL 

VALUE 

RATE 

ITEM 

TOTAL 

SUBTOTAL 

VALUE 

RATE 

ITEM 

TOTAL 

wmm mm 

00 

No IVbrkup rVbterial 


49.80 

0.00 % 

.00 

49.80 

0.00 % 

.00 


00 

No IVbrkup Labor 


1,607.80 

0.00 % 

.00 

2,168.03 

0.00 % 

.00 


00 

No Markup Equipment 


381.69 

0.00% 

.00 

657.25 

0.00% 

.00 





$2,03929 


$0.00 

$2,875.08 


$0.00 

$0.00 

DIRECT COSTTOTAL 





$2,039.29 



$2,875.08 

$835.79 

MARKUPS ITEM DESCRIPTION 

GC 

SUB 

APPUED 

AMOUNT 

RATE 

ITEM 

TOTAL 

APPLIED 

AMOUNT 

RATE 

TTEM 

TOTAL 

CMSRAL'. M°RKLP NOTES 

DIRECT COST TOTAL 





$2,03929 



$2,875.08 2.5560% is per Circular Calculation for Bond & Insuranoe 

00 Overhead/Profit 



$0.00 5.000% 

$0.00 

$0.00 5.000% 

$0.00 


00 Insurance 



$0.00 1.000% 

$0.00 

$0.00 1.000% 

$0.00 


00 Subguard 

V 

V 

$2,03929 1200% 

$24.47 

$2,875.08 1.200% 

$34.50 


SUBTOTAL 





$2,063.76 



$2,909.58 


00 Bond 

Y 

V 

$2,063.76 2.556% 

$52.75 

$2,909.58 2.556% 

$74.37 
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Iros Angeles 
World Airports 

LiDM Frt-Jjict CMrLSTlKJUfM! 


Contract : DA-5305 Swinerton Builders 

Title: AuxCurb Repair Damaged PVC Line per RFI53 


00 Gross Receipts Tax 
00 Overhead /Profit 


V 




GRAND TOTAL 


Change Order Analysis 

Task Order: CPCN 1011A 
Project Manager : Christian Chang 


$2,063.76 0.118% 
$2,063.76 5.404% 


$2.43 

$111.53 

$2,230 


$2,909.58 0.118% 
$2,909.58 5.404% 


Date: 6/13/2019 

Estimator : BERNARD FTA BERNARDO 

$3.43 

$15723 


$3,145 
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CONTRACTOR CHANGE REQUEST (CCR) 




To: Project Manager/ LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CCR No. 1011A _ CCR Title: Aux Curt) Repa i r Damaged PCV Una Per RFI0053 

CCR Date: «2MM18 


Contractor: Swinarton Builders 

Contract No.: DA-5305A 

Contract Title: ITF West - Interim Ground Access Project (IGA) 


Address: 055 S. Figueroa Street 
Suite 3000 

Los Angeles, CA 90045 


Reference Document: RFI No.; 0053 CPCNNo.: 1011A rr> NF>i„__ Other: 


Scope: Swfnerton was directed to repair a damaged four Inch (4") PVC Btorm drain line as noted on CPCN1011 A. Pleaae eaa 
attached coat breakdown. 

Cost: $3.72/27 | 

i 


m 


Schedule: / 

iM 

6 

|§ 

% 

Justification: The unforeseen stonnn drain lln^ was 
at the time. 

not detected during scanning of utility lines due to line not containing any water 


The signatory below certifies that the information in this CCR is a true and accurate representation of the farhi or the 
circumstances and that the requested time and/or compensation is a fair and accurate assessment of the impact to the best of 
his/her ability to establish at the time of signing. 

CONTRACTOR 


Signature: 


-S-M.', 


A—V- 


Date; 5/15/20 19 


Wm«.. Daniel Thlesmeyar 


XJtle: Project Manager 



SWINERTON W^, 


Potential Change Item 


PCI No.: 0022 


Description: CPCN 1011A - Aux Curb Repair Damaged PVC Line per RFI 53 
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1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


Request For Information # 00053 


To: 

Los Angeles World Airports 

RFI Date: 

04/26/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/26/2019 

CC: 


RFI Type: 

Civil / Site 



Priority: 

Critical 



Schedule/Activity ID: 




Document Reference: 

C201 



Spec Section: 

31 00 00 



Status: 

Pending 


Subject: Aux Curb- Damaged 4”PVC Line- Unforeseen Condition 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Unforeseen Condition: 

"Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm drain line which was 
damaged during initial excavation for sewer line connection. The contractor will repair the damaged unforeseen storm 
drain line. The storm drain was not detected during scanning of utilities, due to line not containing water. A CPCN will be 
submitted for the cost associated with repairing the unforeseen line”. 


SUGGESTION: Possible Cost Impact: Yes Possible Time Impact: Yes 


ANSWER: Answered By: Date of Response: 

If the existing drain line Jesse Morton 4/30/2019 

is abandoned, it is 

acceptable to remove 

interfering portions or 

abandon it. Otherwise, 

it should be repaired. 
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Print Date: 4/26/2019 3:02 PM 



TRANSMITTAL 

No, 00140 


P? 


Swlnerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


SWINERTON 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-SeW) DATE: 05/28/2019 

TO: Los Angeles World Airports re: DA-5305A 

1 World Way 
Los Angeles CA 90045 


ATTN; JohnFrenda job: 19055009 


| WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: 1 

] Shop Drawings 

1 Approval 

Q Approved as Submitted 

pi Letter 

| | Your Use 

~| Approved as Noted 

| Prints 

i As Requested 

Returned After Loan 

(✓j Change Order 

[ Review and Comment 

P Resubmit 

Q Plans 


Submit 

l j Samples 

SENT VIA: 

p Returned 

1 Q Specifications 

[Attached Separate Cover 

Returned tor Corrections 

1 ^ Other: 


P Due Date: 

| Submittal: 


[✓) Other: CCR 1011A 


Une item _ Pack age Code _ Rev. Qty Hate Description Status 

1 Contract Documents DOC 1 05/28/2019 CCR1011A-RFI0053 Open 


REMARKS: 


DOC CONTROL 


May 29, 2019 
8:49 am 



RECEIVED 




JulG/^arrios 

















Potential Change Item 


Swinerton JPP 


PCI No.: 0022 


Dtscriptfon: CPCN 1011A - Aux Curb Rapalr Damagad PVC Lina par RFI53 
















































TRANSMITTAL 

No. 00140 



8wlnerton Builders 
17731 Mitchell N 200 
Irvine CA 82814 
USA 


SWINERTON 


PROJECT: AVIA - LAX ITFW Enabling (Sub-To-Self) DATE: 06/28/2019 

TO: Los Angeles World Airports RE: DA-5306A 

1 World Way 
Los Angeles CA 90045 


ATTN: John Franda JOB: 19065009 


1 WE ARE SENDING: 

SUBMITTED' FOR: 

ACTION TAKEN: | 

j Shop Drawings 

~j Approval 

] Approved as Submitted 

[~ 1 Letter 

□ Your Use 

" Approved as Noted 

| Prints 

f ~j As Requested 

! Returned After Loan 

Vi Change Order 

Review and Comment 

1 Resubmit 

[~~1 Plans 


" Submit 

!j Samples 

SENT VIA: 

"] Returned 

Specifications 

1 A Usenet! Separate Cover 

. Returned for Corrections 

| Other: 


Q Due Date: 

| | Submittal: 


[✓] Other OCR 1011A 


Una Itam Packaga Code Rev. Oty Data Daacrlpthn Status 

1 Contract Documents DOC 1 05/28/2019 CCR1011A-RFI0063 Open 


REMARKS: 


DOC CONTROL 


May 29, 2019 
8:49 am 



RECEIVED 




Jutf/Barrioa 




























CONTRACTOR CHANGE REQUEST (CCR) 



To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CCR No. 1011 A _ CCR Title: Aux Curb Repair Damaged PCV Line Per RFI0053 

CCR Date: 5/28/2019 _ 


Contractor Swfnsrton Builders 
Contract No.: DA-5305A 

Contract Title: ITF West - Interim Ground Access Project (IGA) 


Address: 888 S. Figueroa Street 
Suite 3000 

Los Angeles, GA 90045 


Reference Document: RFI No.: 0053 


CPCN No.: 1011 a CD NO: 


Other: 


Scope: Swlnerton was directed to repair a damaged four Inch (4”) PVC storm drain line is noted on CPCN 1011A 
attached cost breakdown. 


Cost: $3,727.27 


Schedule: 


Justification: The unforeseen storm drain line was not detected during scanning of utility lines due to Fine not containing any water 
at the time. 


The signatory below certifies that the information in this CCR is a true and accurate representation of the facts or the 
circumstances and that the requested time and/or compensation is a fair and accurate assessment of the impact to the best of 
his/her ability to establish at the time of signing. 

CONTRACTOR 



Date: 5/15/2019 


Daniel Thlesmeyar 


Title- Project Manager 



























h ^ 1 

SWINERTON 



May 28,2019 


Los Angeles World Airports 

1 World Way 

Los Angeles, CA, 90045 

Attn: John Fronda 

Subject: Swlnerton Builders Job 19055009 - AVIA - LAX ITFW Enabling (Sub-To-Self) 
PCI No. 0022 


Dear Fronda, 

The contract adjustment required as a result of: 

Swinerton was directed to repair a damaged four Inch (4") PVC storm drain line as noted on CPCN 
1011 A. Please see attached cost breakdown. 

Swinerton Builders PCI No. 0022 is $3,727.27 

The Incorporation of this revision In to the contractual scope of work may have an Impact on our schedule, which 
Is yet to be finalized. Once determined, the Job schedule will be adjusted accordingly to show the effect of this 
revision on the final project completion date. The terms (cost and schedule Impact) of this change order request 
are subject to review and a requote If not accepted within days of Its issuance. 

X We HAVE proceeded with this revised work. Please Issue a formal change order. 

If you have any questions or comments pertaining to this matter, please contact the undersigned. 


Sincerely, Quotation accepted by: 

Swinerton Builders Los Angeles Work! Airports 


John Fronda 



Date: 


Enclosures: 




PCI No. 


0022 


CCR No. 1011A - Costs associated with damaged PVC line by Murrey per RFI0053 
Cost Sheet 






SWINERTON $5 


Potential Change Item 


PCI No.: 0022 


Daacrtptfon: CPCN 1011A - Aux Curb Rapalr Damagad PVC Lina par RFI03 
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No 00087 
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Swlnirton Builders 
17731 Mitchell H 200 
Irvins CA 92614 
USA 


m ^! 

SWINERTON 

DOC CONTROL 



May 01,2019 



PROJECT: AVIA - LAX ITFW Enabling (Sub To^ 


9:02 am 


DATE: 04/20/2019 


RECEIVED 


TO: Los Angola World Airports 



RE: DAW350A 


1 World Way 

Los Angeles CA 90045 


ATTN: John Fronds JOB: 19055009 


1 WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: 

j | Shop Drawings 

1 Approval 

"| Approved as Submitted 

| 1 Latter 

| j Your Use 

[~? Approved as Noted 

| | Prints 

i ] As Requested 

p] Returned After Loan 

| | Change Order 

Pj Review and Comment 

I | Resubmit 

; ] Plana 


f~~] Submit 

| 1 Samples 

SENT VIA: 

| | Returned 

P Speclflcatlons 

| Attached f {Separate Cover 

|~j Returned for Corrections 

| | Other: 


f~| Due Date: 

| [ Submittal: 


|7| Other CPCN 1011A 


line Asm Packagm Cods Ask Qty M Description Status 

1 CPCN1011A RFI0053 1 04/26/2019 CPCN1011A-RFI0053 Open 


REMARKS: 


CC: 


Signed: 


Julio Barrios 
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CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1011A CPCN Title: RFI 0053 - Aux Curb: Damaged 4° PVC Una Unforeseen Condition 

CPCN Date: 04/28/19 


Contractor: Swlnerton Address: 865 S. Figueroa St. Suite 300 

LAWA Contract No: DA-530SA _ Los Angeles, CA 90045 

Contract Title: ITF West Project - Interim Ground Access Project (IGA) 

TYPE OF CPCN: 

In accordance with Contract Clause: 

□ Extra Work - Additional Scope (Explain in detail below) 

□ Changed Work - Change in Scope ( Explain in detail below) 

A Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: □ LAWA □ Third Party □ Force Majeure (Explain in detail below) 


Reference Documents: RFI No: ** CD No: FD No: Other: 


Description of Potential Change: PCI 022 Swlnerton Is currently evaluating coat and schedule Impacts associated with RFI 
0053: Aux Curb- Damaged 4* PVC Line Unforeseen CondHon/The evaluation will consist of scope review and pricing 
required to repair an unforeseen storm drain line damaged during excavation operations as noted on RFI 0053. 

Swlnerton Is currently gathering pricing from Impacted tredes/subcontractors. Once pricing Is gathered end finalized, 
Swlnerton will submit CPCN 1011A-R1. 


Rough Order of Magnitude: $ 1,807.13 _ Estimated Time Impact: None 


Justification of Potential Change (Why la this necessary?) The unforeseen storm drain line was not detected during 
scanning of utility lines due to line not containing any water at the time. The existing unforeseen storm drain line was 
damaged during Initial excavation for sewer line connection as noted on RFI 53. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the facts or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 

CONTRACTOR: 

Name- Ju,io Barrios Title: Project Manager 


Signature:_Date: 


4/26/19 










CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

CooEbued.. 

To; Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1011A CPCN Title: RFI0053 - Aux Curb: Damaged 4" PVC Line Unforeseen Condition 

CPCN Date: 04/26/19 


Contractor: Swlnerton Address: 865 S. Figueroa St. Suite 300 


LAWA Contract No: DA-5305A Loe Angeles, CA 90045 


Contract Title: ITF West Project - Interim Ground Access Project (IGA) 


Description of Potential Change: PCI 022 Swlnerton Is currently evaluating cost and schedule Impacts associated with RFI 
0053: Aux Curb- Damaged 4” PVC Line Unforeseen Condition .The evaluation will consist of scope review and pricing 
required to repair an unforeseen storm drain line damaged during excavation operations as noted on RFI 0053. 

Swlnerton Is currently gathering pricing from Impacted tradee/subcontractore. Once pricing Is gathered and finalized, 
Swlnerton wlH submit CPCN 1011A-R1. 






1 World Way, 

Los AngalM, CA, 80045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
10055000 



SWINERTON 


Request For Information # 00053 


To: 

Los Angeles World Airports 

RFI Date: 

04/26/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/26/2019 

CC: 


RFI Type: 

Civil /Site 



Priority: 

Critical 



Schedule/Activity ID: 




Document Reference: 

C201 



Spec Section: 

3100 00 



Status: 

Pending 


Subject: Aux Curb- Damaged 4‘PVC Line- Unforeseen Condition 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Unforeseen Condition: 

"Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm drain line which was 
damaged during Initial excavation for sewer line connection. The contractor will repair the damaged unforeseen storm 
drain line. The storm drain was not detected during scanning of utilities, due to line not containing water. A CPCN will be 
submitted for the cost associated with repairing the unforeseen line”. 


SUGGESTION: 

Possible Cost Impact: Yes 

Possible Time Impact: Yes 

answer: 

Answered By: 

Date of Response: 


ATTACHMENTS: 


Pago 1 of 1 


Print Date: 4/26/2019 3:02 PM 








4/26/2019 
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Los Angeles 
World Airports 


TRANSMITTAL 



LANDSIDE ACCESS MODERNIZATION PROGRAM 


TM 


ITF-W_A Interim Ground Access (IGA) 

Project# DA-6305A 


| Date: 5/10/2019 



Documen 

it Control Number: 0182 | 

Transmitted To 



Transmitted By 


Acosta, Jose 



Fronda, John 


Swinerton Builders 



Los Angeles World Airports 


665 South Figueroa Street 



7301 World Way West 


Ste 3000 



8th Floor 


Los Angeles, CA 90017 



Los Angeles, CA 90045 


Tel: 



Tel: 424-646-5851 


Fax: 



Fax: 


Package Transmitted For 



Delivered Via 

Tracking Number 

CD-0013-PDG RIF 0053: Aux Curb - Damaged 4" PVC Storm Drain 


CD-0013-PDG 

Line 2019-05-10 





Item # Qfy item 

Reference 

Description 

Notes 


0001 


CD-0013-PDG RIF 0053: Aux Curb - Damaged 4" 




PVC Storm Drain Line 2019-05-10 



Marne 

Company 

rnOiie 

mm 

Copies 

Acosta, Jose 

SWIBUI 


jacosta@swinerton.com 

1 

Avalos, Fernando 

LAMP 

424-646-6725 

FAVALOS@lawa.org 

1 

Banda, Starlene 

LAMP 

424-646-6785 

sbanda@lawa.org 

1 

Barrios, Julio 

SWIBUI 


jbarrios@swinerton.com 

1 

Bernardo, Bemardita 

LAWA 

424-646-6732 

BBERNARDO@lawa.org 

1 

Billesback, Richard 

LAWA 


rbillesbach@lawa.org 

1 

Cabanilla, Fernando 

LAWA 

424-646-7039 

fcabanilla@lawa.org 

1 

Campell, Greg 

LAWA 


GCampbell@lawa.org 

1 

Chang, Christian 

LAWA 


cchang@lawa.org 

1 

Controls, Doc 

SWIBUI 


LAX-ITFW@swinerton.com 

1 

Darquea, Michael 

SWIBUI 


mdarquea@swinerton.com 

1 

Etezazian, Ata 

SWIBUI 

949-538-5467 

ata.etezazian@swinerton.com 

1 

Flores, Joseph 

LAWA 


jflores2@lawa.org 

1 

Fronda, John 

LAWA 

424-646-5851 

jfronda@lawa.org 

1 

Harris, Anthony 

LAWA 


aharris@lawa.org 

1 

Hernandez, Christian 

LAWA 

424-646-7549 

chemandez6@lawa.org 

1 

Jackson, David 

LAWA 

424-646-5744 

DJackson@lawa.org 

1 

Kiss, Debra 

LAWA 

424-646- 

dkiss@lawa.org 

1 

LAX-ITFW-IGA 

SWIBUI 


LAX-ITFW-IGA@swinerton.com 

1 

Molina, Viviana 

LAWA 

424-646-7519 

VMOLINA@lawa.org 

1 

Montoya, Joaquin F. 

LAWA 


jmontoya@lawa .org 

1 

Mudragada, Danny 

LAWA 

424-646-7354 

dmudragada@lawa.org 

1 

Nevarez, Carlotta 

LAWA 

424-646-6738 

cnevarez@lawa.org 

1 

Pennington, Brian 

LAMP 

424-646-8596 

bpennington@lawa.org 

1 

Powers, Crystal 

LAMP 

424-646-7534 

cpowers@lawa.org 

1 

Rios, Antonio 

LAWA 

213-598-7306 

arios@lawa.org 

1 

Soriano, Laurel 

LAWA 


lsoriano@lawa.org 

1 








Transmittal 

Standard LAWA Transmittal V3 - Main 

ITF-W_A Interim Ground Access (IGA) Project # DA-6305A 


Soung, Tony 

LAWA 


tsoung@lawa.prg 

1 

Sturgis, Zach 

SWIBUI 


zsturgis@swinerton.com 

1 

Traina, John 

SWIBUI 


John.Traina@swinerton.com 

1 

Venzor, Robert 

LAMP 

424-646-7583 

rvenzor@lawa.org 

1 

Villarreal, Ronnie 

LAWA 

424-646-6735 

RVILLARREAL@lawa.org 

1 

Walters, Camille 

LAWA 

(424) 646-6015 
Desk 

CWALTERS@lawa.org 

1 

Wood, John 

SWIBUI 


jwood@swinerton.com 

1 

Woods, Steve 

LAMP 

213-330-9321 

swoods@lawa.org 

1 


file Code / Remarks: 

5.4 


Recalved by: (Print name and sign) 


Signed Date 


Ttanamltted by Fronda, John 


Signed Date 





Los Angeles 
World Airports 


Change Directive 


Contractor:Julio Barrios 

Swinerton Builders 


Change Directive Number: 0013 


Date: 5/8/2019 


Change Directive Title: RFI 0053: Aux Curb - Damaged 4" PVC Storm Drain Contact: Christian Chang 


Contact No: (424) 646-888 


CGMP No: 

Sub Project: 


Terminal: 

Reference Document: 



RFI No:0053 

CPCN No: 1011A 



Bulletin No: 

Field Directive No 

Other Reference: 



1- 0 Contractor is directed to provide a Contractor Change Request(CCR) within 21 days for the 

! J Extra Work defined herein. 

0 Changed Work defined herein. 

2- [0 CPCN No(s) 1011A is determined to have merit. 

3- [0 Proceed with the work described herein for an amount Not to Exceed $0.00 until such time as work 

is completed or a mutually agreed price can be negotiated. Time and Material (T&M) records are to 
be maintained and submitted for all of this work performed prior to completion of the negotiations or 
up to the Not-To-Exceed amount, whichever comes first. Contractor shall provide forty-eight(48) hour 
notice to LAWA Inspector before proceeding with the Work. Costs associated with the T&M 
authorization shall fully comply with General Conditions - (Pricing - Time and Materials). Contractor 
shall submit to the LAWA Inspector for signature a daily itemization of all such costs in such form as 
LAWA requires. Contractor shall report when the T&M reaches 80% of the authorized amount under 
this Change Directive. T&M changes will be reimbursed based upon the cost reimbursable guidelines 
outlined in the pricing section of the Contract under General Conditions Pricing. 


4. [0 Proceed as described herein on an Agreed/Lump Sum Price Basis in the amount of $0.00. 

5. I I Contractor is directed to Stop/Eliminate the work immediately and provide a credit Contractor 

Change Request(CCR) within 21 days for the applicable work eliminated herein. 






Change Directive 


Change Directive Number: 0013 

Change Directive Title: RFI0053: Aux Curb - Damaged 4" PVC Storm 


Swinerton Builders 


Drain Line 


865 South Figueroa Street 
Ste 3000 

Los Angeles, CA 90017 


Direction: 

Reference is made to ITF-W_A Interim Ground Access (IGA) CPCN No. 1011A and RFI-0053. 

CPCN 1011A is determined to have merit. 

Contractor shall provide labor, materials, and equipment required to repair the unforeseen damaged 4" PVC storm 
drain line in the Auxiliary Curb area, per RFI-0053 response. 

Contractor shall submit Contractor Change Request (CCR) with detailed costs and backup documentation to 
LAWA for review and approval. 


Authorization 



Date: 5/y\<\ 


Gogna, Bernardo 


Name 




LAMP Program Executive 


Note: Standard Board authorized amount 
is up to $150,000 


Title 

















Swinerton Builders 
17731 Mitchell N 200 
Irvine CA 92614 
USA 


TRANSMITTAL 

No. 00087 


W '-' > 1 

Swinerton 

DOC CONTROL 



May 01, 2019 





9:02 am 



PROJECT: AVIA - LAX ITFW Enabling (Sub-To-S 

TO: Los Angeles World Airports 


RECEIVED 


DATE: 04/26/2019 

RE: DA#5350A 


1 World Way 

Los Angeles CA 90045 


ATTN: John Fronda JOB: 19055009 


WE ARE SENDING: 

SUBMITTED FOR: 

ACTION TAKEN: 

~~| Shop Drawings 

Approval 

Approved as Submitted 

"] Letter 

Your Use 

]] Approved as Noted 

J Prints 

| | As Requested 

| | Returned After Loan 

| Change Order 

Review and Comment 

| ) Resubmit 

\~| Plans 


| | Submit 

Samples 

SENT VIA: 

Returned 

Specifications 

[Attached | Separate Cover 

~~| Returned for Corrections 

J Other: 


j] Due Date: 

] Submittal: 


[7] Other: CPCN 1011A 


Line Item Package Code Rev. Qty Date Description Status 

1 CPCN1011A RFI0053 1 04/26/2019 CPCN1011A-RFI0053 Open 


REMARKS: 


CC: 




JuGo Samos 


Signed: 


Julio Barrios 









































Click Here 
to add your logo here 


CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 


To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1011A CPCN Title: RF * 0053-Aux Curb: Damaged 4" PVC Line Unforeseen Condition 

CPCN Date: 04/26/19 


Contractor: Swinerton Address 

LAWA Contract No: DA-5305A _ 

Contract Title: West Project - Interim Ground Access Project (IGA) 

TYPE OF CPCN: — 

In accordance with Contract Clause: 

□ Extra Work - Additional Scope (Explain in detail below) 

□ Changed Work - Change in Scope (Explain in detail below) 

I Differing Field Conditions - Change in Scope (Explain in detail below) 

□ Delay Caused By: □ LAWA □ Third Party □ Force Majeure ( Explain in detail below) 


Reference Documents: RFI No: ^ CD No: FD No: Other: 


. 865 S. Figueroa St. Suite 300 
Los Angeles, CA 90045 


Description of Potential Change: PCI 022 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0053: Aux Curb- Damaged 4" PVC Line Unforeseen Condition.The evaluation will consist of scope review and pricing 
required to repair an unforeseen storm drain line damaged during excavation operations as noted on RFI 0053 . 

Swinerton is currently gathering pricing from impacted trades/subcontractors. Once pricing is gathered and finalized, 
Swinerton will submit CPCN 1011A-R1. 


Rough Order of Magnitude: $ 1,6Q7 ' 13 _ Estimated Time Impact: None _ 

Justification of Potential Change (Why is this necessary?) The unforeseen storm drain line was not detected during 
scanning of utility lines due to line not containing any water at the time. The existing unforeseen storm drain line was 
damaged during initial excavation for sewer line connection as noted on RFI 53. 


The signatory below certifies that the information contained in this CPCN is true and accurate of the facts or 
the circumstances and that the requested time and/or compensation is a fair and accurate assessment of the 
impact to the best of his/her establish at the time of signing. 


CONTRACTOR: 


Julio Barrios 


Name: 


Signature: JulioBarrio S~ 


Title: 

Date: 


Project Manager 


4/26/19 









CONTRACTOR POTENTIAL CHANGE NOTICE (CPCN) 

Continued. 

To: Project Manager, LAWA LAMP 
8090 Westchester Pkwy, Trailer L 
Los Angeles, CA 90045 

CPCN No: 1011A CPCN Title: RFI 0053 " Aux Curb: Damaged 4” PVC Line Unforeseen Condition 

CPCN Date: 04/26/19 


Contractor: Swinerton _ Address: 865 S. Figueroa St. Suite 300 _ 

LAWA Contract No: DA-5305A _ Los Angeles, CA 90045 _ 

Contract Title: * TF West Project - Interim Ground Access Project (IGA) 

Description of Potential Change: PCI 022 Swinerton is currently evaluating cost and schedule impacts associated with RFI 
0053: Aux Curb- Damaged 4" PVC Line Unforeseen Condition.The evaluation will consist of scope review and pricing 
required to repair an unforeseen storm drain line damaged during excavation operations as noted on RFI 0053. 

Swinerton is currently gathering pricing from impacted trades/subcontractors. Once pricing is gathered and finalized, 
Swinerton will submit CPCN 1011A-R1. 





1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


Request For Information # 00053 


To: 

Los Angeles World Airports 

RFI Date: 

04/26/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/26/2019 

CC: 


RFI Type: 

Civil / Site 



Priority: 

Critical 



Schedule/Activity ID: 




Document Reference: 

C201 



Spec Section: 

31 00 00 



Status: 

Pending 


Subject: Aux Curb- Damaged 4”PVC Line- Unforeseen Condition 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Unforeseen Condition: 

"Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm drain line which was 
damaged during initial excavation for sewer line connection. The contractor will repair the damaged unforeseen storm 
drain line. The storm drain was not detected during scanning of utilities, due to line not containing water. A CPCN will be 
submitted for the cost associated with repairing the unforeseen line". 


suggestion: 

Possible Cost Impact: Yes 

Possible Time Impact: Yes 

answer: 

Answered By: 

Date of Response: 


ATTACHMENTS: 


Page 1 of 1 


Print Date: 4/26/2019 3:02 PM 








4/26/2019 
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Los Angeles 
World Airports 

A* C£j1 M L<! JLVlZ UlV>N fJU.1lj HAM 


RFI Detailed 


Project: ITF-W_A Interim Ground Access (IGA) 


Official? 0 
Closed? 0 




Number: 0053 Subject: Aux Curb- Damaged 4" PVC Line- Unforeseen Condition 

Importance: Urgent Category: Discipline: Civil 


Author Company: Swinerton Builders Answer Company: Los Angeles World Airports 

Author Contact: Jones, Derrick Answer Contact: Chang, Christian 

Author RFI #: Swinerton Builders RFI 0053 

Date Created: 4/26/2019 Date Responded: 5/1/2019 Date Required: 5/3/2019 

jUfres tion ___ _____ ■ ... - _ _ 

[4/26/2019 Swinerton Builders - Jones, Derrick] 

Unforeseen Condition: 

"Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm 
drain line which was damaged during initial excavation for sewer line connection. The contractor will 
repair the damaged unforeseen storm drain line. The storm drain was not detected during scanning of 
utilities, due to line not containing water. A CPCN will be submitted for the cost associated with 
repairing the unforeseen line" . 


[5/1/2019 Los Angeles World Airports - Chang, Christian] 

Contractor shall verify the existing storm drain lines. If the existing line is abandoned, it is acceptable 
to remove the interfering portions to avoid conflict with the work. Otherwise, Contractor shall repair 
the damaged lines. 


Cost Impact? 
Amount: 


Yes Schedule Impact? 
Days: 0 


Yes Drawing Impact? In Review 
Drawing Updated? □ 

















1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 



SWINERTON 


Request For Information # 00053 


To: 

Los Angeles World Airports 

RFI Date: 

04/26/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/26/2019 

CC: 


RFI Type: 

Civil / Site 



Priority: 

Critical 



Schedule/Activity ID: 




Document Reference: 

C201 



Spec Section: 

31 00 00 



Status: 

Pending 


Subject: Aux Curb- Damaged 4"PVC Line- Unforeseen Condition 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Unforeseen Condition: 

''Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm drain line which was 
damaged during initial excavation for sewer line connection. The contractor will repair the damaged unforeseen storm 
drain line. The storm drain was not detected during scanning of utilities, due to line not containing water. A CPCN will be 
submitted for the cost associated with repairing the unforeseen line". 


suggestion: 


Possible Cost Impact: Yes 


Possible Time Impact: Yes 


ANSWER: Answered By: Date of Response: 

If the existing drain line Jesse Morton 4/30/2019 

is abandoned, it is 

acceptable to remove 

interfering portions or 

abandon it. Otherwise, 

it should be repaired. 


Page 1 of 1 


Print Date: 4/26/2019 3:02 PM 







4/26/2019 
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RFI Detailed 



Los Angeles 


LA^irfint fttX£iS MCOfXvaAtftVRS MOCIUM 


World Airports 


Project: ITF-W_A Interim Ground Access (IGA) 


Official? 0 
Closed? 0 


Number: 0053 Subject: 

Importance: Urgent Category: 


Aux Curb- Damaged 4" PVC Line- Unforeseen Condition 

Discipline: Civil 


Author Company: Swinerton Builders 

Author Contact: Jones, Derrick 

Author RFI #: Swinerton Builders RFI 0053 


Answer Company: Los Angeles World Airports 
Answer Contact: Chang, Christian 


Date Created: 4/26/2019 Date Responded: 5/1/2019 Date Required: 5/3/2019 



[4/26/2019 Swinerton Builders - Jones, Derrick] 

Unforeseen Condition: 

"Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm 
drain line which was damaged during initial excavation for sewer line connection. The contractor will 
repair the damaged unforeseen storm drain line. The storm drain was not detected during scanning of 
utilities, due to line not containing water. A CPCN will be submitted for the cost associated with 
repairing the unforeseen line" . 



[5/1/2019 Los Angeles World Airports - Chang, Christian] 

Contractor shall verify the existing storm drain lines. If the existing line is abandoned, it is acceptable 
to remove the interfering portions to avoid conflict with the work. Otherwise, Contractor shall repair 
the damaged lines. 


Cost Impact? 
Amount: 


Yes Schedule Impact? 
Days: 0 


Yes Drawing Impact? In Review 
Drawing Updated? □ 











1 World Way, 

Los Angeles, CA, 90045 


AVIA - LAX ITFW Enabling (Sub-To-Self) 
19055009 




w 

SWINERTON 


+* ^ 1 


Request For Information # 00053 


To: 

Los Angeles World Airports 

RFI Date: 

04/26/2019 

Attention: 

Christian Hernandez 

Date Due: 

04/26/2019 

CC: 


RFI Type: 

Civil / Site 



Priority: 

Critical 



Schedule/Activity ID: 




Document Reference: 

C201 



Spec Section: 

31 00 00 



Status: 

Pending 


Subject: Aux Curb- Damaged 4”PVC Line- Unforeseen Condition 


INFORMATION REQUESTED: Requested By: Derrick Jones 

Unforeseen Condition: 

"Please refer to the attached sketch and corresponding photos showing an existing unforeseen storm drain line which was 
damaged during initial excavation for sewer line connection. The contractor will repair the damaged unforeseen storm 
drain line. The storm drain was not detected during scanning of utilities, due to line not containing water. A CPCN will be 
submitted for the cost associated with repairing the unforeseen line". 


SUGGESTION: Possible Cost Impact: Yes Possible Time Impact: Yes 


ANSWER: Answered By: Date of Response: 

If the existing drain line Jesse Morton 4/30/2019 

is abandoned, it is 

acceptable to remove 

interfering portions or 

abandon it. Otherwise, 

it should be repaired. 
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LAX 

DEVELOPMENT 


Contract No. DA-5305A - ITF-West_A Interim 

Ground Access (IGA 

Change Order No: _ 


| CHANGE ORDER ROUTING SHEET 

QC REVIEW COMMENTS 

CCRs PACKAGES ENCLOSED (NEGOTIATED) 

(3) SC'/aI 

CCRNoJOOTA; 

Amt:$ 2,562 

(®) u’A, (Wa 

OCR No: 1004A 

Amt: $ 04° 

M, 


OCR No: 1 003A 

Amt: $ 50,230 


CCR No: (,0 1 \ A" 

Amt: $ 3 t T'T/Q 



CCR No: 

Amt: $ 


6(Lbk\ 

CCR No: 

Amt: $ 

TOTAL this C.O. $ 

33, (^2- 





ADDITIONAL REVIEW COMMENTS 


v/ ; 



N/A 

C-Letter Included 



Sent to Contractor for 
Signature 



Back from Contractor 

(-i 



Time Impact 







































Los Angeles 
World Airports 


MEMORANDUM 


Date: June 17,2019 

Memo to: Bernardo Gogna, Landside Access Modernization Program (LAMP) Executive 

From: John R. Fronda, P.E., C.M. Airport Engineer II 

Planning & Development Group (PDG) 

Subject: LAMP - Intermodal Transportation Facility West (ITF West) 

Contract No. DA-5305A 

Los Angeles International Airport 

Change Order No. 0008 - Interim Ground Access (IGA) Change Order for 
CPCN No. 1004A and 1007A 

Attached for your signature is Change Order No. 0008 for the amount of $33,432.00 which 
provides changes to the Contract as follows: 


1. IGA - CPCN 1007A - RFI 0006 - Demo Existing Electrical Conduit at Aux Curb 

Existing electrical conduit feeding an existing outlet box was found mounted on a 
concrete masonry unit (CMU) located at the proposed driveway approach for the 
Auxiliary Curb. Contract drawings called for this CMU wall to be demolished, but did 
not clarify removal of the existing conduit or outlet box. The Contractor was directed 
to disconnect and remove/demo the conduit including wires, connections, and outlet 
box. This resulted in an increased cost in the amount of $640.00. 

(CHANGE CODE: Field Condition) 

2. IGA - CPCN 1004A - RFI 0010 - Pedestrian WW Replace Damaged Utility 

Boxes 

Contract drawings called for various utility boxes at the Pedestrian Walk Way near 
Parking Structure 1 to be either removed, protected in place or adjusted to the 
proposed grade. However, during a site evaluation of the existing utility boxes, it 
was determined that some utility boxes were damaged and should be replaced. 

The Contractor was directed to remove the damaged utility boxes and install new 
utility boxes in their place. This resulted in an increased cost in the amount of 
$2,562.00. 

(CHANGE CODE: Field Condition) 


3. IGA - CPCN 1003A- Field Bulletin No. 0003 

Field Bulletin No. 0003 was issued to provide various paving and electrical 
modifications/clarifications to the original Contract drawings, including but not 




# % 


:JttronarTitles pertaining to electrical, 
RFI-0003 response, and additional 
m-restrffed in an increased cost in 

bL 

tw 

The Planning and Development Group’s staff has negotiated this Change Order and 
approval of this Change Order is recommended. If you have any questions related to this 
change order, please feel free to contact John Fronda, of my staff at (424) 646-5851. 


limited to: revised paving plan clarifications, 
irrigation and water connections addressed 
communication pole and lighting pole details.'' 
the amount of $30,230.00. 

(CHANGE CODE: Document Correction) 


BG:jrf:vm 









Attachment: 

cc: 


File Code: 


Change Order No. 0008 

Gynthia Guidry 
Greg S. Campbell 
Fadi Nassar 
John Fronda 
Danny Mudragada 
Cynthia Boutte 
Viviana Molina 

5.3, 6.3 



